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BOSTON  TRANSIT  COMMISSION. 


15  Beacon  Street,  Boston,  June  30,  1913. 
To  THE  City  Council  of  the  City  of  Boston: — 

In  compliance  with  Statutes  of  1894,  chapter  548,  section  24, 
the  report  of  the  Boston  Transit  Commission  for  the  year 
ending  June  30,  1913,  is  respectfully  submitted. 

BoYLSTON  Street  Subway. 

The  record  of  detailed  progress  on  the  Boylston  street 
subway  will  be  found  in  the  report  of  the  Chief  Engineer.  The 
work  has  steadily  progressed,  and  of  the  portion  between  the 
western  entrance  and  Arlington  street  75  per  cent,  is  now 
completed. 

The  principal  engineering  problem  in  connection  with  this 
subway  was  the  construction  opposite  the  tower  of  the  Old 
South  Church  at  Boylston  and  Dartmouth  streets.  It  is  a 
well-knoT\Ti  fact  that  this  tower  is  not  vertical,  as  it  should 
be,  but  has  leaned  from  the  perpendicular  towards  the  west 
and  southwest  ever  since  its  completion.  Its  deflection  at  the 
top  is  about  two  feet  ten  inches  from  the  perpendicular.  In 
order  to  construct  the  subway  in  front  of  the  church,  a  line  of 
steel  sheet  piling  was  driven  on  each  side  of  the  subway  in  the 
street,  pipes  were  driven  behind  this  sheeting  on  both  sides, 
to  a  depth  below  the  bottom  of  the  subway,  and  neat  cement 
grout  was  pumped  into  the  ground  under  pressure.  The 
subway  vtlW  be  constructed  in  narrow  slices  extending  clear 
across  between  the  lines  of  sheet  piling,  each  slice  being  com- 
pleted before  the  adjoining  one  is  begun.  This  will  diminish 
as  much  as  possible  the  amount  of  trench  open  in  the  street 
at  any  one  time. 

Possible  Change  of  Route. 

On  April  18  the  Senate  of  the  Massachusetts  General  Court 
adopted  an  order  requesting  the  Commission  to  report  within 
three  weeks  as  to  the  probable  cost  of  extending  the  Boylston 
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street  subway  to  Post  Office  square,  providing  for  an  exchange 
of  traffic  with  the  existing  subways  and  tunnels  and  with  the 
Dorchester  tunnel  under  construction;  and  as  to  whether  it 
was  the  opinion  of  the  Commission  that  such  alteration  in  the 
route  would  be  desirable. 

The  Commission  submitted  estimates  of  the  cost  of  a  pos- 
sible route  to  Post  Office  square,  but  stated  that  the  time 
allowed  for  the  making  of  the  report  was  too  short  to  enable 
it  to  arrive  at  a  definite  conclusion  upon  so  important  a  ques- 
tion. It  therefore  suggested  that  the  existing  law  should  be 
amended  so  that  the  Boylston  street  subway  might  be  con- 
nected with  the  Tremont  street  subway  at  some  suitable 
point  near  Park  square,  allowing  the  temporary  use  of  that 
portion  of  the  Boylston  street  subway  between  the  western 
end  and  such  connection,  and  that  the  question  of  the  change 
of  terminal  to  Post  Office  square  be  left  open  for  further 
study.  The  Boston  Elevated  Railway  Company,  the  lessee 
corporation,  stood  ready  to  assent  to  such  change  in  the 
law. 

The  Commission  also  suggested  that  authority  be  given  to 
abandon  the  present  Public  Garden  incline  of  the  Tremont 
street  subway  and  to  construct  a  new  incline  in  Boylston 
street,  this  street  being  widened  for  the  purpose  by  taking  so 
much  land  from  the  Garden  as  would  be  necessary  to  maintain 
the  present  width  of  travelled  way,  filling  up  the  present 
incline  and  restoring  it  to  the  Garden. 

As  a  result  of  this  report  the  General  Court  passed  an  act, 
chapter  810,  authorizing  the  temporary  connection  of  the 
Boylston  street  subway  with  the  Tremont  street  subway, 
the  transfer  of  the  Public  Garden  incline  to  Boylston  street, 
and  the  widening  of  Boylston  street  in  the  manner  suggested 
by  the  Commission;  and  requiring  the  Commission  to  report 
in  January  next  upon  the  question  of  the  terminal  of  the 
Boylston  street  subway,  directing  in  the  meantime  the  sus- 
pension of  work  upon  that  subway  between  the  temporary 
connection  and  Park  street. 

The  order  of  the  Senate,  the  report  of  the  Commission  to 
the  General  Court,  and  chapter  810,  will  be  found  in 
Appendixes  A  and  B. 
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Cars  on  Boylston  Street. 

To  facilitate  and  hasten  the  construction  of  the  subway  in 
front  of  the  Old  South  Church  and  under  Boylston  street  as 
far  as  Arlington  street,  the  Commission  on  March  20,  1913, 
passed  an  order  for  the  relocation  of  the  tracks  of  the  Boston 
Elevated  Railway  Company,  so  that  cars  should  be  diverted 
from  Boylston  street  between  Exeter  and  Arlington  streets, 
passing  instead  through  Exeter  street,  Huntington  avenue, 
St.  James  street  and  Arlington  street. 

Partly  if  not  largely  on  account  of  this  diversion,  the  Con- 
tractor for  this  portion  of  the  subway  has  been  able  to  prosecute 
his  work  with  extraordinary  speed  and  with  safety  to  the  street 
car  traffic.  It  is  hoped  that  this  more  rapid  construction  will 
make  up  to  the  merchants  on  Boylston  street  for  the  temporary 
diversion  of  car  traffic  from  the  street. 

Westerly  Terminal. 

The  Commission  finally  decided  that  the  incline  of  the 
westerly  terminal  on  Kenmore  street  should  remain  uncovered 
and  the  wall  of  the  incline  has  been  completed  and  surmounted 
by  an  ornamental  concrete  balustrade.  The  plan  for  this 
-entrance  and  for  the  treatment  of  the  park  at  this  point  has 
been  prepared  by  A.  A.  Shurtleff.  It  is  beheved  that  this 
treatment,  when  completed,  with  shrubbery  and  evergreens 
masking  the  incline,  will  be  found  satisfactory  to  those  inter- 
ested. 

Massachusetts  Avenue  Station. 

On  September  4,  1912,  an  easement  was  taken  in  the  prop- 
erty of  the  Massachusetts  Avenue  Associates,  commonly  known 
as  the  Cab  Company  building,  for  the  Massachusetts  avenue 
station.  The  building  on  the  premises  was  old  and,  in  the 
opinion  of  the  Commission  and  of  its  contractors,  was  unsafe. 
By  order  of  the  Building  Commissioner  of  the  City  of  Boston, 
it  was  so  repaired  as  to  satisfy  his  Department,  but  it  still 
remained  in  such  a  condition  that  the  Commission  deemed  it 
imwise  to  conduct  building  operations  beneath  it,  and  accord- 
ingly, on  April  3,  1913,  the  entire  property  was  taken  and  the 
building  immediately  razed. 
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Dorchester  Tunnel. 

Work  on  the  Dorchester  tunnel  has  progressed  rapidly  and 
steadily,  the  structure  being  now  under  construction  as  far 
east  as  Arch  street.  A  route  for  the  remainder  has  been 
selected  which  -will  carry  the  tunnel  to  the  north  of  the  South 
station  and  longitudinally  under  Fort  Point  Channel  into 
South  Boston.  The  consent  of  the  United  States  War  De- 
partment has  been  obtained  for  the  construction  of  the  portion 
under  Fort  Point  Channel,  and  a  location  plan  showing  this 
route  has  been  filed  with  the  Commissioner  of  Public  Works. 


Entrance  and  Exit  and  Show  Window  Privileges, 

Early  in  the  progress  of  the  work  on  the  Dorchester  tunnel, 
applications  were  made  to  the  Commission  from  various  firms 
doing  business  along  the  line  of  the  tunnel  in  the  vicinity  of 
Washington  and  Summer  streets  for  privileges  for  entrances 
and  exits  and  for  show  windows.  Inasmuch  as  in  certain 
cases  the  side  walls  of  the  tunnel  do  not  coincide  with  the  side 
lines  of  the  street,  new  questions  of  law  arose  as  to  the  parties 
interested  and  their  respective  rights  and  interests.  After 
many  conferences  with  owners  and  abutters  and  with  the 
City  Law  Department,  the  following  principles  were  formu- 
lated regarding  the  various  interests  and  their  standing,  and 
the  procedure  to  be  adopted: 

In  the  Matter  of  Show  Windows  and  Private  Entrances  and  Exits. 

The  parties  interested  are  the  City  of  Boston,  the  abutting 
OTOers  and  those  claiming  under  them,  the  Boston  Elevated 
Railway  Company  and  the  Boston  Transit  Commission. 

The  Boston  Transit  Commission  has  no  authority  to  occupy 
more  area  under  the  street  than  is  reasonably  requisite  for 
the  tuimel  purposes  as  defined  in  the  act,  nor  has  it  authority 
to  incur  expenditures  in  adapting  any  such  additional  area  to 
uses  other  than  those  so  defined. 

If  it  is  desired  for  the  benefit  of  the  abutters  and  those 
claiming  under  them  that  show  windows  and  private  entrances 
and  exits  should  be  provided  in  such  additional  space  the 
following  things  will  be  requisite : 
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1.  If  any  license  or  permits  for  easements  under  the  street 
are  requisite  they  must  be  secured  from  the  City  of  Boston. 

2.  The  assent  of  the  parties  interested  as  owners  of  real 
estate  or  otherwise  must  be  obtained. 

3.  The  approval  of  the  Boston  Elevated  Railway  Com- 
pany, the  lessee  of  the  tunnels,  must  be  secured. 

4.  The  approval  of  the  Boston  Transit  Commission  must 
be  secured.  The  work  must  be  done  according  to  plans  pre- 
pared by  the  Commission  and  in  a  manner  satisfactory  to  it. 
All  precautions  for  the  safety  of  the  public  which  the  Commis- 
sion deems  proper  must  be  complied  with.  Said  City  and 
said  Commission  must  be  fully  protected  against  expense, 
loss  and  damage  caused  by  such  construction  or  resulting  from 
the  use  of  the  same. 


Dorchester  Tunnel  Extension  to  the  South. 

Chapter  27  of  the  Resolves  of  1912  required  the  Commission 
to  report  regarding  a  route  for  the  extension  of  the  Dorchester 
tunnel  to  a  point  south  of  the  terminal  authorized  by  the  act 
under  which  the  tunnel  is  being  constructed,  provided  the 
City  Government  of  Boston  should  provide  such  sum  as  the 
Commission  might  estimate  would  be  necessary  for  the  ex- 
pense of  such  report. 

The  City  Government  having  appropriated  $3,000  therefor, 
the  Commission  gave  public  hearings  and  gave  its  opinion  as 
to  the  best  route  for  such  extension.  Out  of  the  appropriation 
of  $3,000  the  sum  of  $520.19  was  expended.  The  report  will 
be  found  in  Appendix  C. 


East  Boston  Tunnel  Extension. 

The  work  thus  far  done  upon  the  extension  of  the  East 
Boston  tunnel  has  been  in  underpinning  the  buildings  and  the 
present  station  in  ScoUay  square,  a  w^ork  of  considerable 
difficulty.  As  definite  plans  for  this  work  could  not  be  pre- 
pared and  estimated  on  economically,  the  work  has  been  done 
by  Isaac  Blair  &  Co.,  Inc.,  under  contract  at  actual  cost  plus 
ten  per  cent. 
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Cambridge  Street  Widening. 

The  Act  authorizing  the  East  Boston  Tunnel  extension 
requires  the  Commission  to  widen  Cambridge  street  where  the 
western  inchne  is  located,  in  order  to  maintain  the  travelled 
width  of  the  street.  After  public  hearings,  the  Commission 
determined  to  make  the  widening  entirely  upon  the  north  side 
of  the  street,  between  Chambers  and  North  Russell  streets. 

In  making  this  widening  the  Commission  is  required  to 
proceed  under  the  statutes  which  govern  the  acts  of  the  Street 
Commissioners  of  the  City  of  Boston.  Due  notice  was  there- 
fore given  of  a  pubHc  hearing,  which  was  held  on  June  10,  and 
on  that  day  the  order  of  declaring  the  widening  to  be  a  public 
necessity  was  passed  and  the  estates  on  the  north  side  of  the 
street  between  Chambers  and  North  Russell  streets  were 
taken.  This  order  was  returned  with  the  approval  of  the 
Mayor  June  19  and  immediately  filed  with  the  Registry  of 
Deeds  for  the  County  of  Suffolk,  thereupon  becoming  effective. 

Bids  are  to  be  opened  July  1,  1913,  for  the  removal  of  the 
buildings  from  the  land  taken  for  the  widening. 

Washington  Street  Tunnel. 

The  principal  matter  to  be  mentioned  in  connection  with  the 
Washington  Street  tunnel  during  the  year  has  been  the  settle- 
ment for  the  taking  in  the  Liberty  Tree  Block,  so-called,  at 
the  corner  of  Washington  and  Essex  streets,  for  entrance  and 
exit  purposes.  At  the  time  the  taking  was  made  the  Com- 
mission made  an  award  of  $125,000.  This  was  not  satisfactory 
to  the  owners  and  they  made  preparations  for  a  trial  of  the 
case,  but  before  the  day  appointed  by  the  Court  for  the  trial 
the  offer  made  to  the  owners  by  the  late  Corporation  Counsel 
Babson  of  $216,000  was  accepted.  The  award  of  the  Com- 
mission, with  interest  from  the  date  of  the  taking.  May  31, 
1905,  would  have  amounted  to  about  $185,000. 

Cambridge  Connection. 

In  the  last  report  was  included  correspondence  between  the 
Mayor  and  the  Commission  in  relation  to  the  alteration  and 
reduction  in  size  of  the  stairway  coverings  on  Tremont  street 
for  the  Cambridge  Connection.    Such  alteration  would  have 
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been  impossible  without  the  consent  of  the  Boston  Elevated 
Railway  Company,  the  lessee  corporation,  that  the  expense 
thereof  should  be  included  in  the  cost  of  the  Cambridge  Con- 
nection. Such  consent  the  Company  at  first  declined  to  give, 
but  later  assented  to  an  expenditure  not  exceeding  S5,000. 
The  Commission  deemed  it  wise  to  let  the  structures  remain 
as  they  were  during  the  winter;  but  in  May,  1913,  the  Com- 
mission determined  to  remodel  the  structures.  Mr.  C.  Howard 
Walker,  the  architect  of  the  original  coverings,  was  asked  to 
make  the  plans  for  the  alterations.  These  have  been  com- 
pleted and  the  contract  for  the  changes  is  ready  for  execution. 

Miscellaneous. 

The  General  Court  of  1912,  by  chapter  109  of  the  resolves  for 
that  year,  provided  for  an  investigation  of  the  advisability 
and  cost  of  constructing  a  tunnel  between  the  cities  of  Boston 
and  Chelsea  whenever  the  City  of  Chelsea  should  have  made 
an  appropriation  sufficient  to  cover  the  cost  of  such  investiga- 
tion. No  such  appropriation  having  been  made  by  the  City 
of  Chelsea,  no  action  was  taken  under  the  resolve. 

During  the  year  increased  accommodations  have  become 
necessary  for  the  outside  operations  of  the  Commission's 
engineering  force  in  connection  with  supplies,  tests,  the  con- 
struction of  concrete  poling  boards,  bending  steel  rods,  etc.; 
and  for  that  purpose  about  16,000  square  feet  of  land  at  the 
corner  of  C  and  Cypher  streets,  South  Boston,  were  leased 
from  the  Directors  of  the  Port  of  Boston  at  an  annual  rental 
of  $3,500. 

Legislation. 

The  General  Court  of  1913  passed  the  following  acts  and 
resolves  affecting  the  work  of  the  Commission: 

Acts,  chap.  775,  providing  for  the  construction  of  additional 
tunnels  and  subways  in  the  City  of  Boston.  This  Act  provides 
for  a  two-track  tunnel  or  subway  for  elevated  cars  or  trains 
from  the  present  end  of  the  Washington  street  tuimel  to 
Sullivan  square.  The  Act  is  conditional  upon  its  acceptance 
by  the  voters  of  the  City  of  Boston  at  the  next  city  election 
and  upon  the  consent  of  the  Company  by  its  Board  of 
Directors.    (See  Appendix  D.) 

Acts,  chap.  777,  modifying  certain  locations  of  the  Boston 
Elevated  Railway  Company  and  providing  for  the  construction 
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of  a  subway  in  the  cities  of  Everett  and  Maiden.  The  work 
contemplated  in  this  Act  is  to  be  carried  out  by  the  Commission 
if  it  has  not  been  done  T\dthin  five  years  after  date  of  its  accept- 
ance b}^  the  Compan3^  (See  Appendix  E  for  so  much  of  the 
Act  as  relates  to  the  Commission.) 

Acts,  chap.  810,  relative  to  the  Boylston  street  subway. 
This  Act  provides  for  a  further  investigation  and  report  to 
the  next  General  Court  whether  the  route  of  the  Boylston  street 
subway  shall  be  so  altered  as  to  make  its  terminal  at  Post 
Office  square.  Permission  is  also  given  to  move  the  incline 
of  the  present  subway  from  the  Public  Garden  to  Boylston 
street  and  to  connect  the  portion  of  the  Boylston  street  subway 
constructed  to  that  point  with  the  present  subway  in  the  vicin- 
ity of  Charles  street.    (See  Appendix  B.) 

Resolves,  chap.  69,  providing  for  investigating  the  advisabil- 
ity of  constructing  a  station  for  the  Washington  street  tminel 
at  or  near  Bemiet  street.    (See  Appendix  F.) 

Resolves,  chap.  78,  relative  to  the  construction  of  a  tunnel 
between  the  cities  of  Boston  and  Chelsea,  providing  for  an 
investigation  by  the  Commission,  expense  to  be  borne  equally 
by  the  cities  of  Boston  and  Chelsea.    (See  Appendix  G.) 

Resolves,  chap.  84,  providing  for  an  investigation  relative  to 
the  removal  of  the  elevated  structure  from  Washington  street 
and  Mam  street  and  the  extension  of  the  Washington  street 
tunnel  to  Dudley  street  and  the  construction  of  a  subway 
from  City  square  to  Sullivan  square.    (See  Appendix  H.) 

Resolves,  chap.  93,  requesting  the  Commission  to  investigate 
and  report  on  the  advisabihty  and  cost  of  constructing  a  sub- 
way to  connect  the  Dorchester  tunnel  with  the  South  Terminal 
Station.    (See  Appendix  1.) 

Resolves,  chap.  108,  providing  for  the  investigation  of  the 
services  of  street  railway  companies.  This  Resolve  directs 
the  Commission  to  sit  jointly  ^\dth  the  Board  of  Railroad  Com- 
missioners, now  the  PubKc  Service  Commission,  to  inquire 
into  and  consider  the  street  railway  service  furnished  by  the 
Boston  Elevated  Railway  Company  and  the  Bay  State  Rail- 
way Company.  The  joint  commission  shall  give  pubhc  hear- 
ings and  shall  have  authority  to  administer  oaths  and  to  require 
the  attendance  of  witnesses  and  the  production  of  books  and 
papers.    (See  Appendix  J.) 
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Death  of  George  G.  Crocker. 

The  Honorable  George  G.  Crocker,  who  has  been  a  member 
of  the  Commission  and  its  Chairman  from  the  beginning  of  its 
work,  died  Monday,  May  26th,  of  uremia,  at  his  summer 
home  in  Cohasset  after  a  very  short  illness. 

The  following  entry  was  made  upon  the  records  of  the  Com- 
mission : 

The  members  of  the  Boston  Transit  Commission  desire  to  place  on 
record  their  deep  sense  of  public  and  personal  loss  through  the  death  on 
May  26th  of  George  G.  Crocker,  Chairman  of  the  Commission. 

Mr.  Crocker  has  presided  over  the  deliberations  of  the  Commission 
and  devoted  his  best  energies  to  its  work  since  its  original  organization, 
nineteen  years  ago.  During  all  this  long  period  of  service  he  has  shown 
unvarying  courtesy  to  all,  eminent  ability,  and  rare  conscientiousness. 
Of  large  experience  in  affairs,  he  was  wise  in  counsel,  careful  and  deliber- 
ate in  judgment,  fair-minded  in  his  dealings  with  every  interest,  de- 
voted to  the  welfare  of  the  pubUc.  By  his  death  the  City  of  Boston  has- 
lost  a  valuable  public  servant  and  the  members  of  the  Commission  have 
been  deprived  of  a  colleague  whose  place  cannot  be  filled  and  of  a  loyal 
friend  whom  they  will  always  hold  in  affectionate  remembrance. 

Death  of  George  A.  Kimball. 

On  the  death  on  December  3rd  of  George  A.  Kimball,  who 
had  been  Chief  Engineer  of  the  Boston  Elevated  Railway 
Company  for  many  years,  the  Commission  made  the  following 
entry  upon  its  records : 

In  the  twelve  years  during  which  Mr.  George  A.  Kimball  has  been 
Chief  Engineer  of  the  Boston  Elevated  Railway  Company,  the  Boston 
Transit  Commission  has  had  frequent  occasion  to  confer  with  him  on 
intricate  engineering  problems  involving  varied  public  and  private  inter- 
ests which  at  times  have  been  antagonistic  and  hard  to  reconcile.  The 
association  of  its  members  with  him  has  steadily  strengthened  their  recog- 
nition of  his  high  standing  as  an  engineer  of  skill  and  discretion,  but  they 
wish  no  less  distinctly  to  record  the  fact  that  he  never  allowed  the  great 
burden  of  his  professional  work  to  break  down  his  innate  refined  courtesy 
and  good  will,  and  that  he  ever  sustained  a  modesty  of  bearing  far  dis- 
proportionate to  his  deserts. 


Term  of  the  Commission. 

The  term  of  the  Commission  will  expire  July  1,  1914. 
At  that  date  it  is  hoped  and  expected  that  the  Boylston 
street  subway  will   be   completed  to  the  temporary  con- 
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nection  with  the  Tremont  street  subway,  as  authorized 
by  chapter  810,  Acts  of  1913.  There  wall  remain  unfinished, 
the  greater  part  of  the  Dorchester  trninel  and  a  large  portion  of 
the  East  Boston  tunnel  extension,  together  with  the  extension 
of  the  Boylston  street  subway  to  whatever  point  may  finally 
be  determined  upon  as  its  permanent  easterly  terminal.  Much 
of  this  work  is  difficult  and  complicated  in  character,  imder 
narrow  streets  and  under  tide-water,  and  even  under  favorable 
circumstances  will  require  several  seasons  for  its  completion. 

Some  provision  must  be  made  by  the  General  Court  for 
the  continuation  and  completion  of  this  work. 


Chairman  of  the  Commission. 

On  Monday,  June  2,  George  F.  Swain,  who  was  a  member  of 
the  Subway  Commission  authorized  by  the  General  Court  of 
1893  and  a  member  of  the  present  Commission  from  its  begin- 
ning, was  unanimously  elected  chairman  to  succeed  the  late 
George  G.  Crocker. 


East  Boston  Tunnel. 
Toll  Receipts. 

The  following  is  a  statement  of  the  receipts  from  tolls  and 
the  cost  of  collection  of  the  same  for  the  year  ending  June  30, 
1913: 

July  1,  1912  to  July  31,  1912: 

Receipts  $12,040  95 

Cost   1,658  90 

  $10,382  05 

August  1,  1912  to  October  31,  1912: 

Receipts  $40,316  67 

Cost   5,038  51 

—  —    35,278  16 

November  1,  1912  to  January  31,  1913: 

Receipts  $43,026  79 

Cost   5,880  37 

  37,146  42 

February  1,  1913  to  AprH  30,  1913: 

Receipts  $41,470  68 

Cost   6,626  87 

  34,843  81 

May  1,  1913  to  June  30,  1913: 

Receipts  $29,150  23 

Cost   4,342  41 

—   24,807  82 

$142,458  26 
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Sinking  Fund. 

The  following  is  the  condition  of  the  debt  and  of  the  sinking 
funds  for  the  various  divisions  of  the  work  of  the  Commission 
at  the  date  of  this  report,  as  stated  by  the  City  Treasurer: 

Subway  (Including  Alterations.) 
(Debt,  $4,416,000,  outside  debt  limit.) 


Amount  of  fund,  July  1,  1912  $1,433,457  09 

Interest  on  bank  deposits,  July  1, 1912,  to  date,  $318  02 
Interest  on  investments,  July  1,  1912,  to  date,  52,212  50 
Revenue,  etc.,  July  1,  1912,  to  date       .      .      '35,035  00 

  87,565  52 


S1,52L022  61 

Charlestown  Bridge,  No.  1. 
{Debt,  $750,000,  inside  debt  limit.) 


Amount  of  fund,  July  1,1912   $203,086  25 

Interest  on  bank  deposits,  July  1, 1912,  to  date,  $186  30 
Interest  on  investments,  July  1,  1912,  to  date,       7,217  36 

Requirement  for  debt  7,821  00 

  15,224  66 


$218,310  91 

Charlestown  Bridge,  No.  2. 
{Debt,  $805,000,  outside  debt  limit.) 


Amount  of  fund,  July  1,1912  $235,069  93 

Interest  on  bank  deposits,  July  1, 1912,  to  date,  $332  46 
Interest  on  investments,  July  1,  1912,  to  date,  8,130  56 
Revenue,  etc.,  July  1,  1912,  to  date       .      .        2,539  94 

Requirement  for  debt   5,864  00 

  16,866  96 


$251,936  89 

East  Boston  Tunnel. 
{Debt,  $3,243,000,  outside  debt  limit.) 


Amount  of  fund,  July  1,  1912   $468,178  17 

Interest  on  bank  deposits,  July  1, 1912,  to  date,  $470  74 
Interest  on  investments,  July  1,  1912,  to  date,  16.415  57 
Revenue,  etc.,  July  1,  1912,  to  date       .      .      82,071  61 

  98,957  92 


$567,136  09 

Boston  Tunnel  and  Subway, 
(Washington  Street  Tunnel.) 
{Debt,  $8,478,700,  outside  debt  limit.) 

Amount  of  fund,  July  1,  1912  $577,185  07 

Interest  on  bank  deposits,  July  1, 1912,  to  date,  $588  31 
Interest  on  investments,  July  1,  1912,  to  date,  21.401  37 
Revenue,  etc.,  July  1,  1912,  to  date       .      .     109,570  86 

  131,560  54 

$708,745  61 
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Rapid  Transit — Cambridge  Connection. 

{Debt,  $1,450,000,  outside  debt  limit.) 

Amount  of  fund,  July  1,  1912  $23,242  02 

Interest  on  bank  deposits,  July  1, 1912,  to  date,  $12  00 
Interest  on  investments,  July  1, 1912,  to  date,  914  37 

Bevenue,  etc.,  July  1,  1912  to  date       .      .      18,692  67 

  19,619  04 

$42,861  06 

BoYLSTON  Street  Subway. 

(Formerly  Riverbank  Subway.) 

{Debt,  $3,005,000,  outside  debt  limit.) 

Amount  of  fund,  July  1,  1912  $1,409  18 

Interest  on  bank  deposits,  July  1, 1912,  to  date,  $12  49 
Interest  on  investments,  July  1,  1912,  to  date,  30  62 

  43  11 

$1,452  29 

Dorchester  Tunnel. 
{Debt,  $1,750,000,  outside  debt  limit.) 

East  Boston  Tunnel  Extension.  . 
{Debt,  $1,050,000  outside  debt  limit.) 


Rentals  paid  by  the  Boston  Elevated  Railway  Company. 

The  following  is  a  statement  of  the  bills  rendered  for  rental 
of  the  various  tunnels  and  subways  and  the  amounts  paid 
thereon : 

Tremont  Street  Subway, 

Sept.  30,  1912: 

Net  cost  of  subway  $4,100,955  72 

One  quarter's  rental   $49,980  40 

Alterations:  net  cost        ....  242,673  93 

One  quarter's  rental   2,957  59 

Dec.  31,  1912: 

Net  cost  of  subway   4,100,955  72 

One  quarter's  rental   49,980  40 

Alterations:  net  cost        ....  242,673  93 

One  quarter's  rental   2,957  59 

March  31,  1913: 

Net  cost  of  subway  .      .      .      .      .        4,100,955  72 

One  quarter's  rental   49,980  40 

Alterations:  net  cost        ....  242,673  93 

One  quarter's  rental   2,957  59 

June  30,  1913: 

Net  cost  of  subway   4,100,955  72 

One  quarter's  rental  "     .      .  49,980  40 

Alterations :  net  cost   242,673  93 

One  quarter's  rental   2,957  59 

$211,751  96 
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Bills  Rendered.  Paid. 

Sept.  30,  1912: 

Net  Cost  of  tunnel      .      .    $7,627,569  70  *$85,277  29 

Rental  for  one  quarter        .  $85,810  16      85,810  16 

Dec.  31,  1912: 

Net  cost  of  tunnel       .      .     7,627,614  70 

Rental  for  one  quarter  ....  85,810  67  85,810  67 
March  31,  1913: 

Net  cost  of  tunnel       .      .      7,651,168  34 

Rental  for  one  quarter  ....  86,075  64  86,075  64 
June  30,  1913 : 

Net  cost  of  tunnel       .      .     7,870,656  48 

Rental  for  one  quarter       ....         88,544  89  t 

Year  ending  January  31,  1910  **  (  14,452  17 

Year  ending  January  31,  1911  )  13,033  24 

Year  ending  January  31,  1912  J  7,129  49 

Interest  ^  4,283  88 


Total      .      .      $346,241  36  $381,872  54 
Cambridge  Connection. 

September  30,  1912: 

Net  cost  of  connection  $1,387,403  23 

One  quarter's  rental   $16,908  98 

December  31,  1912: 

Net  cost  of  connection   1,400,413  78 

One  quarter's  rental   17,067  54 

March  31,  1913: 

Net  cost  of  connection   1,406,791  68 

One  quarter's  rental   17,145  27 

June  30,  1913: 

Net  cost  of  connection   1,418,423  50 

One  quarter's  rental   17,287  04 


Total      .      .  $68,408  83 


*  Paid  on  account  of  quarter  ending  June  30,  1912. 

t  Payment  for  this  quarter  had  not  been  made  at  the  date  of  this  report  ($88,544.89). 
**  The  first  three  items  were  withheld  by  the  Boston  Elevated  Railway  Company 
pending  a  decision  of  a  legal  point  as  to  the  reckoning  of  interest.    This  point  was 
decided  in  favor  of  the  Commission  and  these  sums  were  paid  during  the  year  covered 
by  this  report.    The  last  item  is  interest  on  these  amounts. 
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STATEMENT  OF  EXPENSES. 

The  following  is  a  classified  statement  of  the  expenses  of  the 
Commission  for  the  year  ending  June  30,  1913: 

EAST  BOSTON  TUNNEL. 

Engineering  Department. 

Labor   $57  00 

Office  supplies   7  83 

Skilled  service   497  80 

  $562  63 

Section  B. 

Construction   $379  02 

Field  supplies   783  02 

Instruments   5  25 

Labor   8,572  54 

Legal  and  expert  advice   25  00 

Office  supplies   137  44 

Skilled  service   1,155  70 

Teaming   68  65 

Section  C. 

Construction   $249  12 

Field  supplies   20,385  09 

Labor   2,067  23 

Legal  and  expert  advice   200  00 

Office  supplies   80 

SkiUed  service  '    .  114  20 

Teaming   8  50 

  23,024  94 

Section  D. 

Field  suppUes   $1,600  00       1,600  00 

Section  E. 

Skilled  service   $2  13             2  13 

Section  F. 

Field  supplies   1,806  11 

Teaming   75 

  1,806  86 


11,126  62 


BOSTON  TUNNEL  AND  SUBWAY. 

General  Expenses : 

Office— Printing   $45  00  45  00 

Engineering  Department. 
SkiUed  service       .      .      .      .    •  .      .      .         $242  75 
Credit:  Stock — received  from  Boston  Elevated 
Railway   Company   on   account  telephone 

booths   110  95 

  131  80 

Section  One. 

Legal  and  expert  advice  ^   $150  00 

Property  Damages:  Takings      ....        3,219  35 

  3,369  35 


Carried  forward 


$41,669  33 
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Brought  forward  $41,669  33 

Section  Two. 

Credit:  Boylston  street  station — received  from 
Boston  Elevated  Railway  Company  on  ac- 
count telephone  booths  .        ....         $661  57 
LaGrange    street    station — received  from 
Boston   Elevated   Railway   Company  on 
account  telephone  booths  ....  575  49 

  1,237  06 

Balance   $40,432  27 


Section  Three. 

Damages   $3,109  00 

Essex  street  entrance   2,564  02 

Legal  and  expert  advice   177  60 

Property  Damages:  Takings      ....  216,000  00 

$221,850  62 

Credit:  Hay  ward  place  station — received  from 
Boston  Elevated  Railway  Company  on  ac- 
count telephone  booths   566  13 


221,284  49 
$261,716  76 


Section  Four. 

Credit:  Summer  street  station — received  from 
Boston  Elevated  Railway  Company  on  ac- 
count telephone  booths   $770  34 

Temple  place  station — received  from  Boston 
Elevated  Railway  Company  on  account 

telephone  booths   633  69 

Winter  street  station — received  from  Boston 
Elevated  Railway  Company  on  account 

telephone  booths   659  72 

  2,063  75 

Balance  $259,653  01 


Section  Five. 

Property  Damages— Takings     ....     $33,327  30 
Credit:    Franklin  street   station — re- 
ceived from  Boston  Elevated  Rail- 
way Company  on  account  telephone 

booths  $622  39 

Old  South  station— received  from 
Boston  Elevated  Railway  Com- 
pany on  account  telephone  booths  1,240  39 
Water  street  station — ^received  from 
Boston  Elevated  Railway  Com- 
pany on  account  telephone  booths       7  42 

  1,870  20 

  31,457  10 


Carried  forward 


$291,110  11 
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Brought  forward  $291,110  11 

Section  Six. 

Credit:  Construction — received  from  Boston 
Elevated  Railway  Company  on  account  tele- 
phone booths    $638  56  638  56 


Balance  $290,471  55 

Section  Eight. 

Credit:  Adams  square  station — 

Deduction  made  to  cover  repairs   ...  1  44  1  44 


Balance  $290,470  11 

Section  Nine. 

Legal  and  expert  advice   $100  00 

Property  Damages:  Takings     ....      20,090  08 


$20,190  08 

Credit:  Union  station — Received  from  Boston 
Elevated  Railway  Company  on  account 
telephone  booths   1,570  57 


18,619  51 


CAMBRIDGE  CONNECTION. 


Engineering  Department. 


Instruments  

$1 

00 

Labor   

30 

00 

Printing  

165 

84 

Skilled  service  

177 

83 

Section  One. 

Damages  

$1,225 

46 

Legal  and  expert  advice  

1,485 

34 

Property  Damages:  Takings  .... 

30,512 

97 

Section  Two. 

Coleman  Brothers  (Contract  393) 

$8,243 

00 

Builders  Iron  and  Steel  Company  (Contract  408) 

535 

80 

Otis  Elevator  Company  (Contract  404)  . 

6,875 

00 

Otis  Elevator  Company  (Contract  405) 

6,591 

02 

Coleman  Brothers  (Contract  407) 

269 

20 

Construction  

467 

50 

Field  supplies  

22 

72 

Labor   

781 

74 

Lighting  

6 

84 

Skilled  service  

17 

95 

Stationery-suppUes  

16 

69 

Teaming        .      .  '  

28 

21 

Tools  

11 

20 

374  67 


33,223  77 


$23,866  87 

Credit :  Paving — net  sale  of  blocks    .      .      .  234  69 


23,632  18 


Carried  forward   $366,320  24 
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Brought  forward  $366,320  24 

DORCHESTER  TUNNEL. 


Office  Expenses : 

Proportion  of  general  expenses, 
from  Boylston  street  subway 

Printing  

Stationery-supplies  . 


transferred 


Engineering  Expenses: 

Bethlehem  Steel  Company  (Contract  443) 

Advertising  

Borings : 

Labor 

Material  . 
Chief  Engineer 
Clerks  .  . 
Field  supplies 
Fuel  . 
Furniture  . 
Inspection  . 
Instruments 
Labor  . 
Lighting 
Messengers 
Printing 
Rental 

Skilled  service 
Stationery-supp  lies 
Stenographers 
Stock  . 
Teaming 

Telephone — telegraph 
Testing 
Tools  . 


$14,220  24 
30  00 
12  47 


$24,545  25 
10  51 

662  35 
25  21 
3,375  00 
610  40 
7,659  40 
51  52 
93  00 
92  36 
300  01 
6,152  48 
369  37 
312  30 
315  09 
1,166  66 
28,156  36 
1,290  39 
2,239  74 
75,165  86 
173  22 
87  90 
210  53 
3,836  73 


14,262  71 


156,901  64 


Section  A. 


(From  the  end  of  the  Cambridge  Connection  at  the  east  line  of 
Tremont  street,  under  Winter  street  to  about  the  west  line  of 
Washington  street.) 


Coughlan  &  Shells  Company  (Contract  433)  . 

$252,003 

45 

New  England  Structural  Company  (Contract 

431)  

8,736 

64 

Alterations  

2,469 

30 

Construction  

35,713 

01 

Damages  

1,145 

82 

Field  supplies  

376 

96 

Fuel  

71 

30 

Furniture  

10 

55 

Inspection  

1,777 

14 

Instruments  

25 

95 

Insurance   

2,621 

79 

Labor   

8,906 

03 

Lighting  

311 

61 

Paving  

22 

39 

Printing  

28 

25 

Skilled  service  

7,046 

64 

Stationery-supplies  

224 

50 

Carried  forward 


$321,491  33  $537,484  59 
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Brought  forward   $321,491  33  $537,484  59 

Teaming   69  21 

Telephone— Telegraph   122  23 

Testing   69  62 

Tools   107  24 

Water  pipes   46  50 


Section  B. 

{From  about  the  west  line  of  Washington  street,  under  Wash- 
ington and  Summer  streets,  to  a  point  about  50  feet  east 
of  the  east  line  of  Arch  street.) 
Hugh  Nawn  Contracting  Company  (Contract 

457)   $54,383  09 

Coughlan  &  Shells  Company  (Contract  438)  5,689  82 

Bethlehem  Steel  Company  (Contract  443)       .  8,787  91 

Boston  Bridge  Works  (Contract  445)        .      .  6,372  63 

Bethlehem  Steel  Company  (Contract  449)      .  629  34 

Advertising   9118 

Alterations  \  2,582  18 

Construction   11,934  82 

Damages   6,559  78 

Field  supplies   115  46 

Fuel   11  15 

Furniture   10  00 

Inspection   Ill  44 

Instruments   78 

Insurance   728  01 

Labor   4,601  55 

Legal  and  expert  advice   425  00 

Lighting  •  .       .      .       .  76  77 

Printing   250  20 

Rental   35  00 

Skilled  service   1,979  07 

Stationery-supplies   46  22 

Teaming   56  05 

Telephone — telegraph   27  05 

Testing   52  35 

Tools   302  04 

Water  pipes   448  56 


321,906  13 


106,307  45 


BOYLSTON  STREET  SUBWAY. 


Office  Expenses : 

Furniture   $12  98 

Lighting   80  50 

Printing   297  75 

Rental   3,000  00 

Stationery-supplies   819  97 

Telephone — telegraph   448  36 

Stenographers   3,275  61 

Messenger   1,150  85 

Clerks   806  67 

Salaries  of  Commissioners  and  Secretary  .  28,027  78 


$37,920  47 

Transferred  to  Dorchester  Tunnel     $14,220  24 
Transferred  to  East  Boston  Tunnel 


18,960  37 

  18,960  10 


Carried  forward 


$984,658  27 
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Brought  forward  $984,658  27 

Engineering  Expenses : 

Advertising   S14  99 

Chief  Engineer   4,500  00 

Clerks   634  22 

Field  supplies   2,551  65 

Fuel   74  83 

Furniture   14  50 

Inspection   586  66 

Instruments   353  43 

Labor   7,485  91 

Legal  and  expert  advice   229  00 

Lighting   885  59 

Messengers   460  53 

Printing   2,502  77 

Rental   3,583  34 

Skilled  service   36,233  77 

Stationery-supplies   2,275  78 

Stenographers    .      .             .      .      .  2,548  87 

Stock   47,028  22 

Teaming   1,144  47 

Telephone — telegraph   304  41 

Testing   271  67 

Tools   1,712  44 

  115,397  05 

Section  One. 

(From  the  easterly  side  of  Kenmore  street  through  Commonwealth 
avenue,  the  Fens,  and  Newbury  street  to  the  middle  of  Massa- 
chusetts avenue.) 
Hugh  Nawn  Contracting  Company  (Contract 

427)   $443,072  86 

Bethlehem  Steel  Company  (Contract  426)      .  25  72 

Alterations   831  19 

Construction   103,502  04 

Damages   199  09 

Field  supplies   219  80 

Fuel   35  02 

Inspection   1,165  58 

Instruments   42  95 

Labor   2,386  53 

Legal  and  expert  advice   676  19 

Lighting   59  00 

Paving   315  25 

Skilled  service   4,358  93 

Stationery-supplies   240  94 

Teaming   323  64 

Telephone — telegraph   84  39 

Testing   39  40 

Tools   45  79 

Water  pipes   4,669  86 

  562,294  17 

Section  Two. 

{From  the  middle  of  Massachusetts  avenue,  under  -private 
property  and  Boylston  street,  to  the  easterly  line  of  Hereford 
street.) 

Hugh  Nawn  Contracting  Companv  (Contract 

427)     ......  ^    ..      .  $28,154  87 

Hugh  Nawn  Contracting  Company  (Contract 

432)   109,545  74 

Bethlehem  Steel  Company  (Contract  443) .  819  12 

Carried  forward   $138,519.73  $1,662,349.49 


22 


Boston  Transit  Commission. 


Brought  forward     .      .      .      .   •  .      .  $138,519.73  $1,662,349.49 

Lewis  F.  Shoemaker  &  Company  (Contract  444)  26,076  46 

Alterations   1,610  34 

Construction   38,893  07 

Field  supplies                    .      .   •  .            .  102  83 

Fuel   57  15 

Furniture   8  67 

Inspection   585  99 

Instruments   16  15 

Labor   2,235  69 

Legal  and  expert  advice   680  00 

Lighting   28  09 

Printing   46  30 

Skilled  service   1,841  55 

Stationery-supplies   107  66 

Teaming   201  50 

Telephone — telegraph   50  76 

Testing   11  14 

Tools   61  95 

 ■ —    211,135  03 

Section  Three. 

{From  the  easterly  line  of  Hereford  street,  under  Boylston 
street,  to  the  westerly  end  of  the  Public  Library.) 

Hugh  Nawn  Contracting  Company  (Contract 

432)   $370,494  92 

Advertising   3  73 

Alterations   8  58 

Construction   103,811  63 

Damages   4,500  00 

Field  supplies   290  13 

Fuel   20  27 

Inspection   1,440  86 

Instruments   27  54 

Labor   3,624  93 

Lighting  -.  •     63  75 

Paving   1,908  16 

Printing   19  50 

SkiUed  service   4,841  07 

Stationery-supplies   202  05 

Teaming   455  95 

Telephone — telegraph   99  44 

Testing   201  05 

Tools   62  22 

  492,075  78 

Section  Four. 

{From  the  westerly  end  of  the  Public  Library,  under  Boylston 
street,  to  about  the  center  of  Arlington  street.) 

Hugh  Nawn  Contracting  Company  (Contract 

453)   $333,112  04 

Bethlehem  Steel  Company  (Contract  443)  1,117  10 

Levering  &  Garrigues  Company  (Contract  447)  6,351  36 

Levering  &  Garrigues  Company  (Contract  451)  14,555  59 

Advertising   74  63 

Borings : 

Labor   139  60 

Construction   33.766  42 

Field  Supplies   121  05 

Fuel   37  00 

Carried  forward   $389,274.79  $2,365,560.30 
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Brought  forward 
Inspection 
Instruments  . 
Labor     .      .  . 
Legal  and  expert  advice 
Lighting  . 
Printing  . 
Skilled  service 
Station  ery-supplies 
Teaming  . 

Telephone — telegraph 
Test  pits 
Testing  . 
Tools 


$389,274.79  $2,365,560.30 
585  44 
42  72 
2,776  27 
250  00 
62  24 
235  10 
4,466  62 
148  67 
34  26 
26  77 
9  78 
159  49 
20  75 

  398,092  90 


EAST  BOSTON  TUNNEL  EXTENSION. 

Office  Expenses : 

Printing   $20  00 

Proportion  of  general  expenses  transferred      .  4,740  13 

Engineering  Expenses: 

Isaac  Blair  &  Company,  Inc.  (Contract  448)  $129,770  62 

Bethlehem  Steel  Company  (Contract  443)  345  87 

Bethlehem  Steel  Company  (Contract  449)     .  84,605  61 

Advertising   2  40 

Alterations   120  44 

Cambridge  street  widening     ....  30  28 

Chief  Engineer   1,125  00 

Clerks   390  83 

Construction   33,768  23 

Field  supplies   22,758  08 

Fuel   970  48 

Furniture   151  50 

Inspection   248  28 

Instruments   178  79 

Labor  .   5,113  49 

Legal  and  expert  advice   180  00 

Lighting   4,402  50 

Messengers   44  43 

Paving   8  80 

Printing   14  00 

Rental    447  27 

Skilled  service   13,904  07 

Stationery-supplies   276  43 

Stenographers   1,039  08 

Stock   5,171  28 

Teaming   191  48 

Telephone — telegraph   132  20 

Test  pits   280  05 

Testing       ........  279  23 

Tools   368  35 

INTEREST. 

Boylston  street  subway   $9,200  00 

Dorchester  tunnel   5,333  33 

East  Boston  tunnel  extension     ....  3,866  67 


4,760  13 


306,319  07 


18,400  00 


Carried  forward 


$3,093,132  40 
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Brought  forward  $3,093,132  40 

Dorchester  Tunnel  Ex- 
tension : 

Office  Expenses  .      .  $53  23 

Engineering  Expenses  466  96 

  520  19 


Net  increase   $3,093,652  59 


SUMMARY. 

From  beginning      June  30,  1912, 

of  work  to                  to  Total. 
June  30,  1912.       June  30,  1913. 

Subway  —  Subway 

Commission  .  .  $14,131  16  $14,131  16 
Part   of  General 

Expenses              .             117,550  71  117,550  71 
Engineering  and  mis- 
cellaneous     .      .             407,475  48  407,475  48 
Section  One       .      .             239,407  12  239,407  12 
Two      .      .   -         363,605  50  363,605  50 
Three    .      .             300,639  36  300,639  36 

one-half    .                9,355  70  9,355  70 

Four     .      .             469,620  33  469,620  33 

Five      .      .             388,955  49  388,955  49 

Six        .      .             327,541  86  327,541  86 

Seven    .      .             231,504  27  231,504  27 

Eight  .  .  95,902  06  95,902  06 
Eight  and 

one-half    .              76,639  47  76,639  47 

Nine     .      .             299,452  07  299,452  07 

Ten       .      .             254,497  88  254,497  88 

Eleven  .      .             270,310  57  270,310  57 

Interest      .      .      .             258,575  60  258,575  60 


$4,125,164  63  $4,125,164  63 

Transfer  to  Altera- 
tions, see  11th  re- 
port     ...  4  95  4  95 


Total  ....         $4,125,159  68  $4,125,159  68 


Alterations — Part  of 


General  Expenses 

$28,945 

53 

$28,945 

53 

Section  Three  . 

2,568 

26 

2,568 

26 

Four 

163 

42 

163 

42 

Five 

30,233 

01 

30,233 

01 

Seven  . 

178,516 

16 

178,516 

16 

Nine 

3 

00 

3 

00 

Ten 

534 

04 

534 

04 

Interest 

1,905 

56 

1,905 

56 

Transfer  from  Subway, 

see  11th  report  . 

4 

95 

4 

95 

Total  .... 

$242,873 

93 

$242,873 

93 
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Charlestown 
Total  . 


Bridge : 


From  beginning   June  30,  1912, 

of  work  to  to 
June  30,   1912.    June  30,  1913. 


$1,570,197  98 


Total. 


$1,570,197 


Investigation  of  Conges- 
tion of  Traffic,  etc.  . 
Total  .... 


$3,015  92 


$3,015  92 


East  Boston  Tunnel- 
Part  of  General  Ex 
penses 
Engineering  Expenses 
Section  A 
B 
C 
D 
E 
F 

Interest 
Total  . 


$161,134  78 
191,466  57 
98,869  09 
1,387,259  25 
$485,167  83 
244,954  26 
188,201  14 
241,986  56 
248,156  88 


$562  63 

11,126  62 
$23,024  94 
1,600  00 
2  13 
1,806  86 


$161,134  78 
192,029  20 
98,869  09 
1,398,385  87 
$508,192  77 
246,554  26 
188,203  27 
243,793  42 
248,156  88 


$3,247,196  36      $38,123  18    $3,285,319  54 


Boston  Tunnel  &  Sub- 


way — Part   of  Gen- 

eral Expenses 

$226,441 

57 

$45  00 

$226,486 

57 

Engineering  Expenses 

417,866 

25 

131  80 

417,998 

05 

Section  One 

756,483 

62 

3,369  35 

759,852 

97 

Two 

642,950 

56 

*1,237  06 

641,713 

50 

Three  . 

461,780 

66 

221,284  49 

683,065 

15 

Four 

1,788,849 

91 

*2,063  75 

1,786,786 

16 

Five 

1,043,442 

74 

31,457  10 

1,074,899 

84 

Six 

335,068 

93 

*638  56 

334,430 

37 

Seven  . 

139,466 

40 

139,466 

40 

Eight  . 

616,253 

51 

n  44 

616,252 

07 

Nine 

659,932 

40 

18,619  51 

678,551 

91 

Ten 

142,880 

35 

142,880 

35 

Eleven  . 

345,493 

91 

345,493 

91 

Twelve  . 

45,417 

52 

45,417 

52 

Interest 

645,186 

05 

645,186 

05 

Total  .... 

$8,267,514 

38 

$270,966  44 

$8,538,480 

82 

Cambridge  Connection : 
Office  Expenses  . 
Engineering  Expenses 
Section  One 
Two 

Interest 
Total 


$62,355  20 
96,575  46 
527,404  96 
595,777  43 
76,722  00 


$374  67 
33,223  77 
23,632  18 


$62,355  20 
96,950  13 
560,628  73 
619,409  61 
76,722  00 


$1,358,835  05      $57,230  62    $1,416,065  67 
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Dorchester  Tunnel 
Office  Expenses  . 
Engineering  Expenses 
Section  A  . 

B   .      .  . 

C   .      .  . 

Interest 
Total 


Boylston  Street  Subway 
Office  Expenses  . 
Engineering  Expenses 
Section  One 

Two 

Three 

Four 

Interest 
Total 


East  Boston  Tunnel  Ex- 
tension : 

Office  Expenses  . 
Engineering  Expenses 
Interest 

Total 


Dorchester  Tunnel  Ex- 
tension : 

Grand  Total  . 


From  beginning    June  30,  1912, 

of  work  to  to 
June  30,  1912.  June  30,  1913. 


$9,376  19 
28,243  66 
1,136  63 
1,915  57 
2,638  52 
*766  67 


$14,262  71 
156,901  64 
321,906  13 
106,307  45 

5,333  33 


Total. 


$23,638  90 
185,145  30 
323,042  76 
108,223  02 
2,638  52 
4,566  66 


$42,543  90    $604,711  26      $647,255  16 


$31,605  93 
34,230  48 

128,678  84 
100  00 
31,132  69 


29,830  01 


$18,960  10 

115,397  05 

562,294  17 

211,135  03 

492,075  78 

398,092  90 

9,200  00 


$50,566  03 
149,627  53 
690,973  01 
211,235  03 
523,208  47 
398,092  9a 
39,030  01 


$255,577  95  $1,807,155  03    $2,062,732  98 


$3,812  79 
3,990  64 
*511  11 


$4,760  13 
306,319  07 
3,866  67 


$8,572  92- 
310,309  71 
3,355  56 


$7,292  32    $314,945  87      $322,238  19 


$520  19 


$520  19 


$19,120,207  47  $3,093,652  59  $22,213,860  06 


*  Decrease. 

The  report  of  the  Chief  Engineer  is  appended. 


GEORGE  F.  SWAIN, 
HORACE  G.  ALLEN, 
JOSIAH  QUINCY, 
JAMES  B.  NOYES. 


Boston 

Transit 

Commission. 
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REPORT  OF  THE  CHIEF  ENGINEER. 


Boston,  June  30,  1913. 

George   F.  Swain,  Horace  G.  Allen,    Josiah  Quincy, 
James  B.  Notes,  Boston  Transit  Commissioners. 

Gentlemen  : — The  report  of  work  done  on  the  Dorchester 
Tunnel,  the  Boylston-street  Subway  and  the  East  Boston 
Tunnel  Extension  during  the  year  ending  June  30th  is  here- 
with submitted. 

DORCHESTER  TUNNEL. 

Surveys  and  Plans. 

Additional  surveys  have  been  made  extending  from  Dewey 
square  to  A  street  in  South  Boston,  mostly  in  the  vicmity  of 
Fort  Point  Channel,  and  more  study  has  been  given  to  determine 
the  best  location  for  the  tunnel  in  this  locality.  Eight  alter- 
native routes  were  carefully  investigated.  The  route  selected 
differs  from  that  described  in  the  last  Annual  Report  and 
is  showTi  on  the  map,  Plate  1,  accompanying  this  report,  and 
is  approximately  the  one  designated  R-2  on  Plate  2.  This 
route  passes  through  Dewey  square,  down  Summer  street  in 
front  of  the  South  Terminal  Station  and  then,  curving  towards 
the  south,  passes  under  Fort  Point  Channel  and  private 
property  until  it  reaches  Dorchester  avenue  near  Broadway 
in  South  Boston.  Authorization  by  the  Secretary  of  War 
was  given  June  11,  1913,  for  the  construction  of  the  portion  of 
the  tunnel  under  the  harbor  on  this  route.  A  new  plan  show- 
ing the  location  as  approved  was  filed  June  27,  1913,  in  the 
office  of  the  Commissioner  of  Public  Works.  The  location  of  a 
station  in  Dewey  square  and  the  grade  of  the  portion  of  the 
tunnel  from  the  easterly  end  of  Section  B  to  the  harbor  line 
depends  largely  upon  the  route  to  be  adopted  under  the 
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harbor.  Plans  for  construction  of  this  section  will  be  pre- 
pared as  soon  as  practicable.  Considerable  stud}^  has  been 
given  to  the  details  of  the  cross-section,  profile  and  location  of 
the  tunnel  in  Dorchester  avenue  between  Old  Colony  avenue 
and  Andrew  square. 

The  contract  plans  for  Section  B,  except  those  relating 
to  the  entrances  and  exits  to  the  station,  were  finished  about 
April  1,  1913.  A  very  large  number  of  studies  and  detail  plans 
have  been  made  for  the  entrances  and  exits  to  the  station  lo- 
cated in  Summer  street  between  Hawley  and  Arch  streets. 

Several  studies  were  made  of  the  detail  alignment,  pro- 
file and  cross-section  of  the  tunnel  in  Summer  street  between 
Arch  street  and  Dewey  square. 

Borings. 

Additional  borings  have  been  made  to  an  average  depth 
of  about  60  feet  to  determine  the  character  of  the  earth  in  the 
locality  where  the  tunnel  may  be  built.  The  Charles  R.  Gow 
Company  was  the  contractor.  The  borings  were  two  inches 
in  diameter  and  were  located  as  follows: 

Nine  borings  in  and  near  Summer  street  between  Kingston  street  and 

Dorchester  avenue. 
Ten  borings  in  South  Boston  near  A  street  between  Summer  street  and 

Dorchester  avenue. 
Five  borings  in  and  near  the  Fort  Point  Channel. 
Two  borings  in  Dorchester  avenue  between  B  and  D  streets. 

The  Summer  street  borings  indicate  the  ground  to  be  hard 
sand,  gravel  and  clay.  The  borings  in  South  Boston  near 
A  street  and  those  in  and  near  Fort  Point  Channel  show  a 
layer  of  clay  overlaying  a  bed  of  hardpan.  This  hardpan 
is  at  a  depth  of  about  65  or  70  feet  below  mean  low  water 
near  the  channel  and  rises  to  a  depth  of  about  40  feet  below 
mean  low  water  at  Mount  Washington  avenue  and  A  street, 
and  to  a  depth  of  about  2  feet  below  mean  low  water  at  Broad- 
way and  A  street. 

The  borings  in  Dorchester  avenue  show  sand  and  gravel 
overlajdng  a  bed  of  blue  clay  from  20  to  35  feet  below  the 
surface. 


Report  of  the  Chief  Engineer. 
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Section  A. 

Construction  Data. 

Location  and  description  of  structures:  Two-track  subway  of  reinforced 
concrete  and  structural  steel  in  Winter  street,  from  the  easterly  end  of 
the  Cambridge  Connection  in  Tremont  street  to  near  the  center  of 
Washington  street,  a  length  of  about  500  feet. 

Plates  in  this  and  previous  annual  reports:  XVIII.,  1,  6;  XIX.,  3,  4. 

Assistant  Engineer  in  charge  of  construction:  G.  Dana  Emerson. 

Contractor  and  date  of  contract:  Coughlan  &  Sheils  Company,  May  24, 
1912. 

Amount  of  bid:  $241,475.00. 

Date  of  extension  of  contract:  November  26,  1912. 
Appendix  showing  bids  in  previous  annual  report:   XVIII.,  DD. 
Date  of  completion  named  in  contract:  December  31,  1912. 
Date  of  certificate  of  completion:  April  14,  1913. 

Dates  of  beginning:  Excavation,  May  30,  1912;  Concrete,  June  18,  1912. 

Dates  of  completion:  Excavation,  June  4,  1913;  Concrete,  June  19,  1913. 

Amount  of  work  done  during  year  ending  June  30, 1913 :  Excavation,  26,905 
cu.  yds.;  Concrete  placed,  9,868  cu.  yds.;  Structural  steel  placed,  244 
tons;  Steel  rods  used  for  reinforcing  concrete,  327  tons. 

Total  amount  of  work  done  to  and  including  June  30,  1913,  from  begin- 
ning of  work:  Excavation,  31,234  cu.  yds.;  Old  masonry  removed, 
2,802  cu.  yds.;  Concrete  placed,  9,962  cu.  yds.;  Cinder  concrete  fiUing, 
1,142  cu.  yds.;  Structural  steel  placed,  244  tons;  Steel  rods  used  for 
reinforcing  concrete,  327  tons. 

Number  of  men  ordinarily  employed  by  the  contractor  during  year  ending 
June  30,  1913:  Day,  90;  Night,  80. 

Character  of  earth  found  in  excavation:  Gravel,  sand  and  sandy  clay. 

Disposition  of  surplus:  Delivered  to  scows  and  dumped  at  sea. 

Contractor  for  furnishing  structural  steelwork  and  date  of  contract :  New 

England  Structural  Company,  May  3,  1912. 
Amount  of  bid:  $7,942.00. 

Appendix  showing  bids  in  previous  annual  report:  XVIII.,  BB. 
Date  of  completion  named  in  contract:  June  20,  1912. 
Date  of  certificate  of  completion:  July  19,  1912. 

This  section  has  been  completed  during  the  past  year, 
as  stated  in  the  foregoing  data.  The  work  done  prior  to  June 
30,  1912,  was  described  in  the  Eighteenth  Annual  Report. 

Under  an  extension  of  the  original  contract,  the  main 
structure  and  south  passageway  were  built  under  the  Washing- 
ton-street Tunnel  to  a  point  below  the  edge  of  the  Summer 
station  platform,  and  the  north  passageway  was  built  to  a 
point  about  50  feet  east  of  Washington  street.  The  above 
mentioned  passageways  are  to  connect  the  Winter  station  of 


30 


Boston  Transit  Commission. 


the  Washington-street  Tunnel  with  the  two  platforms  of  the 
Dorchester  Tunnel  station  under  Summer  street. 

As  the  tunnel  occupies  the  full  width  of  Winter  street, 
the  buildings  on  each  side  of  the  street  had  to  be-  underpinned 
to  the  depth  of  the  bottom  of  the  tunnel.  Plate  3  shows  the 
method  used  for  temporarily  supporting  the  columns  of  the 
Sawyer  building  in  order  to  underpin  them  with  concrete. 
Plate  4  shows  conditions  in  Winter  street  at  1.05  P.M.,  Novem- 
ber 16,  1912.  The  excavation  is  bridged  over  with  heavy  plank- 
ing supported  by  timbering.  Most  of  the  work  on  this  section 
was  done  at  night,  when  there  was  little  traffic  and  the  bridging 
could  be  removed. 

Section  B. 

Construction  Data. 

Location  and  description  of  structures:  A  two-platform  station  with 
lobby  above,  and  connections  with  the  Washington-street  Tunnel.  This 
section  extends  from  Washington  street  to  Arch  street. 

Plates  in  this  report:  5  and  6. 

Assistant  Engineer  in  charge  of  construction:  G.  Dana  Emerson. 

Contractor  and  date  of  contract:  Hugh  Nawn  Contracting  Company, 
March  31,  1913. 

Amount  of  bid:  $351,048.00. 

Appendix  showing  bids  in  this  report:  Y. 

Date  of  completion  named  in  contract:  March  31,  1914. 

Dates  of  beginning:  Excavation,  April  1,  1913;  Concrete,  April  28,  1913. 

Amount  of  work  done  during  year  ending  June  30,  1913:  Excavation, 
15,000  cu.  yds.;  Old  masonry  removed,  1,050  cu.  yds.;  Standard  con- 
crete placed,  1,300  cu.  yds.;  Cinder  concrete  placed,  770  cu.  yds.; 
Structural  steel  placed,  20  tons;  Steel  rods  used  for  reinforcing  concrete, 
26  tons. 

Number  of  men  ordinarily  employed  by  the  contractor  during  year  ending 

June  30,  1913:  Day,  160;  Night,  85. 
Character  of  earth  found  in  excavation:  Sand  and  clay. 
Disposition  of  surplus:  Some  has  been  used  for  filling,  in  South  Boston, 

and  some  has  been  delivered  to  scows  and  dumped  at  sea. 

Contractors  for  furnishing  structural  steelwork  and  dates  of  contracts: 
Boston  Bridge  Works,  September  30,  1912;  Bethlehem  Steel  Com- 
pany, December  12,  1912. 

During  the  summer  of  1912,  previous  to  the  letting  of  the 
main  contract  for  Section  B,  the  owners  of  the  property  at  the 
northeast  corner  of  Summer  and  Hawley  streets  were  making 
extensive  alterations  in  the  building.    In  order  to  lessen  the 
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DORCHESTER  TUNNEL,  SECTION  A.       A  METHOD  OF  TEMPORARILY  SUPPORTING  A  COLUMN 
OF  THE  SAWYER  BUILDING  IN  ORDER  TO  UNDERPIN  IT  WITH  A  CONCRETE  PIER. 


PLATE  4. 


PLATE  5. 
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annoyance  to  the  tenants  of  the  building,  advantage  was 
taken  of  this  situation  to  do,  at  the  same  time,  the  underpinning 
which  was  necessary  on  account  of  the  construction  of  the 
tunnel.  The  contract  for  this  underpinning  was  awarded  to 
the  Coughlan  &  Shells  Company  on  August  21,  1912.  (See 
appendix  L  for  canvass  of  bids.)  The  building  alterations, 
being  carried  on  by  the  owners,  were  not  advanced  enough  to 
permit  the  Coughlan  &  Shells  Company  to  begin  its  work 
until  September  28,  1912. 

The  work  consisted  of  underpinning  about  40  feet  of  the 
Summer  street  building  front  and  one  column  on  Hawley  street, 
to  a  depth  of  about  39  feet  below  the  surface  of  Summer  street. 
The  excavation  for  a  depth  of  about  30  feet  was  sand  and  clay. 
The  next  6  or  7  feet  was  wet  fine  sand.  Below  this  sand  stiff 
blue  clay  was  found  extending  to  the  bottom  of  the  excavation. 
The  underpinning,  which  was  carried  to  the  depth  of  the  pro- 
posed adjacent  tunnel  wall,  was  done  with  concrete.  This 
work  was  completed  on  December  17,  1912,  and  cost  about 
$5,700. 

Construction  work  was  begun  on  the  main  contract  for 
Section  B,  April  1,  1913,  and  is  progressing  as  rapidly  as  the 
safety  and  convenience  of  the  public  will  permit.  The  sup- 
porting of  the  buildings  along  the  line  of  the  work  is  being  done 
by  Isaac  Blair  &  Company,  Inc.,  under  a  sub-contract. 

Section  B  extends  from  the  end  of  Section  A,  near  the 
junction  of  Summer  and  Washington  streets,  easterly  under  ^ 
Summer  street  about  550  feet  to  the  easterly  side  of  Arch 
street.  Plate  5  shows  a  portion  of  Summer  street  under  which 
the  tunnel  station  is  being  constructed.  The  station  is  a  two- 
story  structure  with  two  tracks  and  two  side  platforms  below 
and  a  lobby  for  ticket  offices,  etc.,  above.  Plate  6  shows  a 
typical  cross-section.  Passageways  leading  from  the  westerly 
end  of  each  platform  pass  under  the  Washington-street  Tunnel 
and  connect  with  the  present  Winter  station  of  said  tunnel. 
The  westerly  end  of  the  lobby  connects  at  grade  \vith  the 
present  Summer  station  lobby  and  platform  of  the  Washington- 
street  Tunnel.  The  present  stairways,  in  the  New  Filene 
Building,  from  the  street  will  serve  both  the  Washington-street 
Tunnel  and  the  Dorchester  Tunnel  stations.  Another  stairwaj^ 
from  the  lobby  level  of  the  new  station  to  the  street  surface 
will  be  located  at  Chauncy  street  near  the  easterly  end  of  the 
station.    Two  stairways  connect  each  platform  of  the  station 
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with  the  lobby  above.  On  the  north  side  one  is  under  Hawley 
street  and  the  other  is  under  Arch  street.  On  the  south  side 
one  stairway  is  under  Chauncy  street  and  the  other  is  under 
the  basements  occupied  by  the  Jordan  Marsh  Company  and 
C.  F.  Hovey  &  Company.  In  addition  it  is  proposed  to  have 
two  incHned  elevators,  one  from  the  north  platform  to  the 
surface  at  Hawley  street  and  the  other  from  the  south  platform 
to  the  surface  at  Chauncy  street. 

The  Dorchester  Tunnel  was  necessarily  located  at  a  suf- 
ficient depth  to  cross  under  the  Washington-street  Tunnel,  which 
location  brings  the  bottom  about  42  feet  below  the  surface  of 
the  street,  and  this  in  turn  makes  it  necessary  to  underpin  all 
the  buildings  along  the  line  of  the  work  to  an  average  depth 
of  about  25  feet  below  their  original  foundations,  except  the 
New  Filene  Building,  the  foundations  of  which  extend  to  a 
greater  depth  than  the  tunnel. 

Two  new  cast  iron  sewers,  located  one  on  each  side  of  the 
street  below  the  sidewalks  and  directly  above  the  station 
platforms  and  passageways,  will  take  the  place  of  the  original 
sewers. 

BOYLSTON  STREET  SUBWAY. 

During  the  year  under  review,  substantial  progress  has 
been  made  toward  the  completion  of  the  Boylston-street  Sub- 
way. About  one  mile  of  subway,  or  65%  of  the  total  length 
from  Kenmore  street  to  the  proposed  temporary  connection 
with  the  Tremont-street  Subway  near  Carver  street,  is  finished 
at  this  date.  This  comprises  all  of  the  Boylston-street  Subway 
from  the  incline  at  Kenmore  street  to  Berkeley  street,  with  the 
exception  of  the  stations  at  Massachusetts  avenue  and  Copley 
square  and  about  200  feet  of  uncompleted  subway  at  Copley 
square,  all  of  which  are  in  progress  of  construction. 

The  act  of  the  Legislature,  authorizing  the  construction 
of  the  Boylston-street  Subway,  fixed  the  route  definitely,  re- 
quiring a  station  at  or  near  the  corner  of  Boylston  and  Tremont 
streets,  and  a  terminus  at  Park  street.  Many  studies  for 
the  arrangement  of  tracks  between  Park  square  and  Park 
street  have  been  made,  having  in  view  the  best  possible  arrange- 
ment for  the  transfer  of  passengers  at  the  stations,  and  for  the 
transfer  of  cars  between  different  routes.  Perhaps  one  of 
the  best  studies  considered,  and  one  which  required  compara- 
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lively  few  alterations  of  the  old  subway,  contemplated  the 
addition  of  a  two  track  subway  under  Boylston  street  between 
Charles  street  and  Tremont  street;  an  additional  platform  and 
slight  modifications  of  the  Boylston-street  station  of  the  old 
subway;  a  single-track  subway  on  each  side  of  the  old  subway 
between  Boylston  and  Park-street  stations,  and  an  enlargement 
of  the  present  Park-street  station  to  the  west  and  south. 
Further  work  on  these  studies  has  been  suspended  until  the 
Commission  makes  its  report  in  regard  to  alteration  of  the 
route  of  the  Boylston-street  Subway  by  some  route  to  Post 
Office  square  as  authorized  by  chapter  810,  acts  of  1913. 

Ground  Water. 

For  practically  its  entire  length  some  portion  of  the 
Boylston-street  Subway  is  below  the  level  of  the  ground  water 
in  the  Back  Bay.  At  the  Fens  the  structure  is  entirely  sub- 
merged, and  about  seventy  per  cent,  of  the  subway  west  of 
Charles  street  will  be  below  elevation  108,  the  approximate 
height  of  the  water  in  the  Charles  River  Basin.  The  subway 
excavation  therefore  has  necessitated  the  removal  of  large  quan- 
tities of  ground  water  before  the  excavation  could  be  carried  to 
grade  and  the  concrete  structure  placed  in  position.  As  stated 
in  the  Eighteenth  Annual  Report,  a  temporary  pump  well  was 
installed  on  the  west  bank  of  the  Fens  into  which  the  under- 
drains  to  the  west  discharged  until  the  excavation  was  continued 
across  the  Fens  as  far  as  the  permanent  pump  well  at  Charles- 
gate  East.  All  of  the  ground  water  was  then  conducted  into  the 
permanent  pump  well  through  the  under  drains.  The  under- 
drains  were  three  in  number,  an  8-inch  pipe  in  the  center  and 
a  6-inch  pipe  on  each  side.  At  the  time  of  maximum  pumping 
about  two  cubic  feet  of  ground  water  per  second  was  being 
removed  by  two  6-inch  piston  pumps  and  one  6-inch  and  one 
3-inch  centrifugal  pump  operated  by  compressed  air.  This 
water  was  strongly  impregnated  with  sulphuretted  hydrogen. 

The  method  of  stopping  the  flow  of  water  from  the  under- 
drains  into  the  pump  well  at  the  Fens,  after  the  completion  of 
this  section  of  the  subway,  may  be  described  as  follows : — 

A  built-up  wooden  slab  about  two  feet  square  was  con- 
structed, pierced  in  the  center  by  a  4-inch  iron  pipe  in  which 
was  set  a  gate  valve.  On  the  other  side  of  the  slab  from 
the  gate  rings  of  packing  were  placed  to  insure  a  tight  fit  against 
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the  concrete  wall.  Ever}i:hing  being  ready,  the  slab  was  securely 
braced  by  timbers  from  the  opposite  wall  against  the  concrete 
around  the  opening  into  the  pump  well  through  which  the  water 
was  discharging,  the  open  4-inch  pipe  preventing  the  water  at 
the  underdrains  from  accumulating  to  a  great  head.  The  gate 
was  then  shut  and  the  underdrains  were  immediately  filled  with 
grout  through  pipe  previously  placed  in  position  in  the  invert  of 
the  subway.  After  sufficient  time  had  elapsed  for  the  grout  to 
set,  the  temporary  dam  described  above  was  removed. 

Section  1. 

Construction  Data. 

Location  and  description  of  structures:  Two-track  subway,  mainly  of 
reinforced  concrete,  from  Commonwealth  avenue  at  the  easterly  side 
of  Kenraore  street  to  the  center  of  Massachusetts  avenue,  a  length  of 
1936  feet. 

Plates  in  this  and  previous  annual  reports:  XVIII.,  2,  7,  8,  9;  XIX,  7,  8. 
Assistant  Engineer  in  charge:  Laurence  B.  Manley. 

Contractor  and  date  of  contract:   Hugh  Xawn  Contracting  Company, 

March  14,  1912. 
Amount  of  bid:  So32,540.00. 

Appendices  showing  bids  in  previous  annual  report:  XVIII.,  Y. 
Date  of  completion  named  in  contract:  April  1,  1913. 
Date  of  certificate  of  completion:  March  17,  1913. 
Dates  of  beginning:  Excavation,  March  12,  1912;  Concrete,  May  20, 
1912. 

Dates  of  completion:  Excavation,  February  1,  1913;  Concrete,  February 
19,  1913. 

Amount  of  work  done  during  year  ending  June  30,  1913:  Excavation, 

57,025  cu.  yds.;  Concrete  placed,  21,700  cu.  yds. 
Total  amount  of  work  done  to  and  including  June  30,  1913,  from  beginning 

of  work:  Excavation,  85,300  cu.  yds.;  Old  masonry  removed,  290  cu. 

yds.;  Standard  concrete  placed,  24,440  cu.  yds.;  Structural  steel  placed, 

97.9  tons;  Steel  rods  used  for  reinforcing  concrete,  1,065  tons. 
Number  of  men  ordinarily  employed  by  the  contractor  during  year  ending 

June  30,  1913:  Day,  375;  Xight,  1. 
Character  of  earth  found  in  excavation:  Gravel  filling  over  a  layer  of  silt. 

Below  the  silt  is  a  layer  of  sand  and  gravel,  carrj'ing  large  quantities  of 

water,  and  below  this  is  hard  blue  clay. 
Disposition  of  surplus:  To  Fenway  in  rear  of  Museum  of  Fine  Arts,  to 

Fenway  at  corner  of  Commonwealth  avenue  and  Charlesgate  West, 

and  to  Metropolitan  Park  at  Cottage  Farm,  AUston. 

Contractor  for  furnishing  structural  steelwork  and  date  of  contract: 

Bethlehem  Steel  Company,  March  14,  1912. 
Amount  of  bid:  $2,887.50. 


PLATE  7 


PLATE  8. 
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Date  of  completion  named  in  contract:  April  15,  1912. 
Date  of  certificate  of  completion:  April  23,  1912. 

Contractor  for  building  concrete  balustrade  around  the  incline  near 

Kenmore  street:  (See  Plate  7.)    Emerson  &  Norris  Company. 
Date  of  contract:  April  7,  1913. 
Amount  of  bid:  $4,412.00. 
Appendix  in  this  report  showing  bids:  R. 
Date  of  completion  named  in  contract:  May  15,  1913. 
Date  of  certificate  of  completion:  June  21,  1913. 

Construction. 

The  open  incline  located  in  the  grass  plot  of  Common- 
wealth avenue  near  Kenmore  street  (see  Plate  7)  has  been 
completed  with  a  concrete  balustrade  on  the  walls  and  an 
ornamental  arch  over  the  portal.  The  design  for  this  work 
was  furnished  by  Mr.  A.  A.  Shurtleff,  landscape  architect  for 
the  Park  Department.  The  concrete  walls  of  the  subway 
structure  below  the  balustrade  are  rough  pointed  and  the 
coping  is  crandalled  to  give  the  desired  rough  effect.  The 
balustrade  is  made  of  concrete,  mixed  in  the  proportion  of  two 
parts  of  fine  crushed  dark  Quincy  granite  to  one  part  of  cement, 
with  a  rough  surface  obtained  by  washing  off  the  surface 
cement,  thus  revealing  the  aggregate  before  the  concrete  became 
entirely  set.  The  balusters  were  constructed  in  sand  moulds 
at  the  shop  and  set  in  place  on  the  work.  The  posts,  rails, 
and  ornamental  trolley  post  casings  were  built  in  place  on  the 
walls  and  reinforced  with  small  steel  rods. 

Some  of  the  obstructions  encountered  in  the  construction 
of  Section  1  of  the  subway  have  been  the  Back  Bay  Fens  and 
the  Stony  Brook  Conduit,  beneath  which  the  subway  passes 
at  Charlesgate  East.  Construction  through  the  Fens  was 
between  lines  of  interlocking  steel  sheet  piling  within  a  cofTee- 
dam,  as  described  in  the  last  Annual  Report.  The  construction 
of  the  subway  at  this  place  is  shown  on  Plate  8.  The  Fens 
Pond  is  an  estuary  of  the  Charles  River  and  has  little  or  no 
current  except  during  heavy  rain  storms.  Practically  all  of 
the  flow  now  passes  through  a  covered  conduit  known  as 
the  Stony  Brook  Conduit,  consisting  of  two  barrels,  one  of 
horse-shoe  section  12  feet  in  its  vertical  diameter,  and  another 
of  circular  section  7  feet  in  diameter.  This  conduit  connects 
with  the  Boston  Marginal  Conduit  at  the  gate  house  near  the 
intersection  of  Charlesgate  East  and  Back  street,  is  built  of 
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brick  and  concrete,  and  rests  on  a  plank  platform  supported 
on  piles.  The  cross-section  of  the  subway  under  the  conduit 
has  the  usual  inside  dimensions.  The  center  wall  and  roof 
are  reinforced  by  means  of  structural  steel  frames  made 
of  8-inch  Bethlehem  beams  set  12  inches  on  centers.  The 
thickness  of  roof  between  the  clearance  line  of  the  subway 
and  the  bottom  of  the  sewer  is  about  12  inches.  Construction 
under  the  conduit  was  carried  on  in  the  following  stages: 
First; — A  center  drift  was  carried  through  from  the  excavation 
west  of  the  conduit  to  the  excavation  east  of  it,  back  of  the 
Hotel  Somerset.  This  drift  was  extended  upward  to  the 
bottom  of  the  conduit  and  the  center  wall  was  placed  in  the 
drift,  the  old  piles  supporting  the  conduit  being  left  in  position 
until  concreting  operations  were  begun.  Second; — Drifts 
for  the  north  and  south  side  walls  were  carried  under  and 
across  the  width  of  the  conduit  in  the  same  manner  and  the 
concrete  side  walls  constructed  therein.  Third; — The  remain- 
ing earth  cores  between  the  center  and  side  walls  were  removed 
and  the  old  piles  which  remained  were  cut  out,  the  structural 
steel  roof  beams  being  set  in  place  to  support  the  conduit 
as  fast  as  each  bent  of  piles  was  removed.  The  under  side 
of  the  Stony  Brook  Conduit  was  covered  wdth  waterproofing. 
The  roof  was  concreted  as  thoroughly  as  possible  by  ramming 
the  concrete  in  from  the  ends,  and  afterwards  was  grouted 
full  through  2-inch  pipes  left  for  the  purpose  between  the 
bents  of  steel  work.  This  work  was  hampered  by  a  large 
quantity  of  water  which  entered  the  side  wall  excavation 
through  an  old  underdrain,  parallel  to  and  directly  below 
the  Stony  Brook  Conduit.  The  underdrain  had  previously 
been  cut  and  plugged  at  a  point  about  100  feet  north  of  the 
subway.  The  water  which  continued  to  come  in  was  collected 
in  a  3-inch  iron  pipe  and  conducted  to  the  pump  well,  imtil 
the  work  below  the  conduit  was  completed,  when  the  pipe  was 
capped  outside  of  the  lines  of  the  work. 

Construction  in  Newbury  street  Opposite  Hotel  Somerset 
and  Hotel  Eastgate. 

Where  the  Bojdston-street  Subway  curves  from  the  Fens 
into  Newbury  street  its  north  wall  at  one  point  touches  the 
property  line  of  the  Hotel  Somerset,  and  comes  within  7  feet 
of  the  building  proper,  which  is  a  brick  and  stone  building  seven 
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stories  high.  On  the  opposite  side  of  the  street  is  the  Hotel 
Eastgate. 

Partly  on  account  of  the  general  settlement  of  the  ground 
in  the  Back  Bay  district,  and  partly  on  account  of  the  con- 
struction of  the  Stony  Brook  Conduit  in  Charlesgate  East, 
the  walls  of  the  Hotel  Somerset  on  the  Newbury  street  side, 
previous  to  any  subway  construction,  were  found  to  be  cracked, 
and  the  southwesterly  corner  of  the  building  lower  than  the 
northwesterly  corner.  At  this  place  the  bottom  of  the  sub- 
way is  about  40  feet  below  the  surface  of  the  street,  and 
■deeper  than  the  bottom  of  the  piles  supporting  the  hotel.  As 
any  imderpinning  of  the  building  would  necessitate  cutting 
through  the  walls  and  the  floor,  thereby  making  openings  into 
the  private  ballroom  which  occupies  the  southwesterly  portion 
of  the  lower  floor,  and  as  the  tightest  temporary  partitions 
would  not  prevent  sound  and  dust  from  construction  work  nor 
the  odor  of  sulphuretted  hydrogen  from  the  deep  excavation 
from  pervading  the  hotel,  it  was  decided  not  to  enter  the 
premises  and  underpin  the  foundations  of  the  building,  but  to 
take  extraordinary  precautions  to  prevent  any  movement 
of  the  ground  below  the  wooden  piles  upon  which  the  building 
rests.  These  precautions  consisted  in  driving  a  sohd  wall  of 
interlocking  steel  sheet  piling  35  feet  deep  on  the  outside 
lines  of  the  subway  excavation  for  the  full  length  of  the  New- 
bury street  face  of  the  hotel,  with  wing  walls  extending  50  feet 
along  the  Charlesgate  East  fronts  of  both  hotels,  and  in  filling 
the  gravel  below  the  piles  on  the  outside  of  the  steel  sheeting 
with  cement  grout  forced  in  under  high  pressure. 


Section  2 

Construction  Data. 

Location  and  description  of  structures:  Massachusetts-avenue  station 
and  two-track  subway  of  reinforced  concrete  and  structural  steel,  from 
center  of  Massachusetts  avenue,  Sta.  19  +  36,  to  easterly  line  of 
Hereford  street,  Sta.  27  -f-  50,  a  distance  of  814  feet. 

Plate  in  this  report:  9. 

Assistant  Engineer  in  charge:  Laurence  B.  Manley. 

Contractor  and  date  of  contract:  Hugh  Nawn  Contracting  Company. 
(On  June  13,  1912,  the  contract  for  the  construction  of  Section  1  was 
extended,  at  the  same  unit  prices,  to  include  the  Massachusetts-avenue 
station,  and  the  contract  for  the  construction  of  Section  3  was  similarly 
extended  to  include  the  rest  of  Section  2.) 
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Date  of  completion  named  in  contract:  Within  8  months  from  date  on 

which  contractor  is  notified  to  begin  work. 
Date  of  certificate  of  completion  for  extension  of  Section  3:  March  14^ 

1913. 

Dates  of  beginning:  Excavation  for  Section  1  extension,  December  21. 
1912;  for  Section  3  extension,  August  21,  1912;  Concrete  for  Section  I 
extension,  December  24,  1912;  for  Section  3  extension,  September  24,_ 
1912. 

Dates  of  completion:  Excavation  for  Section  1  extension,  in  progress; 
for  Section  3  extension,  January  23,  1913;  Concrete  for  Section  1 
extension,  in  progress;  for  Section  3  extension,  March  1,  1913. 

Total  amount  of  work  done  to  and  including  June  30,  1913:  Excavation,. 
5,932  cu.  yds.  for  Section  1  extension  and  14,580  cu.  yds.  for  Section  3. 
extension;  Old  masonry  removed,  370  cu.  yds.  for  Section  1  extension 
and  1,397  cu.  yds.  for  Section  3  extension;  Standard  concrete  placed,, 
1,110  cu.  yds.  for  Section  1  extension  and  6,501  cu.  yds.  for  Section  3 
extension;  Structural  steel  placed,  37  tons  for  Section  1  extension;  Steel 
rods  used  for  reinforcing  concrete,  62  tons  for  Section  1  extension  and 
394  tons  for  Section  3  Extension. 

Number  of  men  ordinarily  employed  by  the  contractor  during  year  ending 
June  30,  1913:  On  Section  1  extension,  from  December  19,  1912,  to 
February  20,  1913,  55,  and  from  May  5,  1913,  to  June  30,  1913,  75;  on 
Section  3  extension.  Day,  55;  Night,  25. 

Character  of  earth  found  in  excavation:  Silt  over  a  layer  of  sand  and 
gravel. 

Disposition  of  surplus :  By  steam  railroad  to  Metropolitan  Park  at  Cottage 
Farm,  AUston. 

Contractor  for  furnishing  structural  steelwork  and  date  of  contract :  Lewis 

F.  Shoemaker  &  Company,  September  30,  1912. 
Amount  of  bid:  $18,333.00. 
Appendix  showing  bids  in  this  report:  Q. 

Date  of  completion  named  in  contract:  Within  30  days  after  receipt  of 
all  Bethlehem  shapes. 

Construction. 

The  part  of  Section  2  embraced  in  the  extension  of  the 
contract  for  Section  3  extends  from  Public  Alley  444  through 
the  yard  formerly  occupied  by  the  Public  Works  Department, 
under  a  portion  of  the  Police  and  Fire  Engine  stations  to 
Boylston  street  at  Hereford  street.  Plate  9  gives  a  general 
view  of  this  work.  A  small  amount  of  work  was  done  on  the 
part  of  Section  2  embraced  i^j  the  extension  of  the  contract 
for  Section  1,  or  the  Massachusetts-avenue  station,  in  the  fall 
of  1912,  but  work  was  suspended  through  the  winter,  partly 
on  account  of  the  weather  and  partly  on  account  of  the  nego- 
tiations  in  regard  to  the  removal  of  the  Boston  Cab  Company 
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Building  located  at  the  corner  of  Massachusetts  avenue  and 
Newbury  street. 

On  September  24,  1912,  an  easement  taking  was  made  of  a 
portion  of  the  Boston  Cab  Company  Building  and  of  portions 
of  the  basements  of  seven  stable  properties  on  Newbury  street 
through  which  basements  the  subway  passes.  On  April  3^ 
1913,  the  building  being  found  in  unsafe  condition,  the  whole 
of  the  Boston  Cab  Company  property  was  taken  by  the  Com- 
mission, after  which  the  building  was  torn  down  and  con- 
struction on  the  subway  station  begun. 

Foundations. 

The  ground  at  this  section  is  a  soft  silt  about  10  feet  in 
thickness  resting  on  firm  gravel  which  overlies  the  clay.  Where- 
ever  it  was  possible  to  do  so,  piles  were  driven  for  a  foundation^ 
but  in  places  beneath  existing  buildings  a  substitute  foundation 
was  constructed,  consisting  of  longitudinal  concrete  walls  or  piers 
beneath  the  walls  of  the  subway,  carried  to  the  solid  graveL 
This  gravel  offers  so  great  a  resistance  to  driving  piles  that  in 
every  case  where  excavation  was  made  for  the  piers,  which 
excavation  contained  old  piles,  it  was  found  tnat  they  were 
driven  only  to  the  gravel,  with  practically  no  penetration  into 
that  material. 

Occupation  of  Stable  of  Police  Department. 

The  construction  of  a  portion  of  this  section  of  subway 
made  necessary  the  removal  of  a  portion  of  the  stable  of  the 
Police  Department,  also  the  taking  of  a  portion  of  the  base- 
ment under  the  Police  Building  proper,  and  a  similar  taking 
of  the  basement  of  the  building  occupied  by  the  Fire  Depart- 
ment on  the  corner  of  Boylston  and  Hereford  streets.  The 
horses  of  the  Police  Department  have  been  temporarily  stabled 
elsewhere,  and  plans  for  rebuilding  the  stable  with  garage 
have  been  prepared  to  take  the  place  of  the  old  stable.  This 
new  building  will  rest  partly  on  the  subway  roof,  will  have  an 
entrance  from  Boylston  street,  and  will  be  partly  in  the  yard 
taken  from  the  Public  Works  Department  by  the  Transit 
Commission  . to  the  west  of  the  old  stable.  The  erection  of  the 
new  stable  also  involves  remodelling  what  is  left  of  the  present 
building. 
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Section  3. 
Construction  Data. 

Location  and  description  of  structures:  Two-track  subway  of  reinforced 
concrete,  from  easterly  line  of  Hereford  street,  Sta.  27  +  50  to  about 
213  feet  east  of  Exeter  street,  Sta.  46  +  30,  a  distance  of  1880  feet. 

Plates  in  this  and  previous  annual  reports:  XVIII.,  2,  7;  XIX.,  10. 

Assistant  Engineer  in  charge:  Laurence  B.  Manley. 

Contractor  and  date  of  contract:   Hugh  Nawn  Contracting  Company, 

May  9,  1912. 
Amount  of  bid:  $413,135.00. 

Appendices  showing  bids  in  previous  annual  report:  XVIII. ,  CC. 
Date  of  completion  named  in  contract:  April  1,  1913. 
Date  of  certificate  of  completion:  February  18,  1913. 
Dates  of  beginning:  Excavation,  May  13,  1912;  Concrete,  June  1,  1912. 
Dates  of  completion:  Excavation,  January  20,  1913;  Concrete,  February 
18,  1913. 

Amount  of  work  done  during  year  ending  June  30,  1913:  Excavation, 

64,622  cu.  yds.;  Standard  concrete  placed,  22,967  cu.  yds. 
Total  amount  of  work  done  to  and  including  June  30,  1913,  from  beginning 

of  work:  Excavation,  76,315  cu.  3'ds.;  Old  masonry  removed,  648  cu. 

yds.;  Standard  concrete  placed,  24,395  cu.  yds.;  Structural  steel  placed, 

about  19  tons;  Steel  rods  used  for  reinforcing  concrete,  1,735  tons. 
Number  of  men  ordinarily  employed  by  the  contractor  during  year  ending 

June  30,  1913:  Day,  250;  Night,  127. 
Character  of  earth  found  in  excavation:  Gravel  filling  over  a  layer  of  silt. 

Below  the  silt  is  a  layer  of  sand  and  gravel,  carrj'ing  large  quantities  of 

water,  and  below  this  is  hard  blue  clay. 
Disposition  of  surplus :  By  steam  railroad  to  Metropohtan  Park  at  Cottage 

Farm,  Allston,  and  to  Fenway  in  rear  of  Museum  of  Fine  Arts. 

Contractor  for  bitulithic  paving  and  date  of  contract:  Warren  Brothers 

Company,  June  26,  1913. 
Amount  of  bid:  $14,100.00. 
Appendix  showing  bids  in  this  report:  DD. 
Date  of  completion  named  in  contract:  July  1,  1913. 

Construction. 

The  method  of  construction  of  Section  3  consisted;  first, 
in  excavating  for  and  constructing  the  north  and  south  side 
walls;  second,  in  excavating  the  remaining  earth  core  to  a 
depth  of  about  9  feet  and  constructing  the  roof;  third,  in  re- 
moving the  remaining  excavation  below  the  roof  and  in  con- 
structing the  concrete  invert.  The  side  walls  and  roof  were 
built  in  sections  40  feet  in  length.  Plate  10  is  a  view  in  Section 
3,  looking  westerly,  shomng  the  double  arch  of  Section  2.  The 
street  car  service  was  maintained  throughout  the  construction 
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of  Section  3,  except  that  during  the  construction  of  the  sewer 
at  Hereford  street,  which  crosses  below  the  subway  at  that 
point,  the  heavy  semi-convertible  cars  were  temporarily  diverted 
by  way  of  Huntington  avenue. 

Some  of  the  difficulties  in  construction  came  from  the 
-excessive  amount  of  water  to  be  pumped  and  the  maintenance 
and  care  of  the  Fairfield  and  the  Hereford  street  sewers.  The 
36-inch  by  48-inch  sewer,  crossing  the  subway  at  Fairfield  street, 
was  carried  in  a  temporary  wooden  flume  until  a  siphon  at  this 
crossing  was  completed.  The  siphon  consists  of  two  concrete 
manholes  on  either  side  of  the  subway,  connected  below  the 
subway  by  means  of  two  36-inch  iron  pipes.  There  are  center 
partitions  in  the  manholes,  so  that  either  pipe  can  be  pumped 
out  and  cleaned  without  interfering  with  the  flow  in  the  other. 
The  flow  from  the  Fairfield  street  sewer  can  also  be  conducted 
on  the  south  side  of  the  subway  through  a  concrete  sewer  4  feet 
wide  and  8  feet  4  inches  high,  built  by  the  Commission,  which 
connects  at  Hereford  street  with  another  sewer.  This  Hereford 
street  sewer  was  rebuilt  where  it  crosses  the  subway  location, 
the  reconstructed  sewer  being  composed  of  three  chambers,  each 
3  feet  8  inches  by  7  feet  6  inches,  passing  under  the  subway 
and  joining  the  horse-shoe  shaped  sewer,  6  feet  by  6  feet  8 
inches,  on  the  north  side  of  the  subway. 


Section  4. 
Construction  Data, 

Location  and  description  of  structures:  Copley-square  station  and  two- 
track  subway  of  reinforced  concrete  and  structural  steel,  from  about 
213  feet  east  of  Exeter  street,  Sta.  46  +  30,  to  near  the  center  of  Arlington 
street,  Sta.  69  +  00,  a  distance  of  2270  feet. 

Assistant  Engineer  in  charge:  Laurence  B.  Manley. 

Contractor  and  date  of  contract:  Hugh  Nawn  Contracting  Company, 
December  26,  1912.  (On  February  27,  1913,  the  contract  was  extended, 
at  the  same  unit  prices,  from  about  85  feet  east  of  Berkeley  street, 
Sta.  63  +  51,  to  near  the  center  of  Arlington  street,  Sta.  69  +  00.) 

Amount  of  bid  plus  amount  of  extension  of  contract:  $929,625.00. 

Appendix  showing  bids  in  this  report:  W. 

Date  of  completion  named  in  contract:  December  31,  1913. 

Dates  of  beginning:  Excavation,  January  2,  1913;  Concrete,  January  20, 
19.13. 

Amount  of  work  done  during  year  ending  June  30,  1913:  Excavation, 
63,002  cu.  yds.;  Standard  concrete  placed,  14,000  cu.  yds.;  Structural 
steel  placed,  95  tons;  Steel  rods  used  for  reinforcing  concrete,  981  tons 


42 


Boston  Transit  Commission. 


Number  of  men  ordinarily  employed  by  the  contractor  during  year  ending- 
June  30,  1913:  Day,  290;  Night,  160. 

Character  of  earth  found  in  excavation:  Gravel  filling  over  a  thick  layer 
of  silt.  Below  the  silt  the  material  varies,  being  peat  in  some  places^ 
and  sand  and  gravel  or  blue  clay  in  other  places. 

Disposition  of  surplus:  By  steam  railroad  to  Metropohtan  Park  at  Cottage 
Farm,  AUston. 

Contractor  for  furnishing  structural  steelwork  and  dates  of  contracts  r 
Levering  &  Garrigues  Compan}^,  November  21,  1912,  and  December  26> 
1912. 

Amounts  of  bids:  $5,223.00  and  $14,487.60. 
Appendices  showing  bids  in  this  report:  O  and  V. 

Dates  of  completion  named  in  contracts :  Four  months  from  receipt  of  order 

and  correct  information  by  which  to  order  material. 
Dates  of  certificates  of  completion:  March  10,  1913  and  April  22,  1913 

Diversion  of  Street  Car  Traffic. 

In  order  to  facilitate  the  construction  of  this  section,  the^ 
route  of  the  surface  cars  of  the  Boston  Elevated  Railway  Com- 
pany was  temporarily  changed  April  4,  1913,  from  Boylston 
street,  between  Exeter  and  Arlington  streets,  to  the  new 
tracks  on  the  route  approved  by  the  Commission  March  20th 
and  laid  by  the  Boston  Elevated  Railway  Company  in  Exeter 
street  from  Boylston  street  to  Huntington  avenue,  and  in 
Huntington  avenue,  Copley  square,  St.  James  avenue  and 
Arlington  street,  connecting  again  with  the  old  tracks  at 
Boylston  street. 

New  Location  of  42-inch  Water  Pipe. 

The  42-inch  water  pipe  crossing  Boylston  street  from 
Huntington  avenue  into  Clarendon  street,  which  is  the  main 
high  service  supply  for  the  doA\Ti-to"\\Ti  Boston  district,  was 
found  to  be  so  low  as  to  interfere  with  the  construction  of  the 
subway  at  this  point.  It  is  necessary  to  maintain  service  in 
the  pipe  at  all  times,  and  as  its  presence  with  a  pressure  of 
100  lbs.  per  square  inch,  in  the  subway  excavation  was 
considered  to  be  dangerous  to  the  surrounding  buildings 
in  case  of  a  possible  break,  a  temporary  by-pass  was  laid 
through  Dartmouth  and  Newbury  streets  to  carry  the  flow 
while  the  water  pipe  was  being  raised  and  the  subway  con- 
structed at  the  Clarendon  street  crossing.  The  laying  of  the 
new  pipe,  which  consists  of  83  feet  of  20-inch  pipe,  510  feet  of 
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24-inch  pipe,  and  485  feet  of  36-inch  pipe,  was  begun  on 
March  4,  1913,  and  the  water  turned  on  through  it  at 
1.00  P.M.  March  18,  1913. 

Foundations. 

The  ground  through  which  this  section  of  the  subway 
passes  is  similar  to  that  encountered  in  other  sections  of  this 
subway.  At  Dartmouth  street  there  is  about  17  feet  of  silt 
between  the  bottom  of  the  subway  structure  and  the  hard 
clay.  West  of  Dartmouth  street  the  subway  station  is  to  be 
built  on  the  earth  without  pile  foundation.  At  other  places 
the  invert  rests  either  on  the  hard  blue  clay  or  upon  longi- 
tudinal concrete  walls  or  piers  built  up  from  the  clay. 

Care  of  the  Old  South  Church  Tower. 

As  is  quite  generally  known  the  tower  of  the  Old  South 
Church  has  a  distinct  inclination  to  the  southwest.  This  con- 
dition has  existed  ever  since  the  completion  of  the  tower.  An 
examination  of  the  foundations  show  them  to  be  inadequate 
for  the  support  of  a  tower  which  weighs  approximately  5,000 
tons.  There  are  no  drawings  available  showing  precisely  the 
character  of  the  foundations  under  the  tower,  but  from  test 
pits  dug  in  the  church  basement  it  is  ascertained  that  the 
foundation  is  of  granite,  spreading  to  37  feet  by  42 i  feet  at  its 
bottom  dimensions  and  is  supported  on  piles  spaced  about 
2i  feet  on  centers,  which  piles  are  cut  off  at  grade  3i  feet  above 
Boston  base.  The  tops  of  the  piles  are  slightly  above  the  old 
marsh  level.  Below  this  level,  and  extending  to  a  depth 
34  feet  below  the  sidewalk,  is  a  layer  of  black  silt  composed 
of  finely  divided  sand  and  clay  colored  with  organic  matter. 
This  silt  is  impervious  to  water  and  is  stiff  enough  to  stand  with 
vertical  banks  10  feet  high.  Below  the  silt  are  pockets  of  sand 
and  gravel  overlying  the  clay.  The  clay  extends  from  374 
feet  to  140  feet  below  the  surface  of  the  sidewalk.  The  upper 
part  of  the  clay  is  hard  for  a  depth  of  about  10  feet.  Below 
•  this  it  is  soft  and  extends  in  this  condition  to  the  bottom.  It 
is  not  known  whether  the  piles  extend  through  the  silt  to 
the  harder  strata  below.     As  a  measure  of  protection  the 
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subway  excavation  area  between  the  westerly  end  of  the 
station  and  the  westerly  side  of  Dartmouth  street  was 
enclosed  within  rows  of  interlocking  steel  sheet  piling  35 
feet  long  with  upper  ends  driven  to  elevation  108  which  is 
about  10  feet  below  the  surface  of  the  street.  As  a  further 
protection  2-inch  pipe  borings,  about  10  feet  apart,  were 
driven  on  the  outside  of  the  sheet  piling,  and  neat  cement 
grout  was  forced  through  the  pipes  into  the  earth,  at  a  pressure 
of  from  50  to  90  lbs.  per  square  inch,  to  fill  all  the  cavities 
caused  by  driving  the  sheet  piling  or  otherwise  and  to  make 
concrete  out  of  the  sand  and  gravel  stratum. 

Articles  of  Antiquarian  Interest. 

Interesting  antiquarian  relics  have  been  unearthed  in  the 
Back  Bay  district  of  Boston  during  the  construction  of  the 
Boylston-street  Subway.  On  Boylston  street  between  Dart- 
mouth street  and  Clarendon  street  at  a  depth  of  30  feet  below 
the  surface  were  found  the  remains  of  what  appears  to  be  a 
prehistoric  fish  weir,  the  parts  found  consisting  of  sharpened 
sticks  about  4  feet  long  and  two  inches  and  less  in  diameter 
driven  points  downward  about  18  inches  into  the  blue 
clay,  with  traces  of  longitudinal  wattling  between  the  up- 
rights. The  tops  of  the  sticks  became  covered  with  silt  and 
it  is  supposed  that  their  present  depth  marks  the  total  sub- 
sidence of  the  land  since  they  were  set  in  place.  Some  of  the 
sticks  are  birch,  some  pieces  still  retaining  the  bark.  Others 
bear  a  rough  brown  bark  similar  to  that  on  the  trunk  of  a  white 
pine.  The  sticks  show  unmistakable  signs  of  being  sharpened 
with  some  rough  implement.  Their  upper  portions  were 
eovered  by  the  overlying  stratum  of  silt,  and  were  not  so  well 
preserved  as  the  points.  The  wood,  while  keeping  its  shape, 
was  very  soft  when  found,  and  easily  broken  or  scarred.  Some 
of  these  sticks  are  now  at  the  office  of  the  Boston  Transit  Com- 
mission, and  others  have  been  taken  to  the  Peabody  Museum 
at  Harvard  University. 

As  before  stated  this  ancient  weir  was  found  in  the  sur- 
face of  the  blue  clay  deposited  by  glacial  action  in  the  old 
Boston  Basin.  This  stratum  of  clay  is  about  100  feet  in  thick- 
ness at  this  point  and  rests  on  bowlders  overlaying  the  bed  rock. 
The  top  of  the  clay  here  is  about  12  feet  below  mean  low  water. 
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Borings  along  the  line  of  the  subway  indicate  that  the  surface 
of  the  clay  is  at  its  lowest  level  at  this  point,  the  low  channel 
extending  north  and  south  about  on  the  line  of  Dartmouth 
street  from  this  point  to  the  Charles  River.  Above  the  glacial 
clay  is  a  deposit  about  20  feet  in  thickness  of  compacted  silt, 
extending  to  the  surface  of  the  old  Back  Bay  and  containing^ 
layers  of  giant  oyster  shells.  The  largest  of  the  shells  found 
is  10  inches  long  and  weighs  2i  lbs.  The  ground  above  this- 
point  was  filled  in  with  gravel  in  the  year  1870  to  something 
above  its  present  grade. 

The  whole  Back  Ba}^  district,  extending  across  the  Charles 
River  into  Cambridge,  has  shown  a  gradual  settlement  in 
addition  to  more  marked  local  settlement  due  to  the  displace- 
ment  of  the  silt.  This  settlement  has  been  reliably  estimated 
to  be  at  the  rate  of  1  foot  in  100  years.  Assuming  this  rate 
of  settlement  to  be  fairly  uniform  an  interesting  estimate  may  be 
made  of  the  age  of  the  sticks  found.  The  present  elevation  is- 
about  12  feet  below  mean  low  water.  The  original  elevation 
must  have  been  about  tide  marsh  level  or  about  8  feet  above  low 
water,  making  a  total  settlement  of  20  feet.  At  the  rate  of  1 
foot  subsidence  per  100  years,  this  20-foot  settlement  would  in- 
dicate that  the  sticks  discovered  were  sharpened  and  set  in 
place  some  2000  years  ago. 

EAST  BOSTON  TUNNEL  EXTENSION. 

The  location  as  determined  upon  March  11,  1913,  when  it 
was  decided  to  locate  the  westerly  end  of  the  open  incline  near 
North  Russell  street,  makes  the  total  length  of  the  extension 
about  2,700  feet  including  the  changes  to  be  made  in  the  grade 
of  the  East  Boston  Tunnel  under  the  part  of  Court  street 
between  Washington  street  and  Scollay  square.  This  loca- 
tion is  shown  on  the  map,  Plate  1.  The  westerly  incline  is  to 
be  between  Chambers  street  and  North  Russell  street,  and 
between  these  two  streets  a  land  taking  on  the  northerly  side 
of  Cambridge  street  about  46  feet  in  wddth  has  been  made  for 
street  widening,  to  provide  a  roadway  and  sidewalk  on  each 
side  of  the  incline.  A  triangular  strip  has  also  been  taken  on 
the  westerly  side  of  North  Russell  street  for  the  same  purpose. 
Bids  have  been  called  for,  to  be  opened  July  1,  1913,  for  tearing 
down  the  buildings  on  the  land  taking  between  Chambers 
street  and  North  Russell  street.    Detailed  plans  are  being  pre- 
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pared  for  the  construction  of  the  inchne  and  the  two-track 
tunnel  west  of  Stamford  street.  The  detailed  plans  for  the 
station  in  Scollay  square  are  nearly  finished. 

Section  G. 
Construction  Data. 

Location  and  description  of  structures:  Section  G  begins  in  Scollay 
square  near  the  southerly  side  of  Cornhill  and  extends  to  a  point  opposite 
Stoddard  street  under  Court  street.  It  is  being  constructed  of  rein- 
forced concrete  and  structural  steel. 

Assistant  Engineer  in  charge:  Robert  B.  Farwell. 

Contractor  and  date  of  contract:  Isaac  Blair  &  Company,  Inc.,  December 
2,  1912.  (As  the  work  could  not  well  be  estimated  on  in  advance,  it  has 
been  done  under  a  contract  in  which  the  contractor  is  paid  cost  plus 
ten  per  cent,  and  insurance  on  laborers.) 

Dates  of  beginning:  Excavation,  November  29,  1912;  Concrete,  December 
21,  1912. 

Amount  of  work  done  during  year  ending  June  30,  1913:  Excavation, 
19,600  cu.  yds.;  Concrete  3,380  cu.  yds.;  Structural  steel  placed,  23 
tons;  Steel  rods  used  for  reinforcing  concrete,  163  tons. 

Number  of  men  ordinarily  employed  by  the  contractor  during  year  ending 
June  30,  1913:  Day,  105;  Night,  110. 

Character  of  earth  found  in  excavation:  The  ground  in  the  vicinity  of 
ScoUay  square,  after  a  few  feet  of  filling  near  the  surface,  consists  of  a 
mixture  of  sand,  gravel  and  clay  until  about  30  feet  below  the  surface, 
after  which  depth  the  blue  clay  is  generally  continuous. 

Disposition  of  surplus:  To  the  new  site  for  the  Massachusetts  Institute 
of  Technology  in  Cambridge. 

Contractor  for  furnishing  structural  steelwork  and  dates  of  contracts: 
Bethlehem  Steel  Company,  September  19,  1912  and  December  12,  1912. 

Construction. 

The  first  work  was  to  construct  about  70  feet  of  side  wall 
^nd  sewer  at  the  northerly  corner  of  Court  and  Hanover 
streets,  and  about  200  feet  of  side  wall  and  sewer  on  the  op- 
posite side  of  Scollay  square  in  Tremont  row.  The  work 
required  great  care,  as  it  was  within  a  few  feet  of  the  buildings 
^nd  over  40  feet  in  depth.  About  the  end  of  January  of  this 
year  the  work  of  underpinning  the  buildings  on  the  easterly 
«ide  of  Scollay  square,  where  the  walls  of  the  tunnel  practically 
touch  the  street  line,  was  begun,  and  at  this  date  the  buildings 
-87-97  Court  street  have  been  underpinned  and  the  easterly 
wall  of  the  tunnel  built,  while  the  underpinning  of  the  Craw- 
ford House  is  now  in  progress. 


PLATE  1  1  . 


Report  of  the  Chief  Engineer. 


47 


Northwesterly  from  Howard  street  and  extending  to  Stod^ 
•dard  street  a  portion  of  the  tunnel  Ues  under  the  buildings. 
Work  under  the  buildings  was  started  in  April,  1913,  portions 
of  the  easterly  and  center  walls  which  were  beneath  the  street 
having  been  built  in  February  and  March.  The  walls  and  piers 
of  the  buildings  have  been  supported  across  the  excavation  on 
steel  beams,  and  as  fast  as  the  structure  of  the  tunnel  has  been 
completed  these  walls  and  piers  have  usually  been  under- 
pinned with  masonry  built  up  from  steel  beams  encased  in 
concrete,  on  the  tunnel  roof,  and  reaching  from  the  side  wall 
to  the  center  wall.  This  work  has  been  proceeding  as  fast  as 
the  conditions  would  permit  and  is  not  yet  completed. 

Between  Howard  street  and  the  wall  of  the  Tremont-street 
Subway  at  the  head  of  Hanover  street  a  lobby  about  10  feet 
in  height  is  to  be  constructed  over  the  tunnel  roof,  furnishing 
room  for  ticket  offices  for  the  Hanover  street  entrance,  and 
space  for  storage  purposes.  This  portion  of  the  work  has  been 
partly  done.  A  permanent  pump-well  has  been  built  at  the 
northerly  end  of  the  new  tunnel  platform. 

Drifts  have  been  dug  under  the  present  subway  north 
of  the  present  station  and  the  heavy  steel  columns  and  girders 
which  are  to  support  the  upper  structure  are  being  placed  in 
position. 

WASHINGTON  STREET  TUNNEL. 

The  changes  in  the  Summer  station  of  the  Washington- 
street  Tunnel  on  account  of  the  construction  of  the  New 
Filene  Building,  with  its  show-windows  and  exits  from  the 
station  into  the  building,  were  practically  completed  during 
the  summer  of  1912.  These  changes  were  described  on  pages 
43  and  44  of  the  last  Annual  Report.  Plate  11  shows  a  portion 
of  the  station  near  one  of  the  exits. 

STOCK  YARD  AT  SOUTH  BOSTON. 

At  the  Cypher-street  stock  yard  in  South  Boston,  a  spur 
track  accommodating  five  freight  cars  has  been  laid,  thereby 
permitting  materials  to  be  delivered  directly  from  the  cars  at 
the  place  for  storage.  An  electrically  operated  10-ton  loco- 
motive crane  for  handling  the  steel,  etc.,  has  been  installed. 
Two  sheds,  each  with  a  floor  area  of  1800  square  feet,  have 
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been  built  for  the  storage  of  cement,  waterproofing  materials,, 
etc.;  also  a  shed  for  storing,  cutting  and  bending  steel  rein- 
forcing rods.  The  area  of  this  yard  is  about  64,000  square  feet. 
About  one-third  of  its  area  is  required  for  the  storage  of  steel 
beams,  girders,  columns,  sewer  pipe  and  other  material,  which 
are  to  be  used  for  the  tunnels  and  subways  now  under  con- 
struction. 

The  chemical  and  physical  laboratories  of  the  Commission, 
where  the  cement  and  other  materials  to  be  used  in  subway  con- 
struction are  tested,  are  located  at  this  yard. 

ENGINEERING  FORCE. 

The  names  of  the  assistants,  with  the  nature  of  the  work 
upon  which  each  has  been  engaged,  are  given  in  Appendix 
I  am  indebted  to  all  of  the  assistants  for  their  co-operation 
and  efficient  service. 

Respectfully  submitted, 

Edmund  S.  Davis, 

Chief  Engineer. 
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BOYLSTON  STREET  SUBWAY  TERMINAL. 

Boston  Transit  Commission, 
15  Beacon  Street,  Boston,  May  9,  1913. 

Hon.  Levi  H.  Greenwood,  President. 

On  April  18,  1913,  the  Honorable  Senate  passed  the  following  order: 

Ordered,  That  the  Boston  Transit  Commission  is  hereby  requested  to 
report  to  the  Senate  within  three  weeks  after  the  adoption  of  this  order  as 
to  the  probable  cost  of  extending  the  so-called  Boylston  street  subway 
through  Boylston  street  to  Washington  street,  and  from  Washington  street 
by  such  route  as  the  commission  may  deem  desirable  to  Post  Office  square, 
providing  for  an  exchange  of  traffic  with  the  Tremont  street  subway  at 
or  near  the  corner  of  Tremont  and  Boylston  streets,  with  the  Washington 
street  tunnel  at  or  near  the  corner  of  Boylston  street  and  Washington 
street  and  with  the  Dorchester  tunnel  at  some  point  on  Summer  street; 
also  as  to  the  precise  route  to  be  followed  in  case  such  extension  should  be 
made  and  as  to  whether  or  not,  in  the  opinion  of  the  commission,  taking 
into  consideration  the  probable  cost  and  all  other  matters,  it  is  desirable 
to  alter  the  route  of  the  Boylston  street  subway,  as  defined  in  chapter 
741  of  the  acts  of  1911,  by  abandoning  the  construction  of  that  part  of 
the  Boylston  street  subway  between  Boylston  street  and  Park  street  and 
as  a  substitute  therefor  extending  the  subway  to  Post  Office  square. 

In  accordance  with  this  request  the  Boston  Transit  Commission  sub- 
mits the  following  report: 

Present  Route  for  the  Boylston  Street  Subway. 

As  authorized  by  chapter  741  of  the  Acts  of  1911  the  Boylston  street 
subway  is  to  provide  two  tracks  extending  under  Boylston  street  to  the 
corner  of  Boylston  and  Tremont  streets,  turning  at  that  point  and  follow- 
ing the  route  of  the  present  subway  along  the  Common  to  a  terminus  at 
Park  street.  There  will  be  a  station  near  the  corner  of  Boylston  and 
Tremont  streets  with  provision  for  transfer  to  the  tracks  of  the  present 
subway  running  south  to  Pleasant  street.  The  station  at  Park  street  is 
to  be  greatly  enlarged  and  the  two  tracks  of  the  Boylston  street  subway 
will  be  connected  by  a  loop  similar  to  the  loop  for  the  present  tracks  at 
that  point. 

The  precise  details  for  this  portion  of  the  line  had  not  been  determined 
by  the  Commission  when  the  said  order  was  passed.  Numerous  studies 
had  been  made,  with  estimates  of  cost;  many  consultations  had  been  held 
with  the  officers  of  the  Boston  Elevated  Railway  Company  and  the  various 
plans  had  been  compared  with  reference  to  economy  and  convenience. 

No  definite  statement,  therefore,  can  be  made  at  this  time  as  to  just 
what  the  arrangement  of  these  tracks  will  be,  even  if  there  is  no  further 
legislation.  It  is  possible  that  the  station  at  the  corner  of  Boylston  and 
Tremont  streets  will  contain  platforms  at  different  levels,  so  that  passen- 
gers transferring  at  that  point  may  have  to  go  up  or  down  stairs  to  reach 
the  car  which  they  desire  to  take.  The  same  is  true  of  the  station  at 
Park  street.  It  is  also  possible  that  the  station  at  Park  street  may  have 
all  the  platforms  on  the  same  level  as  those  of  the  present  subway,  in 
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which  case  the  transfer  from  one  platform  to  another  may  require  going 
downstairs  and  up  again.  It  has,  however,  been  considered  a  valuable 
feature  in  operation,  which  would  promote  the  convenience  of  passengers, 
to  provide  that  persons  coming  by  siny  route  from  the  south  or  west 
should  be  able,  by  taking  the  proper  car,  not  only  to  reach  Park  street 
but  to  proceed  beyond  Park  street  to  Scollay  square,  Haymarket  square 
and  the  North  station  without  transfer;  in  other  words,  some  of  the  cars 
running  in  the  new  Boylston  street  subway  might  be  looped  back  at  Park 
street,  while  others  might  continue  to  Scollay  square  and  beyond  on  the 
present  tracks  between  Park  street  and  Scollay  square.  The  same  ar- 
rangement may  be  made  with  reference  to  surface  cars  entering  the  pres- 
ent Tremont  street  subway,  some  of  which  may  be  looped  back  at  Park 
street  as  at  present,  while  others  may  continue  to  the  north.  In  a  similar 
manner  cars  from  Pleasant  street,  all  of  which  now  run  through  to  the 
north,  may  in  the  case  of  some  lines  be  looped  back  at  Park  street  instead 
of  continuing  beyond  that  point. 

To  effect  these  features  of  operation,  cross-overs  between  the  various 
tracks  will  have  to  be  provided,  and,  as  already  stated,  no  definite  decision 
has  been  reached  as  to  the  arrangement  of  tracks  for  this  purpose. 

In  any  case,  however,  the  route  at  present  authorized  will  provide  for 
a  transfer  at  the  corner  of  Boylston  and  Tremont  streets  connecting  with 
the  present  cars  to  and  from  Pleasant  street,  and  at  Park  street  there  will 
be  provision  for  continuing  farther  to  the  north,  if  desired,  either  by 
transferring  or  by  continuing  in  certain  cars  without  transfer  and  there 
will  also  be  opportunity  at  Park  street,  by  going  downstairs,  to  transfer 
to  the  Cambridge  tunnel  and  the  Dorchester  tunnel,  thus  connecting 
with  Cambridge  and  other  points  on  the  west  and  with  Summer  street,  the 
South  station,  South  Boston  and  Andrew  square  on  the  east.  Passengers 
taking  the  Dorchester  tunnel  in  this  manner  may  transfer  at  Washington 
street  to  the  Washington  street  tunnel  and  thus  reach  Dudley  street  and 
intermediate  stations  on  the  south  and  Sullivan  square  and  intermediate 
stations  on  the  north.  By  transferring  again  at  State  station  it  will  be 
possible  to  reach  the  surface  at  the  corner  of  Water  and  Devonshire 
streets;  or  by  transferring  at  the  same  station  to  the  East  Boston  tunnel 
connection  may  be  made  with  the  Atlantic  avenue  elevated  line. 

The  route  as  authorized,  therefore,  will  enable  passengers  by  the  Boyl- 
ston street  subway  to  reach  practically  all  parts  of  the  city  and  to  reach 
the  Post  Office  by  making  two  transfers. 

Suggested  Route  for  the  Boylston  Street  Subway. 

The  route  contemplated  in  the  order  requires  that  the  two  tracks  of 
the  new  Boylston  street  subway  instead  of  turning  north  at  the  corner 
of  Boylston  and  Tremont  streets,  shall  continue  under  Boylston  and 
Essex  streets,  passing  under  the  Tremont  street  subway,  and  also  under 
the  Washington  street  tunnel,  with  connections  with  both  of  these  routes. 
From  Essex  street  the  subway  might  continue  either  under  Chauncy, 
Arch  and  Milk  streets,  or  under  Kingston  and  Otis  streets  to  Post  Office 
square;  in  either  case  terminating  with  a  loop  encircling  the  Post  Office, 
having  a  station  either  in  Post  Office  square  or  in  Devonshire  street,  or  in 
both  places.  At  the  point  where  this  route  crosses  Summer  street  there 
would  be  a  station  having  a  connection  with  the  Dorchester  tunnel. 

These  two  routes  between  the  corner  of  Boylston  and  Tremont  streets 
and  Post  Office  square  have  been  studied  by  the  Commission.  They  are 
referred  to  in  the  report  of  the  Chief  Engineer  and  one  of  them  is  shown  in 
the  accompanying  map.  The  route  by  way  of  Chauncy  and  Arch  streets 
requiring  the  proposed  subway  to  cross  the  Dorchester  tunnel  at  the 
easterly  end  of  the  Summer  street  station,  brings  the  roof  of  the  subway 
within  a  foot  and  a  half  of  the  surface  of  the  street,  and  leaves  no  room 
for  pipes  or  conduits  of  any  character  over  the  entire  width  of  Summer 
street.  The  total  cost  of  this  route  is  also  greater  than  that  of  the  other, 
which  extends  by  way  of  Essex,  Kingston  and  Otis  streets  to  Post  Office 
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square.  The  latter  route  has  also  the  advantage  in  point  of  alignment, 
avoiding  several  objectionable  curves  and  is  therefore  the  route  preferred 
by  the  Commission  if  the  terminal  is  to  be  located  at  Post  Office  square. 

Other  routes  from  Essex  street  to  Post  Office  square  may  also  be  worthy 
of  study,  even  though  longer  and  involving  more  construction.  A  loop 
should  be  constructed  in  some  manner  at  the  terminal;  in  the  plan  sub- 
mitted this  loop  is  shown  encircling  the  Post  Office,  but  there  are  other 
possible  locations  for  such  loop,  which  should  be  further  studied. 

If  a  Post  Office  square  route  should  be  adopted  it  would  be  desirable 
and  practicable  to  provide  that  while  cars  coming  from  the  west  might 
proceed  to  Post  Office  square  by  one  of  the  routes  indicated  above,  other 
cars  might  cross  over  to  the  present  subway  tracks  under  the  Common 
and  proceed  to  Park  street  and  beyond. 

It  is  evident  from  this  explanation  that  either  the  authorized  or  the 
suggested  route  would  enable  passengers  to  reach  the  same  points  in  the 
city,  the  only  modification  of  this  statement  being  that  the  Park  street 
route,  as  above  explained,  would  enable  passengers  to  reach  the  street 
surface  at  the  corner  of  Water  and  Devonshire  streets  or  one  block  away 
from  Post  Office  square,  while  the  proposed  route  would  enable  passengers 
to  reach  Post  Office  square  itself.  Since  both  the  authorized  and  the 
suggested  routes  would  reach  the  same  points  it  is  only  a  question  of  the 
transfers  necessary,  and  in  this  respect  the  following  categorical  state- 
ment may  be  of  interest, 

1.    To  Reach  Park  Street. 

By  the  authorized  route  all  passengers  could  reach  Park  street  without 
change. 

By  the  proposed  route  passengers  in  certain  cars  could  reach  Park 
street  without  change,  while  passengers  in  other  cars  would  have  to  trans- 
fer at  the  corner  of  Boylston  and  Tremont  streets. 

2.    To  Reach  Scollay  Square. 

By  the  authorized  route  all  passengers  could  reach  Scollay  square,  those 
in  certain  cars  without  change  at  Park  street  and  those  in  other  cars  by 
transferring  at  Park  street. 

By  the  proposed  route  some  passengers  could  reach  Park  street  without 
change;  others  by  making  one  transfer  either  at  Park  street  or  Boylston 
street. 

3.    To  Reach  Haymarket  Square. 

By  the  authorized  route  some  passengers  could  reach  Haymarket  square 
without  change,  others  by  making  one  transfer  at  Park  street. 

By  the  proposed  route  some  passengers  could  reach  Haymarket  square 
without  transfer;  others  by  making  one  transfer  at  Park  street  or  Boylston 
street,  or  by^ transferring  to  the  Washington  street  tunnel  at  Boylston 
street. 

4.    To  Reach  the  North  Station  and  Beyond. 

By  the  authorized  route  passengers  could  reach  these  points  either 
without  change  or  by  making  one  change  at  Park  street. 

By  the  proposed  route  some  passengers  could  reach  these  points  with- 
out change,  others  would  have  to  change  at  either  Park  or  Boylston 
streets  to  the  Tremont  street  subway,  or  at  Boylston  and  Washington 
streets  to  the  Washington  street  tunnel. 


5.    To  Reach  Pleasant  Street. 

Passengers  by  either  route  could  reach  this  point  by  transferring  at  the 
corner  of  Boylston  and  Tremont  streets. 
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6.    To  Reach  the  Corner  of  Summer  and  Washington  Streets  or  Summer 
and  Chauncy  Streets. 

By  the  authorized  route  all  passengers  would  have  to  transfer  at  Park- 
street. 

By  the  proposed  route  passengers  who  take  the  proper  cars  could  reach 
.these  points  without  transfer. 


7.    To  Reach  the  Post  Office. 

By  the  authorized  route  passengers  would  have  to  transfer  at  Park 
street  to  the  Dorchester  tunnel,  at  Summer  street  to  the  Washington 
street  tunnel,  leaving  the  train  at  State  station  and  walking  through 
the  subpassage  to  the  corner  of  Water  and  Devonshire  streets;  or  they 
could  transfer  at  Scollay  square,  if  in  through  cars  to  the  north,  or  at 
Park  street  and  at  Scollay  square,  if  not  in  through  cars  to  the  north, 
taking  the  East  Boston  tunnel  to  the  corner  of  Devonshire  and  State 
streets  one  block  away  from  Post  Office  square. 

By  the  proposed  route  passengers  in  the  proper  cars  could  reach  Post 
Office  square  without  transfer. 

With  reference  to  this  schedule  it  is  to  be  observed  that  if  the  subway 
were  constructed  on  the  proposed  route  a  large  number  of  the  cars  from 
the  west  would  continue  to  Post  Office  square,  so  that  it  would  probably 
be  necessary  for  many  of  the  passengers  who  wish  to  reach  Park  street  or 
Scollay  square  to  transfer  at  the  corner  of  Boylston  and  Tremont  streets. 
In  other  words,  by  the  proposed  route  a  large  number  of  passengers  wish- 
ing to  reach  Park  street  would  have  to  transfer,  while  by  the  authorized 
route  all  would  reach  Park  street  without  transfer. 


Advantages  and  Disadvantages  of  Park  Street  as  a  Terminal. 

Park  street  cannot  be  said  to  be  a  terminal  from  which  traffic  distrib- 
utes in  all  directions.  To  the  west  of  the  station  hes  the  Common.  The 
destination  of  most  inbound  passengers  lies  to  the  north  and  east  of  the 
terminal  point.  Post  Office  square,  on  the  other  hand,  is  a  central!}" 
located  terminal,  the  distribution  of  passengers  from  this  point  being  in 
all  directions.  On  the  other  hand  Park  street  terminal  offers  good  facil- 
ities, so  far  as  space  is  concerned,  both  underground  and  on  the  surface. 
The  underground  platforms  can  be  made  large  and  commodious  and  the 
presence  of  the  Common  above  makes  the  congestion  on  the  surface  much 
less  than  would  occur  in  any  of  our  city  streets  or  squares.  Post  Office 
square  is  not  so  favorable  in  this  respect.  There  is  not  so  much  room 
underground  and  the  surface  is  already  congested  at  some  hours  of  the 
day.  We  have  therefore  on  the  one  hand  a  terminal  which  affords  ample 
space  both  below  ground  and  on  the  siu-face  but  does  not  distribute  in  all 
directions  and  on  the  other  hand  a  terminal  with  less  available  space  both 
below  ground  and  on  the  surface  but  which  does  distribute  in  all  direc- 
tions. 

The  Commission  is  of  the  opinion  that  stations  and  terminals  on  rapid 
Transit  lines  should,  if  possible,  be  so  located  as  to  distribute  rather  than 
to  concentrate  traffic.  The  aim  should  be  to  facilitate  the  extension  of 
the  business  district  rather  than  its  contraction.  The  route  to  Park 
street  tends  to  concentrate  traffic  at  that  point,  while  the  route  to  Post 
Office  square  would  tend  to  distribute  it. 

From  these  points  of  view  Post  Office  square  as  a  terminal  appears  su- 
perior to  Park  street,  while  the  latter  has  the  advantage  with  reference 
to  available  space.  When  we  consider  further  the  facilities  that  the 
terminal  at  Park  street  will  offer  for  transfer  to  various  lines  which  reach 
all  parts  of  the  city  the  relative  advantages  of  Post  Office  square  are  di- 
minished in  importance. 
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Cost. 

Appended  is  the  report  of  the  Chief  Engineer  of  the  Commission,  Mr. 
Edmund  S.  Davis,  from  which  it  appears  that  the  cost  of  the  authorized 
route  to  Park  street  between  the  corner  of  Boylston  and  Tremont  streets 
a-nd  the  terminal  would  be  $2,150,000,  while  the  cost  of  what  appears  the 
most  favorable  route  to  Post  Office  square  between  the  corner  of  Boylston 
and  Tremont  streets  and  the  terminal  would  be  $3,800,000.  The  route  to 
Post  Office  square,  therefore,  involves  an  additional  expenditure  of  about 
$1,650,000.  In  other  words,  reckoning  simply  from  the  corner  of  Boylston 
and  Tremont  streets,  the  route  to  Post  Office  square  costs  about  double 
the  route  to  Park  street  and  is  nearly  twice  as  long.  The  length  of  the 
entire  subway  if  the  terminus  is  at  Park  street  is  10,300  feet,  and  if  the 
terminus  is  at  Post  Office  square  is  12,000  feet. 

The  rental  paid  by  the  Boston  Elevated  Railway  Company  for  the  use 
of  the  subways  is  43^^  per  cent,  of  their  cost.  The  increased  cost,  there- 
fore, of  the  route  to  Post  Office  square  would  involve  an  increased  rental 
to  the  company  of  $74,250  per  annum.  If  we  admit  that  Post  Office 
square  has  certain  advantages  as  a  terminal  over  Park  street,  and  that  a 
route  to  the  former  point  offers  some  additional  conveniences  in  reaching 
certain  stations,  the  question  is  whether  these  advantages  are  worth  the 
cost.  Furthermore,  if  the  route  to  Post  Office  square  is  adopted  there 
would  probably  be  a  delay  of  about  a  year  and  a  haK  in  the  time  of  open- 
ing the  entire  subway.  With  the  increasing  congestion  of  Boylston  street 
and  the  need  for  greater  facilities  such  a  delay  in  the  opening  of  the  sub- 
way is  a  serious  consideration. 

Count  of  Traffic. 

In  order  to  aid  the  Commission  in  arriving  at  a  decision  in  regard  to 
the  questions  submitted  to  it  arrangements  were  made  with  the  Boston 
Elevated  Railway  Company  to  have  a  vote  taken  showing  the  preference 
as  to  the  two  terminals  of  passengers  who  use  the  following  cars  which  will 
run  in  the  new  Boylston  street  subway: 

Brookline-Newton  line  via  Ipswich  street. 

Allston  station  via  Beacon  street. 

Oak  square  station  via  Commonwealth  avenue. 

Watertown  station  via  Nonantum  and  Oak  squares  and  Commonwealth 
avenue. 

Newton  line  via  Commonwealth  avenue. 

Newton  line  via  Beacon  street. 

Reservoir  via  Beacon  street. 

Watertown  station  via  North  Beacon  street. 

Harvard  square  via  Broadway  and  Cottage  Farms. 

Counts  were  made  on  Thursday,  May  1,  Saturday,  May  3,  and  Monday, 
May  5.  For  several  days  previous  to  these  dates  notices  were  hung  in 
these  cars  explaining  the  relative  routes  and  what  would  be  accomplished 
by  each,  and  on  the  days  mentioned  ballots  were  distributed  by  con- 
ductors and  collected  in  the  subway,  giving  each  passenger  an  oppor- 
tunity to  express  his  preference  for  either  terminal. 

The  result  of  this  balloting  has  been  that  a  majority  of  the  passengers 
voting  have  expressed  themselves  in  favor  of  the  terminus  at  Post  Office 
square,  the  exact  figures  being  as  follows: 

In  favor  of 
Park  Street 

Thursday,  May  1,  10,845 

Saturday,  May  3,  11,400 

Monday,  May  5,  9,236 


31,481 


In  favor  of 

Post  Office  Blanks. 
Square. 

10,410  600 

14,025  1,096 

13,413  677 


37,848  2,373 
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Conclusion. 

In  view  of  the  fact  that  no  change  can  be  made  in  existing  legislation 
without  the  consent  of  the  Boston  Elevated  Railway  Company  as  lessee, 
and  in  view  also  of  the  desirability  of  obtaining  the  opinion  of  the  lessee 
upon  operating  and  other  questions  involved  in  the  proposed  change  of 
route,  the  Commission  has  conferred  with  officials  of  the  railway  company 
in  order  to  obtain  their  views  and  suggestions.  The  Commission  is  in- 
formed by  the  Companj^  that  it  is  unable  to  arrive  at  any  definite  con- 
clusion within  the  short  time  allowed  for  the  making  of  this  report,  but  that 
it  considers  that  there  is  sufficient  ground  for  reopening  the  question  of 
the  best  location  for  the  terminal  of  the  Bojdston  street  subway. 

The  Commission  suggests  that  the  law  should  be  amended  so  as  to 
allow  the  connecting  of  the  Bojdston  street  subway  with  the  Tremont 
street  subway  at  some  suitable  point,  which  would  be  between  Charles  and 
Tremont  streets,  without  constructing  two  additional  tracks  beyond  this 
junction  point  at  the  present  time,  such  connection  to  be  regarded  as  a 
temporary  one,  for  use  until  the  question  of  the  best  location  of  the  ter- 
minal can  be  finally  determined.  This  suggestion  has  received  the  ap- 
proval of  the  lessee  company. 

Such  a  connection  between  the  tracks  of  the  Boylston  street  subway 
and  the  present  tracks  of  the  Tremont  street  subway  could  be  made  in 
much  shorter  time  than  would  be  required  to  complete  the  Boylston 
street  subway  with  two  additional  tracks  to  Park  street  or  to  any  other 
terminal.  The  congestion  caused  by  the  delay  of  surface  cars  on  Boylston 
street  could  thus  be  reHeved  at  a  comparatively  early  date,  probably 
during  the  summer  of  1914;  passengers  from  the  west  could  thus  sooner 
enjoy  the  advantages  of  underground  transportation  from  the  entrance 
of  the  Boylston  street  subway  at  Kenmore  street  to  the  Park  street  sta- 
tion and  beyond.  The  caiTying  out  of  this  plan  would  not  necessarily 
increase  the  number  of  cars  and  passengers  now  utilizing  the  Park  street 
terminal,  and  the  rehef  from  congestion  on  Boylston  street  would  in  some 
degree  f acihtate  the  movement  of  traffic  at  Park  street  by  making  it  more 
regular. 

The  further  benefit  to  passengers  by  the  Boylston  street  subway  result- 
ing from  the  provision  of  two  additional  tracks  to  Park  street,  or  to  such 
other  terminal  as  may  be  substituted  therefor,  would  by  this  plan  be 
postponed;  but  it  seems  to  the  Commission  that  such  postponement 
would  be  more  than  made  up  for,  first,  by  securing  the  advantages  of  an 
earlier  connection  of  the  Boylston  street  subway  over  the  tracks  of  the 
Tremont  street  subway  with  Park  street  and  points  beyond;  and,  second, 
by  affording  an  opportunity  for  more  thorough  study  before  the  question 
of  changing  the  location  of  the  terminal  is  finally  decided. 

In  view  of  the  fact  that  both  the  Commission  and  the  Boston  Elevated 
Railway  Company  as  lessee  are  agreed  in  the  opinion  that  it  may  be  found 
desiral^le  to  change  the  terminal  from  Park  street,  as  now  authorized  by 
law,  to  Post  Office  square,  it  would  certainly  seem  proper  that  this  ques- 
tion should  be  held  open  for  further  studj^,  particularly  in  view  of  the 
fact  that  this  can  be  done  not  only  without  postponing  the  enjoyment  by 
passengers  of  the  quicker  transit  which  the  Boylston  street  subway  is 
designed  to  secure  but  with  a  reahzation  of  this  quicker  transit  at  a  con- 
siderably earher  date  than  would  otherwise  be  possible. 

In  order  to  carry  out  this  suggestion  it  would  be  necessary  to  secure 
such  modification  of  the  lease  of  the  Boylston  street  subway  already 
executed  as  would  provide  for  the  use  of  the  above-named  portion  of 
this  subway  and  the  payment  of  rental  therefor  as  soon  as  it  is  connected 
-with  the  tracks  of  the  Tremont  street  subway.  But  such  temporary 
arrangement  should  not  change  the  right  of  the  Commission  to  construct 
two  additional  tracks  from  the  proposed  junction  of  the  two  subways  to 
the  Park  street  terminal,  nor  relieve  the  lessee  of  any  of  its  existing  obli- 
gations, unless  some  other  terminal  is  substituted,  with  the  assent  of  the 
lessee  by  subsequent  legislation. 
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Further,  there  is  an  alteration  in  the  present  route  which  the  Com- 
mission deems  should  be  authorized  to  be  carried  out  if  on  further  investi- 
gation found  to  be  desirable.  The  new  and  the  old  subways  in  Boylston 
street  easterly  of  Park  square  will  run  on  i)arallel  lines  and  there  will  thus 
be  there  two  subway  tracks  for  inbound  and  two  tracks  for  outbound 
cars.  If  the  two  tracks  for  inbound  cars  are  put  on  one  side  of  the  central 
line  and  the  two  tracks  for  outbound  cars  on  the  other,  then  each  set,  if 
constructed  at  the  same  level,  can  be  connected  by  cross-overs  so  that  a 
car  passing  on  either  line  can  cross  over  to  the  other  and  after  reaching 
Park  street  either  continue  to  the  north  or  loop  at  that  point,  going  no 
farther.  This  will  conduce  to  flexibility  and  convenience  of  operation. 
In  order  to  effect  this  arrangement  of  tracks  under  the  present  law  it 
would  be  necessary  to  carry  the  outbound  new  subway  track  to  the  north 
of  the  present  subway  incline  in  the  Public  Garden.  If  however,  author- 
ity is  given  to  the  Commission  to  move  the  present  incline  to  the  south, 
thus  taking  it  out  of  the  Public  Garden  and  throwing  a  corresponding 
piece  of  the  Garden  into  the  street,  the  alignment  of  both  subways  would 
be  improved,  the  accommodations  for  street  traffic  would  be  enlarged,  and 
an  arrangement  of  cross-overs  could  be  more  advantageously  and  simply 
carried  out.  The  street  traffic  outbound  from  Park  square  w'ould  then 
pass  to  the  north  of  this  incline,  while  at  the  present  time  this  traffic  has 
to  cross  at  grade  the  street  railway  tracks  where  they  emerge  on  to  Boyl- 
ston street  from  the  Public  Garden.  To  carry  out  this  suggestion  it  will 
be  necessary  to  authorize  the  widening  of  Boylston  street  on  its  north  side 
from  Park  square  to  near  Arlington  street,  for  this  purpose  taking  a  strip 
of  the  Public  Garden  varying  in  width  from  approximately  28  feet  at 
the  corner  of  Charles  street  to  nothing  at  the  corner  of  Arlington  street. 
To  offset  this  the  present  incline  in  the  Public  Garden  would  be  abandoned 
and  filled  up. 

The  effect  of  this  change,  therefore,  would  be  to  take  an  area  of  about 
16,000  square  feet  from  the  Public  Garden,  making  this  area  a  part  of 
Boylston  street,  and  to  restorfe  to  the  Pubhc  Garden  an  area  of  about 
14,900  square  feet  now  used  for  the  inchne.  The  width  of  the  traveled  way 
and  of  the  sidewalk  in  Boylston  street  w^ould  be  about  the  same  as  at 
present,  but,  on  account  of  the  more  favorable  location  of  the  inchne,  the 
convenience  and  safety  of  the  street  and  its  capacity  for  vehicle  traffic 
would  be  increased. 

It  is  therefore  recommended;  first,  that  legislation  be  passed  author- 
izing the  removal  of  the  incline  of  the  Tremont  street  subway  from  the 
Public  Garden  to  the  middle  of  Boylston  street  widened  at  this  point; 
second,  that  the  Commission  be  authorized,  if  assented  to  by  the  com- 
pany, to  postpone  for  such  period  as  may  be  deemed  proper,  the  con- 
struction of  the  two  additional  tracks  of  the  Boylston  street  subway  from 
Boylston  street  to  the  Park  street  terminal;  third,  that  the  making  of  the 
above  mentioned  connections  to  secure  the  use  of  a  portion  of  the  Boylston 
street  subway  before  the  whole  is  completed  be  authorized,  if  assented  to 
by  the  company. 

Such  postponement  would  afford  opportunity  for  the  Legislature  to  pass 
finally  upon  the  suggested  change  of  the  terminal  from  Park  street  to 
Post  Office  square,  with  the  full  information  which  is  not  now  available,, 
and  with  knowledge  of  the  attitude  of  the  lessee  company. 

The  above  report  is  unanimously  submitted. 

GEORGE  G.  CROCKER, 
GEORGE  F.  SWAIN, 
HORACE  G.  ALLEN, 
JOSIAH  QUINCY, 
JAMES  B.  NOYES, 

Boston  Transit  Commission, 
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Boston  Transit  Commission, 
15  Beacon  Street,  Boston,  May  2,  1913. 

Copy. 

IMessrs.  George  G.  Crocker,  George  F.  Swain,  Horace  G.  Allen, 
JosiAH  QuiNCY,  James  B.  Noyes,  Boston  Transit  Commission. 

Gentlemen: — In  compliance  with  your  request  that  I  should  make 
studies  and  estimates  in  regard  to  changing  the  route  of  the  Boylston 
street  subway  so  that  instead  of  terminating  at  Park  street  it  shall  con- 
tinue under  Boylston  street  to  Washington  street  and  thence  through 
various  streets  and  under  private  land  to  Post  Office  square,  I  beg  leave 
to  submit  plans  and  profiles  with  approximate  estimate  of  cost  for  a  route 
beginning  at  the  westerl}^  side  of  Tremont  street,  thence  via  Boylston  and 
Essex  streets,  private  land,  Kingston,  Otis,  Devonshire  and  Milk  streets 
to  Post  Office  square,  making  a  loop  around  the  Federal  building,  with  a 
station  between  Tremont  and  Washington  streets,  having  provisions 
for  transfen-ing  to  and  from  the  Tremont  street  subway  and  the  Wash- 
ington street  tunnel,  a  station  in  Kingston  and  Otis  streets,  having  pro- 
visions for  transferring  in  Summer  street  to  and  from  the  Dorchester 
tunnel  and  stations  in  Post  Office  square  and  Devonshire  street. 

The  length  of  the  route  as  authorized  by  the  Legislature  for  the  Bojdston 
street  subway  from  Kenmore  street  to  Park  street  is  about  10,300  feet. 
If  the  route  should  be  changed  by  abandoning  the  construction  of  the 
part  between  Boylston  street  and  Park  street,  about  1,720  feet,  and  the 
route  to  Post  Office  square,  about  3,420  feet,  substituted,  it  would  increase 
the  length  of  the  Boylston  street  subway  about  1,700  feet,  making  its 
total  length  about  12,000  feet. 

Cost  of  suggested  route  from  intersection  of  Boylston  and 
Tremont  streets  to  Post  Office  square,  including  land  dam- 
ages,  $3,730,000 

Additional  cost  of  construction  between  Charles  and  Tremont 

streets  necessitated  by  said  route,   70,000 


Total,   $3,800,000 

Cost  of  portion  already  authorized  from  intersection  of  Boyl- 
ston and  Tremont  streets  to  Park  street  with  provision  for 
sending  cars  from  all  lines  south  of  Park  street  through  to 
the  North  station,   2,150,000 


Excess  of  cost  of  suggested  route  to  Post  Office  square,      .      .  $1,650,000 

If  the  route  to  Post  Office  square  should  be  adopted  it  is  estimated 
that  it  would  require  a  year  and  a  haK  longer  to  complete  the  Boylston 
street  subway  to  that  point  than  to  complete  it  to  Park  street. 

Another  route  which  had  been  suggested  instead  of  the  Kingston  and 
Otis  streets  route  was  through  Chauncy,  Arch  and  Milk  streets.  Studies 
were  made  for  this  route  and  it  was  found  that  the  roof  would  be  only 
about  1.5  feet  below  the  surface  of  the  street  in  that  portion  of  Chauncy 
and  Arch  streets  between  Bedford  and  Franklin  streets,  on  account  of 
having  to  cross  over  the  Dorchester  Tunnel  at  Summer  street.  As  the 
subway  structure  would  take  up  the  full  width  of  Chauncy  and  Arch 
streets  no  available  space  would  be  left  for  sewers,  water  and  gas  pipes, 
or  for  electric  conduits,  etc.  The  alignment  of  the  route  would  also  be 
objectionable,  as  there  would  be  a  reversed  curve  of  180  feet  radius  at 
Summer  street,  a  curve  of  75  feet  radius  at  the  corner  of  Arch  and  Milk 
streets,  a  like  curve  at  the  corner  of  Devonshire  and  Water  streets  and  also 
at  the  corner  of  Devonshire  and  Milk  streets.  For  these  reasons  further 
consideration  of  the  route  by  way  of  Chauncy  and  Arch  streets  seems 
unnecessary. 

Respectfully  submitted, 
(Signed)    EDMUND  S.  DAVIS, 
Chief  Engineer. 
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[Chapter  810.1 
An  Act  relative  to  the  boylston  street  subway. 

Be  it  enacted,  etc.,  as  follows. 

Section  1.  The  Boston  transit  commission,  hereinafter  called  the 
commission,  is  hereby  authorized  and  directed  to  investigate  and  report 
to  the  next  general  com't  whether  or  not,  in  view  of  the  traffic  to  be  served 
and  the  additional  expense  involved,  it  is  desirable  to  alter  the  route  of 
the  Boylston  street  subway,  as  defined  in  chapter  seven  hundred  and  forty- 
one  of  the  acts  of  the  year  nineteen  hundred  and  eleven,  by  abandoning  the 
construction  of  that  part  of  the  Boylston  street  subway  between  Boylston 
street  and  Park  street,  in  the  city  of  Boston,  and  in  place  thereof  extend- 
ing said  subway  through  Boylston  street  to  Washington  street,  and  from 
Washington  street  by  some  route  to  Post  Office  square,  providing  for  an 
exchange  of  traffic  with  the  Tremont  street  subway  at  or  near  the  corner 
of  Tremont  and  Boylston  streets,  with  the  Washington  street  tunnel  at  or 
near  the  corner  of  Boylston  street  and  Washington  street,  and  with  the 
Dorchester  tunnel  at  some  convenient  point.  In  case  the  commission  is 
of  the  opinion  that  it  is  desirable  to  alter  the  route  of  the  Boylston  street 
subway,  it  is  requested  to  state  in  its  report  the  precise  route  which  it 
would  recommend  and  the  additional  expense  involved,  and  to  submit  with 
its  report  a  draft  of  a  bill  embodying  such  legislation  as  may  be  necessary 
to  carry  out  its  recommendations.  The  cost  of  the  above  investigation 
and  report  shall  be  deemed  a  part  of  the  cost  of  the  Boylston  street  sub- 
way. 

Section  2.  Until  the  report  required  by  the  preceding  section  shall 
have  been  made  and  acted  upon  by  the  general  court  the  Boston  transit 
commission  shall  suspend  the  construction  of  that  part  of  the  Boylston 
street  subway  between  Boylston  street  and  Park  street,  and  also  so  much 
of  the  Boylston  street  subway  westward  of  Tremont  street  as  might,  in 
the  judgment  of  the  commission,  be  affected  if  the  route  of  the  subway 
should  be  altered  as  provided  in  section  one.  The  commission  shall 
proceed  with  the  construction  of  the  remainder  of  the  Boylston  street 
subway  and  shall  connect  it  with  the  present  Tremont  street  subway  at 
such  point  in  the  vicinity  of  Park  square  as,  in  the  judgment  of  the  com- 
mission, may  be  convenient  for  that  purpose;  and  upon  its  completion 
and  connection,  and  after  a  reasonable  time  for  equipment,  the  said  part 
of  the  Boylston  street  subway  shall  be  opened  for  operation  without  wait- 
ing for  the  construction  of  the  remainder;  and  so  much  of  the  rental 
payable  by  the  Boston  Elevated  Railway  Company  under  its  contract, 
dated  December  7,  1911,  as  represents  four  and  one  half  per  cent  of  the 
net  cost  of  that  part  of  the  Boylston  street  subway  which  has  been  com- 
pleted, shall  begin  to  accrue  as  soon  as  the  use  of  that  part  of  the  Boylston 
street  subway  begins. 

Section  3.  The  commission  may  construct  in  Boylston  street  be- 
tween Arlington  street  and  Charles  street  a  new  incline  and  approach  to 
the  Tremont  street  subway  to  take  the  place  of  the  present  incline  and 
approach  in  the  Public  Garden,  and  may  connect  such  incline  and  ap- 
proach with  the  present  Tremont  street  subway  at  such  point  in  the 
vicinity  of  Park  square  as  it  may  deem  expedient.  Upon  the  construction 
of  such  new  incline,  the  present  incline  and  approach  in  the  Public  Garden 
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shall  be  abandoned,  and  the  excavation  therein  shall  be  filled  up  and  the 
new  incline  and  approach  shall  be  deemed  to  be  to  all  intents  and  purposes 
a  part  of  the  Tremont  street  subway.  In  order  to  provide  for  traffic  in 
Boylston  street,  the  commission  is  authorized  to  widen  Boylston  street 
between  Arlington  street  and  Charles  street  by  taking,  as  a  part  of  the 
street,  so  much  of  the  land  occupied  by  the  Public  Garden  as  lies  between 
the  present  southerly  fence  of  said  garden  and  a  line  beginning  at  the  inter- 
section of  the  easterly  line  of  Arlington  street  with  the  northerly  hne  of 
Boylston  street,  thence  running  to  a  point  opposite  the  westerly  line  of 
Church  street  and  distant  not  exceeding  forty  feet  from  the  hne  of  the 
present  southerly  fence  of  said  garden,  thence  continuing  to  Charles  street 
at  a  distance  not  exceeding  forty  feet  from  said  fence.  The  commission, 
if  it  decides  to  widen  Boylston  street  as  aforesaid,  shall  construct  the 
street  as  widened ;  and  the  cost  of  the  new  incline  and  the  cost  of  widening 
Boylston  street,  but  not  including  any  payment  for  that  part  of  the  Pubhc 
Garden  which  is  taken  for  that  purpose,  and  the  cost  of  filling  the  excava- 
tion of  the  present  inchne  in  the  Public  Garden  shall  all  be  deemed  a  part 
of  the  cost  of  the  Boylston  street  subway.  The  commission  shall  have 
authority  to  relocate  the  surface  car  tracks  in  Boylston  street  and  Charles 
street  and  to  grant  new  locations  for  the  same  so  far  as,  in  its  judgment, 
may  be  desirable  in  view  of  the  changes  which  may  be  made  in  the  inchne 
and  approach  to  the  Tremont  street  subway  and  in  Boylston  street  itself : 
"provided,  however,  that  if  the  new  inchne  herein  provided  for  sliall  be  dis- 
continued at  any  future  time  the  land  so  taken  from  the  Pubhc  Garden 
for  the  widening  of  Boylston  street  shall  revert  back  to  its  present  use  as 
a  part  of  the  Public  Garden,  and  the  now  existing  street  line  of  Boylston 
street  shall  be  re-established. 

Section  4.  The  commission,  acting  on  behaK  of  the  city  of  Boston, 
and  the  Boston  Elevated  Railway  Company  are  authorized  to  make  such 
modifications  in  the  contract  for  the  use  of  the  Boylston  street  subway, 
dated  December  7,  1911,  as  may  be  rendered  necessary  by  the  provisions 
of  this  act;  but  neither  this  act  nor  its  acceptance,  as  hereinafter  pro- 
vided, shall  be  held  to  require  any  permanent  change  in  the  route  of  the 
Boylston  street  subway,  as  defined  by  chapter  seven  hundred  and  forty- 
one  of  the  acts  of  the  year  nineteen  hundred  and  eleven,  or  to  require  the 
city  of  Boston  or  the  Boston  Elevated  Railway  Company  to  consent  to 
any  such  change. 

Section  5.  This  act  shall  not  take  effect  unless  it  is  accepted  by 
vote  of  the  city  council  of  the  city  of  Boston,  approved  by  the  mayor,  and 
accepted  by  the  Boston  Elevated  Railway  Company  by  vote  of  its  board 
of  directors,  and  certificates  of  such  acceptances  have  been  filed  with  the 
secretary  of  the  commonwealth  within  sixty  days  after  the  approval  of 
this  act  by  the  governor;  nor  unless  the  West  End  Street  Railway  Com- 
pany by  vote  of  its  board  of  directors  shall  accept  so  much  of  this  act  as 
affects  the  Tremont  street  subway,  and  a  certificate  of  such  acceptance 
shall  have  been  filed  with  the  secretary  of  the  commonwealth  within  the 
period  of  sixty  days  above  specified.    [A-p-proved  June  16,  1913. 
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REPORT  OF  THE  BOSTON  TRANSIT  COMMISSION  ON  THE 
DORCHESTER  TUNNEL. 


Boston  Transit  Commission, 
15  Beacon  Street,  Boston,  Jan.  4,  1913. 

To  the  Honorable  Senate  and  House  of  Representatives. 

Chapter  27  of  the  Resolves  of  1912  reads  as  follows: — 

Resolve  to  provide  for  a  Report  by  the  Boston  Transit  Com- 
mission OF  A  Route  for  an  Extension  of  the  Dorchester  Tun- 
nel IN  the  City  of  Boston. 

Resolved,  That  the  Boston  Transit  Commission  is  hereby  authorized 
and  directed,  after  an  appropriation  sufficient  to  coyer  the  expense  of  the 
same  as  estimated  by  it  has  been  made  by  the  City  of  Boston,  to  give 
pubUc  hearings,  and  to  investigate  and  report  to  the  next  general  court, 
on  or  before  the  first  Saturday  in  January,  a  route  for  an  extension  of  the 
Dorchester  tunnel  provided  for  by  chapter  seven  hundred  and  forty-one 
of  the  acts  of  the  year  nineteen  hundred  and  eleven;  said  tunnel  to  start 
at  Andrew  square  and  form  a  continuation  of  said  Dorchester  tunnel  and 
to  run  to  such  point  in  the  Dorchester  district,  not  nearer  the  terminus 
provided  in  said  chapter  for  said  Dorchester  tunnel  than  Codman  square 
in  the  Dorchester  district,  as  will  most  conveniently  afford  access  or 
approach  for  cars  from  Neponset,  Field's  Corner,  Milton  Lower  Mills  and 
Mattapan,  so  called,  in  said  district.  The  commission  shall  embody  in 
its  report  an  estimate  of  the  cost  of  constructing  the  said  tunnel.  [Ap- 
proved March  18,  1912. 

In  accordance  with  the  foregoing  resolve  the  Boston  Transit  Com- 
mission begs  leave  to  submit  the  following  report : — 

As  required  by  the  resolve,  the  commission  made  an  estimate  of  the 
expense  of  the  investigation  called  for  and  notified  the  authorities  of  the 
city  of  Boston  thereof.  On  December  17  the  commission  received  notice 
that  the  appropriation  had  been  made  by  the  city  council. 

On  December  20  advertisements  were  published  giving  notice  of  a 
public  hearing,  which  was  held  at  the  rooms  of  the  commission  on  Decem- 
ber 26. 

For  information  with  reference  to  growth  of  population,  counts  of 
traffic,  including  pedestrians,  and  passengers  in  cars  on  the  various  street 
railway  lines,  the  commission  refers  to  its  report  to  the  Senate  and  House 
of  Representatives  under  Chapter  97,  Resolves  of  1910,  published  in  the 
seventeenth  annual  report  of  the  commission  (pages  52-77),  a  copy  of 
which  is  transmitted  herewith. 

The  resolve  requii'es  the  commission  to  report  "a  route  for  an  extension 
of  the  Dorchester  tunnel,"  now  under  construction.  This  extension  is 
to  start  at  the  terminus  aheady  fixed  for  the  latter  at  Andrew  square,  and 
to  form  a  continuation  of  the  same  to  such  point  in  the  Dorchester  district 
"not  nearer  the  terminus  provided  in  said  chapter  (chapter  741,  Acts  of 
1911)  for  said  Dorchester  tunnel  than  Codman  square  ...  as  will  most 
conveniently  afford  access  or  approach  for  cars  from  Neponset,  Field's 
Corner,  Milton  Lower  Mills  and  Mattapan." 
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The  commission  has  therefore  to  report  a  route  for  a  tunnel  from  Andrew 
square  to  some  terminus  not  nearer  that  square  than  Codman  square, 
this  terminus  to  afford  convenient  traffic  facihties  for  cars  from  the  four 
points  above  named. 

It  does  not  appear  to  the  commission,  however,  that  the  intent  of  the 
resolve  was  that  the  terminus  should  be  easily  accessible  from  the  four 
points  mentioned,  but  that  the  terminus  and  route  should  be  such  that 
cars  from  these  four  points  could  easily  make  connections  with  the  line. 
A  new  tunnel,  if  built,  would  be  operated  presumably  by  train  service,  so 
that  surface  cars  would  in  no  case  enter  it. 

The  witnesses  at  the  public  hearing  given  by  the  commission  showed  a 
consensus  of  opinion  in  favor  of  Codman  square  as  the  terminus.  This 
terminus  affords  convenient  access  for  cars  from  Milton  Lower  Mills,  by 
way  of  Dorchester  and  Talbot  avenues,  and  by  way  of  Dorchester  avenue, 
Codman  and  Washington  streets.  From  Mattapan  it  affords  convenient 
approach  for  cars  by  way  of  Blue  Hill  and  Talbot  avenues:  and,  at  some 
time  in  the  future,  when  the  present  car  line  located  in  Norfolk  street  shall 
have  been  extended  to  Mattapan,  a  still  more  direct  approach  will  be 
supplied. 

Codman  square  as  a  terminus  is  not  itself  conveniently  reached  from 
Neponset,  but  any  subway  extending  from  this  terminus  to  Andrew 
square  would  be  intersected  by  the  car  lines  from  Neponset  along  Neponset 
avenue,  Gibson  street  and  Geneva  avenue  to  Bowdoin  street. 

Field's  Corner  is  nearer  to  Andrew  square  than  the  terminus,  and  is  on 
the  direct  line  from  Neponset,  just  described. 

It  appears,  therefore,  that  a  subway  from  Andrew  square  to  Codman 
square  would  afford  convenient  access,  either  at  the  terminus  or  at  some 
intermediate  point,  for  cars  from  the  four  points  named  in  the  act. 

After  studying  the  question,  and  in  view  of  the  opinion  of  residents 
of  the  district,  and  the  further  fact  that  this  point  is  at  present  almost 
the  center  of  population  of  the  district,  the  commission  is  agreed  that  the 
terminus  referred  to  in  the  act  should  be  at  Codman  square. 

The  next  element  to  be  considered  is  the  location  of  the  route  from 
Andrew  square  to  Codman  square. 

Studies  of  traffic  and  topographical  conditions  narrow  the  choice  of 
routes  to  two: — 

First,  a  direct  route  from  Andrew  square  out  Dorchester  avenue  to 
Centre  street,  and  along  Centre  street  to  Codman  square. 

Second,  by  way  of  Boston  street  and  Columbia  road  to  Upham's  Corner, 
thence  following  Columbia  road,  Hancock  street  and  Bowdoin  street  to 
its  intersection  with  Geneva  avenue  (or  cutting  across  private  property 
between  these  two  points),  then  by  way  of  Bowdoin  street  and  Washing- 
ton street  to  Codman  square,  possibly  passing  under  private  property 
at  some  points  to  shorten  the  distance. 

In  studying  the  advantages  and  disadvantages  of  these  two  routes 
attention  must  be  paid  to  existing  facihties  for  reaching  the  heart  of  the 
city.  At  the  present  time  there  are  practically  four  available  lines.  Two 
of  these  are  steam  raihoad  lines  and  two  are  surface  and  elevated  street 
railway  lines. 

Along  the  westerly  edge  of  the  Dorchester  district  lies  Blue  Hill  avenue, 
in  which  the  surface  cars  run  in  a  reservation,  and  at  rapid  speed,  from 
Mattapan  to  Grove  Hall.  Passengers  from  these  Hues  may  reach  the 
elevated  railway  at  Egleston  square  by  way  of  Seaver  street  and  Columbus 
avenue,  or  at  Dudley  street  by  way  of  Warren  street  or  Blue  Hill  avenue 
and  Dudley  street,  and  so  reach  the  center  of  the  city  through  the  Wash- 
ington street  tunnel. 

A  short  distance  east  of  Blue  HiU  avenue  is  located  the  Midland  division 
of  the  New  York,  New  Haven  &  Hartford  Raihoad,  carrying  passengers 
to  the  South  Terminal,  with  frequent  stations  in  the  Dorchester  district 
and  a  5-cent  fare  as  far  as  Dorchester  station. 
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Still  further  east  is  the  direct  street  car  line  through  Dorchester  avenue 
with  its  various  tributary  lines,  carrying  passengers  through  South 
Boston,  passing  the  South  station,  to  the  heart  of  the  city.  Many  of  the 
Dorchester  avenue  lines  diverge  at  one  point  or  another  and  carry  passen- 
gers to  the  Dudley  street  station  of  the  elevated. 

A  short  distance  east  of  Dorchester  avenue  lies  the  Plymouth  division 
of  the  New  York,  New  Haven  &  Hartford  Railroad,  the  Shawmut  branch 
of  which  extends  from  Harrison  square  to  Milton  Lower  Mills  (and  thence 
through  Milton  to  Mattapan),  intersecting  Dorchester  avenue  at  several 
points,  with  frequent  stations  and  a  5-cent  fare  to  Ashmont  on  the  Shaw- 
mut branch,  and  to  Neponset  on  the  main  line. 

East  of  the  main  line  of  the  railroad  there  is  a  comparatively  small 
population,  residing  along  the  shores  of  Dorchester  Bay. 

No  point  in  the  Dorchester  district  appears  at  the  present  time  to  be 
more  than  3,300  feet  in  a  straight  line  from  the  nearest  steam  railroad 
line,  and  the  New  York,  New  Haven  &  Hartford  Railroad  Company 
maintains  seventeen  stations  in  this  district. 

Consideration  of  the  foregoing  and  an  examination  of  the  map  submitted 
herewith  shows  that  the  Dorchester  avenue  route  between  Andrew  and 
Codman  squares  lies  quite  close  to  the  lines  of  the  Plymouth  division  of 
the  New  York,  New  Haven  &  Hartford  Raikoad,  and  is  crossed  by  them 
at  several  points.  In  the  three  miles  followed  by  this  route  there  are  five 
railroad  stations, — Crescent  avenue.  Savin  Hill,  Harrison  square.  Field's 
Corner  and  Shawmut. 

The  other  route  which  has  been  described,  via  Upham's  Corner,  is  much 
more  nearly  midway  between  the  Plymouth  and  Midland  divisions.  It  is 
also  nearly  midway  between  the  Midland  division  and  the  Dorchester 
avenue  street  car  lines.  From  the  point  of  view  of  providing  most  con- 
veniently for  traffic  to  all  sections  of  the  district,  therefore,  it  would  appear 
that  the  latter  route  would  best  fulfil  this  object,  and  if  a  new  rapid  transit 
subway  line  were  to  be  located  between  the  termini  referred  to,  this  would 
be  the  best  route  rather  than  one  along  Dorchester  avenue,  which  would 
practically  parallel  the  Plymouth  division,  and  would  be  located  only  a 
short  distance  from  it.  Of  course  it  is  to  be  borne  in  mind  that  the  facil- 
ities afforded  by  a  rapid  transit  street  car  line  are  not  quite  the  same  as 
those  furnished  by  a  steam  railroad  line.  The  latter  carries  passengers 
only  to  a  terminal  station,  and  they  must  then  either  walk  or  take  a  street 
car  to  reach  the  heart  of  the  city,  w^hile  the  subway  line  carries  them  either 
direct  or  by  transfer  to  all  parts  of  the  city.  There  is,  therefore,  a  logical 
reason  for  not  placing  rapid  transit  street  car  lines  precisely  midway 
between  the  steam  lines,  and  for  considering  the  street  railway  system 
somewhat  by  itself.  From  this  point  of  view  there  is  more  in  favor  of  the 
Dorchester  avenue  route;  but,  nevertheless,  it  is  unquestionable  that  this 
avenue  lies  a  short  distance  from  the  waterfront,  and  that  to  the  east  of  it^ 
along  the  greater  part  of  the  proposed  subway  route,  there  is  a  compar- 
atively small  population  which  cannot  much  increase,  while  the  Upham's 
Corner  route  would  pass  more  nearly  through  the  center  of  the  district 
which  would  naturally  be  tributary  to  it. 

The  commission  has  had  studies  and  estimates  of  cost  made  for  the 
route  via  Dorchester  avenue  and  for  the  route  via  Upham's  Corner,  the 
latter  extending  under  private  property  under  Meeting  House  Hill  from 
near  Glendale  street  to  near  the  junction  of  Bowdoin  street  and  Geneva 
avenue,  and  also  extending  under  private  property  for  some  distance  west 
of  this  point,  to  near  the  junction  of  School  street  and  Washington  street. 

These  two  routes,  together  with  street  car  routes,  are  shown  on  the  map. 

A  subway  under  Dorchester  avenue  would  lie  comparatively  near  the 
surface,  and  would  encounter  but  little  rock,  but  it  would  be  throughout 
its  entire  length  subject  to  the  difficulty  of  maintaining  during  construc- 
tion the  dense  street  traffic  overhead,  consisting  of  street  cars  and  heavy 
vehicles. 

The  other  route  would  be  less  exposed  to  difficulties  of  this  kind,  and, 
where  it  passes  under  private  property,  it  would  be  at  a  considerable  depth 
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below  the  surface,  and  would  be  a  tunnel  in  rock.  The  greater  amount  of 
rock  excavation  on  this  route  would  be  partly  compensated  by  the  greater 
expense  on  the  other  route  of  supporting  the  street  traffic. 

It  appears  from  the  report  of  our  chief  engineer,  which  is  submitted  as 
an  appendix  to  this  report,  that  the  cost  of  construction  of  the  Dorchester 
avenue  line  (Route  No.  1) — with  stations  near  Savin  Hill  avenue,  near 
Field's  Corner  and  in  Codman  square — would  be,  roughly  $6,100,000, 
exclusive  of  land  damages,  while  the  cost  of  construction  of  the  Upham's 
Corner  Une  (Route  No.  2),  which  is  shghtly  shorter  than  Route  No.  1, 
would  be,  roughly,  $6,300,000,  exclusive  of  land  damages. 

Generally  speaking,  then,  the  cost  of  a  subway  by  either  route  would 
be  approximately  the  same,  or  the  difference  would  not  be  decisive  in  the 
face  of  other  advantages. 

After  considering  the  matter  as  carefully  as  the  time  has  allowed,  there- 
fore, the  commission  has  reached  the  conclusion  that  the  most  favorable 
route  for  a  tunnel  between  Andrew  square  and  Codman  square  would  be 
that  designated  above  as  Route  No.  2,  via  Upham's  Corner. 

^Vhile  this  is  the  conclusion  of  the  commission  at  the  present  time,  it 
should  be  borne  in  mind  that  conditions  are  constantly  changing,  and 
that  in  the  future  another  conclusion  might  be  reached.  Changes  in  steam 
railroad  service,  as  well  as  in  the  street  car  service,  and  many  other  condi- 
tions are  all  factors  affecting  this  problem. 

Appended  is  the  report  of  the  chief  engineer  of  the  commission,  Mr. 
Edmund  S.  Davis,  with  a  general  map  of  the  district  showing  the  two 
routes  and  the  street  car  lines,  and  maps  and  profiles  of  each  of  the  two 
routes. 

BOSTON  TRANSIT  COMMISSION, 

By  GEORGE  G.  CROCKER, 

Chairman, 


ENGINEER'S  REPORT. 

Boston  Transit  Commission, 
15  Beacon  Street,  Boston,  Dec.  31,  1912. 

Messrs.  George  G.  Crocker,  George  F.  Swain,  Horace  G.  Allen, 
JosiAH  QuiNCY  and  James  B.  Noyes,  Boston  Transit  Commissioners. 

Gentlemen: — With  reference  to  chapter  27  of  the  Resolves  of  the 
Massachusetts  Legislature,  session  of  1912,  in  regard  to  a  route  for  an 
extension  of  the  Dorchester  tunnel  in  the  city  of  Boston,  I  beg  leave  to 
report  that  from  the  best  available  information  which  could  be  obtained 
in  the  time  allowed,  preliminary  studies,  estimates  and  maps  have  been 
prepared  in  compUance  with  your  instructions  showing  two  routes  for  an 
extension  of  the  Dorchester  tunnel  from  Andrew  square  to  Codman  square. 
One  of  them  is  by  the  way  of  Dorchester  avenue  and  Centre  street,  a  distance 
of  about  3  miles.  Stations  on  this  line  might  be  located  at  or  near  Savin 
Hill  avenue,  at  or  near  Field's  Corner  and  in  or  near  Codman  square.  The 
cost  of  construction  of  such  an  extension,  including  the  cost  of  making  such 
changes  of  water  pipes  and  sewers  as  may  be  required,  and  exclusive  of 
land  damages,  is  estimated,  roughly,  to  be  about  $6,100,000.  Another 
study  via  Upham's  Corner  shows  a  route  leaving  Dorchester  avenue  a 
little  south  of  Andrew  square,  deflecting  in  a  southwesterly  direction, 
passing  beneath  the  New  York,  New  Haven  &  Hartford  Railroad  and 
running  under  or  near  Boston  streeet  and  Columbia  road  to  nearQuincy 
street,  thence  in  a  southerly  direction  under  streets  and  private  lands  to 
near  the  intersection  of  Bowdoin  street  and  Geneva  avenue,  thence  in  a 
southerly  direction  in,  under  or  near  Bowdoin  street  and  private  lands  and 
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AA'ashington  street  to  Codman  square,  the  total  distance  being  about 
15,000  linear  feet  or  about  2.85  miles.  It  is  assumed  that  stations  would 
be  located  at  or  near  Upham's  Corner,  at  or  near  the  intersection  of  Ge- 
neva avenue  and  Bowdoin  street  and  in  or  near  Codman  square.  The  cost 
of  construction  of  the  extension  on  this  route,  including  the  cost  of  making 
such  changes  of  water  pipes  and  sewers  as  may  be  necessary  and  exclusive 
of  land  damages,  is  estimated  roughly  to  be  about  $6,300,000.  A  con- 
siderable portion  of  this  route  will  be  in  rock  excavation,  and  on  account 
of  the  irregularity  of  the  streets  parts  of  the  tunnel  would  be  under  private 
land,  but  mostly  at  such  a  depth  that  buildings  on  the  surface  would  not 
be  materially  injured. 

Very  respectfully, 


EDMUND  S.  DAVIS, 

Chief  Engineer, 
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[Chapter  775.] 

An  Act  to  provide  for  the  construction  of  additional  tunnels  and 
subways  in  the  city  of  boston. 

Be  it  enacted,  etc.,  as  follows: 

Section  1.  The  Boston  transit  commission,  hereinafter  called  the 
commission,  shall  construct  in  the  city  of  Boston,  hereinafter  called  the 
city,  a  system  of  tunnels  and  subways  so  designed  as  to  be  adapted  for  the 
use  of  two  tracks,  especially  for  the  use  of  elevated  cars  or  trains,  beginning 
at  a  point  at  or  near  the  northerly  end  of  the  present  Washington  street 
tunnel,  through  or  under  pubhc  or  private  land,  pubUc  streets,  squares 
or  places  and  under  Causeway  street  and  under  the  Charles  river  in  a 
northerly  direction,  and  thence  along  and  by  such  route  in  the  direction 
of  City  square  and  Main  street  to  SulUvan  square  as  shall  be  deemed 
best  by  the  commission,  to  a  point  at  or  near  or  beyond  Sullivan  square, 
together  with  the  approaches,  sidings,  entrances,  stations,  elevators, 
incUnes,  connections  and  other  structures  hereinafter  called  appurte- 
nances, which  shall  also  include  the  connections  at  grade  or  otherwise 
with  the  present  Washington  street  tunnel.  The  commission  shall  if  it 
deems  best  so  construct  said  tunnel  or  subway  beginning  at  or  near  City 
square,  thence  in  a  northerly  direction  through  Main  street  to  SuUivan 
square;  said  tunnel  to  connect  with  the  elevated  structure  at  or  near 
or  beyond  the  Charlestown  bridge.  The  commission  may  for  the  purpose 
of  connection  with  the  present  Washington  street  tunnel  or  for  the  purpose 
of  connecting  said  tunnel  with  the  present  elevated  structure  at  or  near 
or  beyond  the  Charlestown  bridge  excavate  or  do  such  things  as  may  be 
necessary  underneath,  upon  or  over  the  surface  of  the  tracks  or  street, 
upon  the  locations  granted  to  the  Boston  Elevated  Railway  Company, 
or  to  the  city.  The  structure  or  structures  for  the  tunnel  or  subway 
with  the  appurtenances  or  any  part  thereof  shall  be  begun  at  anytime 
after  the  acceptance  of  this  act  by  the  voters  of  the  city  of  Boston  voting 
thereon  at  the  next  city  election,  if  and  so  far  as  the  commission  deems 
it  expedient  and  if  the  company  by  its  directors  consents. 

Section  2.  The  commission  shall  immediately  after  the  passage  of 
this  act  make  such  preliminary  investigations,  surveys,  and  plans  as  it 
deems  expedient  and  to  that  end  may  enter  upon  any  lands  and  place  and 
maintain  marks  thereon,  and  may  make  excavations,  borings  and  do  all 
other  acts  necessary  for  such  investigations  and  surveys.  The  commis- 
sion may  expend  such  sums  of  money  as  it  deems  necessary  therefor  to  be 
paid  by  the  treasurer  of  the  city  of  Boston,  but  if  construction  is  begun 
hereunder,  the  amount  so  expended  shall  be  transferred  and  charged  to 
the  cost  of  construction. 

Section  3.  The  commission  shall  not  begin  the  work  of  construction 
until  it  has  filed  in  the  office  of  the  city  engineer  a  plan  signed  by  the  com- 
mission showing  the  location  of  that  part  of  the  work  which  it  is  about  to 
construct.  Any  such  plan  so  filed  may  be  altered  at  any  time  by  a  new 
plan  signed  and  filed  in  like  manner. 

Section  4.  The  commission  may  make  contracts  in  the  name  of  the 
city  for  the  work  herein  authorized,  but  all  contracts  involving  two  thou- 
sand dollars  or  more  in  amount  shall  be  in  writing  and  signed  by  a  major- 
ity of  the  commission  and  no  such  contract  shall  be  altered  except  by  an 
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instrument  in  writing  signed  by  the  contractor  and  a  majority  of  the 
commission,  and  also  by  the  sureties,  if  any,  on  the  bond  given  by  the 
contractor  for  the  completion  of  the  original  contract.  No  such  contract 
or  alteration  of  any  such  contract  shall  be  valid  or  binding  on  the  city 
unless  executed  in  the  manner  aforesaid. 

Section  5.  All  work  under  this  act  under  or  near  public  streets, 
and  places  shall  be  conducted,  so  far  as  practicable,  in  such  manner  as 
to  leave  such  streets  and  places  or  a  reasonable  part  thereof  open  for 
traffic  between  the  hours  of  eight  in  the  forenoon  and  six  in  the  afternoon 
of  each  secular  day  except  public  hoHdays,  and  provision  shall  be  made 
for  the  protection  of  the  elevated  structure  so  as  not  to  disturb  or  inter- 
fere with  the  use  thereof  for  pubhc  travel. 

Section  6.  The  commission  may,  for  the  purposes  of  this  act,  use 
pubHc  ways  and  lands  without  compensation  therefor,  and  may  take  for 
the  city,  by  purchase  or  otherwise,  lands  in  fee  and  easements,  estates 
and  rights  in  land,  including  the  right  to  go  under  the  surface  thereof  or 
through  or  under  buildings  or  parts  of  buildings  thereon;  and  such  tak- 
ings in  fee  or  otherwise  may  be  made  whether  the  lands  taken  or  otherwise 
affected  are  held  under  or  by  title  derived  under  eminent  domain  or  other- 
wise. A  taking  under  this  section  of  an  easement  or  other  estate  or  right 
in  a  given  parcel  of  real  estate,  whether  such  parcel  consists  of  unim- 
proved land  or  of  land  and  buildings,  may  be  confined  to  a  portion  or  sec- 
tion of  such  parcel  fixed  by  horizontal  planes  of  division  below  or  above 
or  at  the  surface  of  the  soil,  and  in  such  case  no  taking  need  be  made  of 
upper  or  lower  portions  or  sections  except  of  such  easements  therein,  if 
any,  as  the  commission  may  deem  necessary.  The  commission,  to  make 
any  taking  by  right  of  eminent  domain,  shall  cause  to  be  recorded  in 
the  registry  of  deeds  for  the  county  of  Suffolk,  a  description  of  the  lands, 
easements,  estates  or  rights  to  be  taken,  as  certain  as  is  required  in  a 
common  conveyance  of  land,  with  the  statement  that  the  same  are  taken 
under  authority  of  this  act.  Said  description  and  statement  shall  be 
signed  by  the  commission;  and  the  lands,  easements,  estates  or  rights 
therein  described  shall  upon  such  recording  be  taken  for,  and  shall  vest 
in,  the  city.  The  commission  shall,  so  far  as  may  be  practicable,  notify 
all  known  owners  of  such  takings,  but  the  vaUdity  of  any  taking  shall 
not  be  affected  by  want  of  such  notice. 

Section  7.  The  commission  may  sell  or  remove  the  buildings  from 
any  and  all  lands  taken  by  it,  and  shall  sell,  if  a  sale  be  practicable,  or  if 
not  shall  lease,  any  lands,  or  rights  or  interests  in  land  and  other  property 
so  taken  or  purchased  for  the  purposes  of  this  act  whenever  the  same  shall, 
in  the  opinion  of  the  commission,  cease  to  be  needed  for  such  purposes 
but  not  actually  sold,  as  agreed  on  by  the  commission  and  the  company, 
or,  in  case  of  difference  as  determined  by  the  board  of  railroad  commis- 
sioners, hereinafter  called  the  board,  shall  be  deducted  from  the  cost  of 
the  tunnel  or  the  subway,  as  the  case  may  be,  for  the  purpose  of  ascer- 
taining the  rental  thereof. 

Section  8.  The  commission  shall  determine  and  award  the  dam- 
ages sustained  by  any  person  or  railroad  company  by  reason  of  property 
taken  or  injured  by  the  commission  under  authority  of  this  act,  except 
public  ways  or  lands,  and  may  agree  with  any  person  as  to  the  amount  to 
be  paid  as  damages  sustained  by  him  for  any  property  so  taken  or  injured, 
which  damages  the  city  shall  be  liable  to  pay.  If  such  person  or  railroad 
company  is  dissatisfied  with  such  award,  or  cannot  agree  with  the  com- 
mission upon  his  damages,  the  same  may  be  determined  by  a  jury  in  the 
superior  court  for  the  county  of  Suffolk,  on  petition  therefor  of  such  person 
or  of  the  commission  against  the  city,  filed  in  said  court  within  three 
years  after  such  property  is  so  taken  or  injured;  and  judgment  shall  be 
entered  upon  the  determination  of  such  jury  and  costs  shall  be  taxed 
and  execution  issued  in  favor  of  the  prevailing  party  as  in  civil  actions. 
The  members  of  the  commission  shall  not  be  personally  liable  for  any 
such  damage. 

Section  9.  The  commission  may  order  the  temporary  removal  or 
relocation  of  any  conduits,  pipes,  wires,  poles  or  other  property  of  any 
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person  or  corporation,  which  it  deems  to  interfere  with  the  construction 
or  operation  of  the  tunnel  or  subway,  and  shall  grant  new  locations  for 
any  such  structures  so  removed  or  relocated.  Such  orders,  to  the  extent 
specified  therein,  shall  be  deemed  a  revocation  of  the  right  or  license  to 
maintain  such  tracks,  conduits,  pipes,  wires,  poles  or  other  property,  and 
the  owner  of  any  such  structures  in  public  ways  or  lands  shall  comply  with 
such  orders  without  expense  to  the  city.  If  such  owner  shall  fail  to  comply 
with  the  order  of  the  commission  within  a  reasonable  time,  to  be  fixed 
in  the  order,  the  commission  may  discontinue  and  remove  such  tracks, 
conduits,  pipes,  wires,  poles  or  other  property,  and  may  relocate  the  same; 
and  the  cost  of  such  discontinuance,  removal  or  relocation  shall  be  repaid 
to  the  city  by  the  owner.  No  such  discontinuance,  removal  or  relocation 
shall  entitle  the  owner  of  the  property  thus  affected  to  any  damages  on 
account  thereof.  Any  such  structures  in  or  upon  private  lands  may  be 
removed  and  relocated  by  the  commission,  or,  if  removed  and  relocated 
by  the  owner  thereof,  the  reasonable  expense  shall  be  repaid  him  by  the 
commission.  Any  gas  company  may  shut  off  the  gas  from  any  pipes 
affected  by  any  acts  done  hereunder,  when  and  so  far  as  it  may  be  neces- 
sary to  avoid  danger  of  escape  or  explosion  of  gas. 

Section  10.  The  commission  shall,  within  ninety  days  after  the  pas- 
sage of  this  act,  execute  with  the  company  in  the  name  of  the  city,  the 
company  consenting  thereto,  a  contract  in  writing  for  the  sole  and  exclu- 
sive use  of  the  tunnel  and  subway  and  appurtenances  for  a  term  extending 
not  beyond  the  exphation  of  existing  leases  of  subways  from  the  city  to 
the  company,  at  an  annual  rental  equal  to  four  and  one  half  per  cent  of 
the  net  cost,  as  hereinafter  determined,  of  the  tunnel  and  subways,  respec- 
tively, for  the  running  of  trains  and  cars  therein,  and  for  such  other  uses 
and  upon  such  provisions  and  conditions,  not  affecting  the  term  or  rental, 
as  the  commission  and  the  company  may  agree  upon,  or  in  case  of  differ- 
ence, as  the  board  may  determine.  The  provisions  of  this  act,  in  so  far 
as  they  declare,  define  or  establish  the  terms  and  conditions  for  the  con- 
struction, tenure,  maintenance  and  operation  of  said  tunnel,  subway  and 
appurtenances,  shall  be  embodied  in  and  made  part  of  said  contract.  The 
use  of  the  tunnel  or  subway  respectively  shall  begin  when,  in  the  opinion 
of  the  commission,  a  reasonable  time  after  completion  has  been  allowed 
for  equipment.  The  net  cost  of  the  tunnel  and  subway  respectively  shall 
be  deemed  to  include  all  expenditures  incurred  in  acquisition  and  construc- 
tion, including  all  damages,  expenses  and  salaries  of  the  commission,  and 
any  sums  paid  under  the  provisions  of  this  act  for  the  removal  of  the  ele- 
vated structure  and  the  carrying  out  of  the  provisions  hereof,  and  interest 
at  three  and  one  fourth  per  cent  per  annum  on  the  debt  incurred  in  con- 
struction prior  to  the  beginning  of  the  use.  If  the  contract  for  the  use 
of  the  tunnel  and  subway  is  executed  as  above  provided  the  comniission, 
upon  the  acceptance  of  this  act  by  the  voters  of  the  city  as  hereinafter 
provided,  shall  proceed  with  the  work  of  construction. 

Section  11.  If  the  company  shall  execute  the  contract  hereinbefore 
provided  for,  the  company  may,  before  the  completion  of  the  tunnel,  con- 
struct fines  of  elevated  railway  according  to  such  plans  as  may  be  approved 
by  the  board,  to  be  operated  by  electricity  in  respective  locations  hereto- 
fore granted  to  the  company  upon  and  over  the  Charlestown  bridge  and 
upon  and  over  Causeway  street,  to  connect  with  the  present  Washington 
street  tunnel  and  the  subway  or  tunnel  to  be  constructed  under  the  pro- 
visions of  this  act.  If  the  commission  shall  decide  to  extend  the  present 
Washington  street  tunnel,  as  provided  for  in  section  one  of  this  act,  the 
company  shall  not  operate  and  maintain  said  elevated  structure  provided 
for  in  this  section. 

Section  12.  Upon  the  determination  by  the  commission  of  any  im- 
portant question  arising  in  the  course  of  the  work  herein  provided  for, 
upon  which  the  company  has  previously  requested  a  hearing,  except  an 
award  of  or  agreement  upon  damages  as  provided  in  section  eight  of  this 
act,  the  company  may  within  three  days  after  notice  of  such  determina- 
tion apply  to  the  board  for  a  revision  of  the  same,  and  thereupon  the 
board  may  consider  and  finally  determine  such  question. 
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Section  13.  Wherever  the  routes  upon  which  the  commission  is  au- 
thorized to  construct  the  tunnel  or  subway  cross  underneath  the  locations 
or  tracks  of  any  railroad  company,  the  crossing  and  the  necessary  excava- 
tions shall  be  made  in  such  manner  and  the  method  of  construction  shall 
be  such  as  may  be  agreed  upon  between  the  directors  of  said  railroad  com- 
pany and  the  commission,  and  if  the  parties  are  unable  to  agree  as  to  the 
manner  of  crossing  underneath  the  tracks  or  as  to  the  method  of  con- 
struction at  that  point,  the  same  shall  be  determined  by  said  board  upon 
the  application  of  either  party. 

Section  14.  The  treasurer  of  the  city  shall  from  time  to  time,  on 
request  of  the  commission,  issue  and  sell  at  public  or  private  sale,  the 
bonds  of  the  city,  registered  or  with  interest  coupons  attached,  as  he  may 
deem  best,  to  an  amount  not  exceeding  the  cost  of  the  tunnel  and  subway 
herein  provided  for.  Such  bonds  shall  be  designated  on  their  face,  Boston 
Extension  Tunnel  and  Subway  Loan,  shall  be  for  such  terms,  not  exceed- 
ing fifty  years,  as  the  mayor  and  treasurer  of  said  city  may  determine,  and 
shall  bear  interest,  payable  semi-annually,  at  such  rate,  not  exceeding  four 
per  cent  per  annum,  as  the  treasurer  shall  determine.  The  debts  incurred 
by  the  city  from  time  to  time  under  the  provisions  of  this  act  shall  not  be 
included  in  determining  the  limit  of  indebtedness  of  the  city  as  established 
by  law,  and  the  proceeds  of  such  bonds  shall  be  used  to  meet  all  damages, 
costs  and  expenses  incurred  by  the  commission  or  by  the  city  in  carrying 
out  the  provisions  of  this  act.  The  board  of  commissioners  of  sinking 
funds  shall  establish  a  sinking  fund  for  the  payment  of  the  bonds  issued 
under  this  act.  All  premiums  received  from  the  sale  thereof  shall  be  paid 
into  the  sinking  fund.  All  rents,  tolls,  percentages,  betterments,  and  not 
less  than  one  hundred  thousand  dollars,  out  of  the  taxes  collected  by  the 
city  from  personal  property  and  real  estate  or  other  annual  compensation 
received  by  the  city  for  any  use  of  the  tunnel  or  subway  under  this  act,  or 
for  any  use  of  any  lands  or  rights  taken  under  authority  of  this  act,  shall 
annually  be  used  by  the  treasurer, — first,  to  meet  the  requirements  of, 
and  any  deficiency  in,  the  sinking  fund, — second,  to  meet  the  interest  on 
the  bonds,  and  the  surplus,  if  any,  as  a  part  of  the  general  revenue  of  the 
city.  The  proceeds  from  any  sale  of  lands  or  rights  taken  by  purchase  or 
otherwise  under  authority  of  this  act  shall  be  paid  into  the  sinking  fund, 
or  shall  be  used  for  construction,  as  the  commission  may  determine. 

Section  15.  The  supreme  judicial  court  and  the  superior  court, 
upon  appHcation  of  any  party  in  interest,  including  the  city  or  any  ten 
taxable  inhabitants  thereof,  may  enforce  or  prevent  violation  of  the  pro- 
visions of  this  act  by  any  appropriate  process. 

Section  16.  If  the  contract  for  the  use  of  the  tunnel  and  subway  is 
executed  by  the  commission  and  the  company  as  hereinbefore  provided, 
this  act  shall  be  submitted  for  acceptance  to  the  voters  of  the  city  of  Bos- 
ton at  the  next  city  election,  and  if  accepted  by  a  majority  of  the  voters 
voting  thereon,  it  shall  thereupon  take  full  effect.  The  city  shall  have, 
hold  and  enjoy  in  its  private  or  proprietary  capacity,  for  its  own  prop- 
erty, the  tunnel  or  subway  built  under  this  act,  and  all  rents,  tolls,  income 
and  profits  from  all  contracts  heretofore  or  hereafter  entered  into  for  the 
use  of  said  subways  or  tunnels  or  any  part  thereof,  and  the  same  shall 
never  be  taken  by  the  commonwealth,  except  on  payment  of  just  compen- 
sation: -provided,  however,  that  so  much  of  such  rents,  tolls,  income  and 
profits  as  may  be  necessary  therefor  shall  be  paid  into  the  sinking  fund 
for  the  redemption  of  said  bonds  and  used  for  the  payment  of  the  interest 
thereon. 

Section  17.  Upon  the  completion  of  the  tunnel  or  subw^ay  and  appur- 
tenances and  upon  notification  as  herein  provided,  the  commission  shall 
remove,  and  the  company  shall  forthwith  discontinue  the  use  of,  the  ele- 
vated structure  of  the  company  between  the  points  where  the  subway  or 
tunnel  has  been  constructed  under  the  provisions  of  this  act  and  as  shall 
be  determined  by  the  commission.  The  expense  of  removing  the  elevated 
structure  between  the  points  aforesaid  shall  be  deemed  a  part  of  the  cost 
of  the  tunnel  or  subway.  The  tunnel  or  subway  during  the  term  of  the 
contract  hereinbefore  provided  for  shall  be  considered  a  part  of  the  ele- 
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vated  railway  operated  by  the  company;  and  the  board;  subject  to  the 
provisions  hereof,  shall  have  and  exercise  the  same  power  and  control  over 
the  same  in  all  respects  that  are  conferred  upon  the  board  as  to  the  ele- 
vated structure  by  chapter  five  hundred  and  forty-eight  of  the  acts  of  the 
year  eighteen  hundred  and  ninety-four,  chapter  five  hundred  of  the  acts 
of  the  year  eighteen  hundred  and  ninety-seven  and  by  other  acts  in  addi- 
tion thereto  or  in  amendment  thereof.  The  company,  upon  removal  of 
the  existing  structure  may  sell  any  lands  or  other  property  acquired  for 
the  purposes  of  operating  its  elevated  railway  between  the  points  afore- 
said, applying  all  proceeds  thereof  to  proper  corporate  uses;  and  such 
discontinuance  or  sale  shall  not  be  deemed  to  impair  the  capital  of  the 
company.    [Approved  June  13,  1913. 
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[Chapter  777.] 

An  Act  to  modify  certain  locations  of  the  boston  elevated  rail- 
way COMPANY  AND  TO  PROVIDE  FOR  THE  CONSTRUCTION  OF  A  SUBWAY 
IN  THE  CITIES  OF  EVERETT  AND  MALDEN. 

Be  it  enacted,  etc.,  as  follows: 

[The  first  twenty-five  sections  of  the  Act  relate  to  the  construction 
by  the  Boston  Elevated  Railway  Company  of  subways  in  Everett  and 
Maiden  with  powers  and  restrictions  similar  to  those  obtaining  in  acts 
under  which  the  Commission  is  operated,  with  shght  alterations  to  meet 
the  present  case.  The  portion  of  the  Act  relating  to  the  Commission 
follows.  I 

Part  III. 

Section  26.  If  the  company  does  not,  within  five  years  after  the 
date  of  acceptance  of  this  act,  begin  to  construct  the  subway  authorized 
by  Part  II  of  this  act,  the  cities  of  Everett  and  Maiden,  acting  through 
the  Boston  transit  commission,  hereinafter  called  ''the  commission",  as 
herein  provided,  may  construct  the  subway  as  specified  in  section  five. 
The  commission  shall  begin  the  construction  of  the  said  subway  when, 
after  the  expiration  of  said  five-year  period  without  the  beginning  of  the 
construction  of  said  subway  by  the  company,  the  commission  shall  be 
requested  in  witing  by  the  mayor  and  aldermen  of  each  of  said  cities  to 
undertake  the  construction  of  said  subway. 

Section  27.  The  commission,  acting  in  the  name  and  behalf  of  said 
cities  and  the  company,  shall,  within  ninety  days  after  receipt  by  the  com- 
mission of  the  request  from  the  cities  as  provided  in  section  twenty-six, 
execute  a  contract  in  writing  for  the  sole  and  exclusive  use  of  the  subway  by 
the  company  for  the  running  of  its  cars  therein,  and  for  such  other  uses  as 
the  commission  and  the  company  may  agree  upon.  The  annual  rental  of 
said  subway  shall  be  an  amount  equivalent  to  four  and  one  half  per  cent 
of  the  net  cost  of  the  subway,  and  said  contract  shall  be  in  force  for  a  period 
of  twenty-five  years,  and  shaU  continue  in  full  force  and  effect  after  the  ex- 
piration of  said  twenty-five  years  unless  and  until  said  contract  is  ter- 
minated by  notice  either  from  the  cities  of  Everett  and  Maiden  or  from  the 
company,  as  hereinafter  provided.  The  cities  may  terminate  said  con- 
tract at  the  expiration  of  said  twenty-five-year  period,  or  at  any  time 
thereafter,  by  giving  to  the  company  at  least  two  years'  prior  notice  in 
writing,  which  notice  it  shall  be  the  duty  of  the  mayors  of  said  cities  to 
give  if  directed  so  to  do  by  act  of  the  general  court,  or  if  directed  so  to  do 
by  votes  of  the  respective  boards  of  aldermen  of  said  cities.  The  com- 
pany may,  likewise,  terminate  said  contract  at  the  expiration  of  said 
twenty-five-year  period,  or  at  any  time  thereafter,  by  giving  to  the  mayor 
of  each  of  said  cities  at  least  two  years'  prior  notice  in  writing.  No  notice 
on  the  part  of  either  the  cities  or  the  company  shall  be  given  more  than 
three  years  prior  to  the  expiration  of  said  twenty-five-year  period.  The 
said  contract  shall  contain  such  other  provisions  and  conditions,  not 
affecting  the  term  or  the  rental,  and  following,  so  far  as  the  same  is  ap- 
plicable, the  form  of  the  contract  made  between  the  city  of  Boston,  acting 
by  the  commission,  and  the  company,  for  the  use  of  the  Washington  street 
tunnel,  as  the  commission  and  the  company  may  agree  upon,  or,  in  case 
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of  difference,  as  the  board  may  determine.  The  provisions  of  this  act, 
in  so  far  as  they  declare,  define  or  establish  the  terms  and  conditions  for 
the  construction,  tenure,  maintenance  and  operation  of  the  subway,  shall 
be  embodied  in  and  made  a  part  of  said  contract.  The  use  of  the  subway 
shall  begin  when,  in  the  opinion  of  the  commission,  a  reasonable  time  after 
completion  has  been  allowed  for  equipment.  The  net  cost  of  the  subway 
shall  be  deemed  to  include,  except  as  otherwise  provided  herein,  all  ex- 
penditures incurred  in  acquisition  and  construction,  including  damages, 
expenses  of  the  commission,  including  such  part  of  the  compensation  of 
its  members,  its  chief  engineer,  secretarj^  and  office  employees  as  the 
commission  may  from  time  to  time  determine  to  be  equitable  and  pro- 
portionally chargeable  to  the  work  authorized  by  this  act;  and  interest 
on  the  debt  incurred  in  construction  prior  to  the  beginning  of  the  use,  at 
the  rate  of  three  and  one  quarter  per  cent  per  annum.  The  commission 
shall  determine  the  cost  of  the  construction  of  the  part  of  said  subway 
situated  within  the  city  of  Everett,  and  also  the  cost  of  construction  of 
the  part  of  said  subway  situated  within  the  city  of  Maiden,  and  the  rental 
payable  under  said  contract  shall  be  paid  to  the  respective  cities  in  pro- 
portion to  the  cost  of  the  part  of  the  subway  within  each  of  said  cities. 

Section  28.  The  commission  shall  not  begin  the  work  of  construc- 
tion until  it  has  filed,  in  the  office  of  the  engineer  of  each  of  said  cities,  a 
plan  signed  b}^  the  commission,  showing  the  proposed  route  and  the  general 
form  and  method  of  construction  and  the  location  of  the  proposed  tracks, 
stations,  approaches  and  connections,  and  the  alignment  and  grade  of  the 
part  of  said  subway,  and  its  appurtenances,  to  be  located  within  such  city, 
and  the  said  plan  shall  be  submitted  to  the  company  for  its  examination. 
Any  such  plan,  so  filed,  may  be  altered  at  any  time  by  a  new  plan  signed, 
submitted  and  filed  in  like  manner. 

Sectiox  29.  The  commission  shall,  immediately  after  the  receipt  of 
the  request  from  said  cities  specified  in  section  twenty-six,  make  such  pre- 
liminary investigations,  surveys  and  plans  as  it  may  deem  expedient,  and 
to  that  end  may  enter  upon  any  lands,  and  place  and  maintain  marks 
thereon,  and  may  make  excavations  and  borings  and  do  all  other  acts 
necessary  for  such  investigations  and  surveys  and  may  expend  such  sums 
as  it  deems  necessary  therefor.  The  expense  of  such  investigations  and 
surveys  shall  be  deemed  a  part  of  the  cost  of  the  subway.  The  construc- 
tion of  the  subway  shall  be  begun  immediately  after  the  contract  for  the 
use  of  the  subway  has  been  executed  by  the  commission  and  the  company. 

Section  30.  The  commission  may  make  contracts  in  the  name  of 
each  of  said  cities  for  the  work  herein  authorized  to  be  done  within  the 
limits  of  such  city,  but  all  contracts  involving  two  thousand  dollars,  or 
more,  in  amount,  shall  be  in  wTiting  and  shall  be  signed  by  a  majority  of 
the  commission;  and  no  such  contract  shall  be  altered  except  by  an  instru- 
ment in  writing  signed  by  the  contractor  and  a  majority  of  the  commis- 
sion, and  also  by  the  sureties,  if  any,  on  the  bond  given  by  the  contractor 
for  the  completion  of  the  original  contract.  No  such  contract  and  no 
such  alteration  of  any  such  contract  shall  be  valid  or  binding  on  either  of 
said  cities  unless  executed  in  the  manner  aforesaid. 

Section  31.  AU  work  done  by  the  commission  under  this  act  under 
or  near  pubhc  streets  and  places  shall  be  conducted,  so  far  as  may  be 
practicable,  in  such  manner  as  to  leave  such  streets  or  places,  or  a  reason- 
able part  thereof,  open  for  travel  between  the  hours  of  seven  in  the  fore- 
noon and  six  in  the  afternoon  of  each  secular  day,  except  legal  holidays: 
provided,  however,  that  any  public  way  or  place  may,  if  the  commission 
deems  it  necessary,  be  closed  to  pubhc  travel  for  distances  not  exceeding 
one  third  of  a  mile  each  along  the  line  of  construction. 

Section  32.  The  commission  may,  for  the  purposes  of  this  act,  use 
pubhc  ways  and  lands  without  compensation  therefor,  and  may  take,  or 
acquire  by  purchase  or  otherwise,  for  either  of  said  cities,  lands  in  fee  and 
easements,  estates,  and  rights  in  land,  including  the  right  to  go  under  the 
surface  thereof,  or  through  or  under  buildings  or  parts  of  buildings  thereon; 
and  such  taking,  in  fee  or  otherwise,  may  be  made  whether  the  lands  taken 
or  otherwise  affected  are  held  under  or  by  title  by  right  of  eminent  domain, 
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or  otherwise,  and  may  be  made  for  the  purpose  of  providing  locations  for 
pipes,  wires,  conduits  and  other  structures,  the  relocation  of  which  is  made 
necessary  or  expedient  by  the  construction  of  any  subway  or  tunnel  au- 
thorized by  this  act.  The  taking,  under  this  section,  of  an  easement,  or 
other  estate  or  right  in  a  given  parcel  of  real  estate,  whether  such  parcel 
consists  of  unimproved  land  or  of  land  and  buildings,  may  be  confined  to  a 
portion  and  section  of  such  parcel  fixed  by  planes  or  other  surfaces  of 
division,  below,  above  or  at  the  surface  of  the  soil;  and  in  such  cases  no 
taking  need  be  made  of  upper  or  lower  portions  or  sections,  except  of  such 
easements  therein,  if  any,  as  the  commission  may  deem  necessary.  The 
commission,  to  make  any  taking  by  right  of  eminent  domain  shall  cause 
to  be  recorded  in  the  registry  of  deeds  for  the  southern  district  of  the 
county  of  Middlesex  a  description  of  the  lands,  easements,  estates  or  rights 
to  be  taken,  as  certain  as  is  required  in  a  common  conveyance  of  land, 
with  the  statement  that  the  same  are  taken  under  authority  of  this  act, 
which  description  and  statement  shall  be  signed  by  the  commission;  and 
the  lands,  easements,  estates  or  rights  therein  described  shall,  upon  such 
recording,  be  taken  for  and  shall  vest  in  the  city  for  which  the  taking  is 
made.  The  commission  shall,  so  far  as  may  be  practicable,  notify  all 
known  owners  of  such  proposed  taking,  but  the  validity  of  the  taking 
shall  not  be  affected  by  want  of  such  notice. 

Section  33.  The  commission  may  sell  the  buildings  and  other 
structures  upon  any  lands  acquired  by  it,  or  may  remove  the  same;  and 
shall  sell,  if  the  sale  be  practicable,  or  if  not,  shall  lease  any  lands  or  rights 
or  interest  in  lands,  or  other  property  acquired  for  the  purposes  of  this 
act,  whenever  the  same  shall,  in  the  opinion  of  the  commission,  cease  to 
be  needed  for  the  said  purposes.  The  proceeds  of  the  sales  and  leases, 
and  the  fair  valuation  of  such  lands  or  other  property,  no  longer  needed 
for  the  said  purposes,  but  not  actually  sold,  as  agreed  upon  by  the  com- 
mission and  the  company,  or,  in  case  of  difference,  as  determined  by  the 
board,  shall  be  deducted  from  the  cost  of  the  subway  in  the  city  within 
which  such  lands  are  situated,  for  the  purpose  of  ascertaining  and  paying 
the  rental  thereof. 

Section  34.  The  commission  may  determine  and  award  the  damages 
sustained  by  any  person  by  reason  of  any  property,  except  public  ways  or 
lands,  taken  or  injured  by  the  commission  under  authority  of  this  act,  and 
may  agree  with  any  such  person  as  to  the  amount  of  his  damages,  which 
amount  the  city  in  which  such  lands  are  situated  shall  be  liable  to  pay.  If 
any  such  person  is  dissatisfied  with  such  award,  or  cannot  agree  with  the 
commission  upon  his  damages,  the  same  may  be  determined  by  a  jury  in 
the  superior  court  for  the  county  of  Middlesex,  on  petition  therefor  of 
such  person  or  of  the  commission  against  the  city  in  which  such  lands  are 
situated,  filed  in  the  clerk's  office  within  two  years  after  the  property  is 
taken,  entered  upon  or  injured;  and  judgment  shall  be  entered  upon  the 
determination  of  the  jury,  and  costs  shall  be  taxed  and  execution  issued 
in  favor  of  the  prevailing  party  as  in  other  civil  cases.  The  members  of 
the  commission  shall  not  be  liable,  personally,  for  any  such  damages.  The 
provisions  of  sections  seventeen  to  twenty-five,  inclusive,  and  of  section 
one  hundred  and  fourteen,  of  chapter  forty-eight  of  the  Revised  Laws,  re- 
lating to  procedure  in  the  case  of  damage  to  estates  in  which  several  parties 
have  different,  or  several  interests,  shall  apply  to  proceedings  in  such  cases 
under  this  act. 

Section  35.  The  commission  may  order  the  temporary  or  perma- 
nent removal  or  relocation  of  any  surface  tracks,  or  of  any  conduits,  pipes, 
wires,  poles  or  other  property  of  any  person  or  corporation,  which  it  deems 
to  interfere  with  the  construction  or  operation  of  the  subway  authorized 
by  this  act,  and  shall  plan  new  locations  for  any  such  structures  so  re- 
moved or  relocated.  Such  orders,  to  the  extent  specified  therein,  shall  be 
deemed  a  revocation  of  the  right  or  Ucense  to  maintain  such  tracks,  con- 
duits, pipes,  wires,  poles  or  other  property,  and  the  owners  of  such  tracks 
or  other  property  shall  comply  with  said  orders  without  expense  to  the 
city  in  which  such  streets  are  situated.  If  any  such  owner  shall  fail  to 
comply  with  the  order  of  the  commission  within  a  reasonable  time,  to  be 
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fixed  in  the  order,  the  commission  may  discontinue  and  remove  such 
tracks,  conduits,  pipes,  wires,  poles  or  other  property,  and  may  relocate 
the  same,  and  the  cost  of  such  discontinuance,  removal  or  relocation  shall 
be  repaid  by  the  owner  to  the  city  in  which  such  streets  are  situated.  No 
such  discontinuance,  removal  or  relocation  shall  entitle  the  owner  of  the 
property  thus  affected  to  smy  damages  on  account  thereof.  Any  such 
structures  in  or  upon  private  lands  may  be  removed  and  relocated  by  the 
commission,  or  if  removed  and  relocated  by  the  owner  thereof,  the  reason- 
able expense  of  such  removal  and  relocation  shall  be  paid  to  him  by  the 
commission.  Any  gas  or  electric  lighting  company  may  shut  off  the  gas 
or  current  from  any  pipes  or  wires  affected  by  any  acts  done  hereunder,  so 
far  as  may  be  necessary  to  avoid  danger  of  escape  or  explosion  of  gas,  or 
other  danger. 

Section  36.  Upon  the  determination  by  the  commission  of  any  im- 
portant question  relating  to  any  plan  or  work  herein  provided  for,  except 
an  award  of  or  agreement  upon  damages  as  provided  in  section  thirty-four 
hereof,  the  company  may,  within  three  days  after  notice  of  such  determina- 
tion, apply  to  the  board  for  revision  of  the  same,  and  thereupon,  the  board 
may  consider  and  finally  determine  such  question. 

Section  37.  The  company,  for  the  equipment  of  the  subway  which 
the  cities  are  authorized  to  construct  under  section  twenty-six  of  this  act, 
and  for  all  expenditures  by  the  company  required  or  authorized  for  the 
equipment  of  the  said  subway,  may,  from  time  to  time,  in  the  manner 
and  under  the  requirements  prescribed  by  law,  issue  and  dispose  of  such 
amounts  of  its  capital  stock  and  bonds,  or  of  each,  at  its  option,  as  may  be 
necessary  therefor.  In  respect  to  the  equipment,  use  and  operation  of  the 
railway  to  be  situated  in  the  subway,  and  to  transportation  therein,  the 
company  shall  have  all  the  powers  and  privileges,  and  be  subject  to  all  the 
duties,  liabilities,  restrictions  and  provisions  set  forth  in  the  general  and 
special  laws  now  or  hereafter  in  force  apphcable  to  it.  To  provide  for 
proper  connections  with  any  subway  station  authorized  by  this  act,  the 
company  may  make  such  alterations  or  extensions  of  its  surface  tracks 
and  appurtenances  as  the  board  may  approve. 

Section  38.  The  subway  authorized  by  section  twenty-six  shall  be 
considered  a  part  of  the  elevated  railway  operated  by  the  company;  and 
the  railroad  commission,  subject  to  the  provisions  of  the  contract,  shall 
have  and  exercise  the  same  power  and  control  over  the  said  subway,  in 
all  respects,  that  are  conferred  upon  the  board  of  railroad  commissioners 
in  regard  to  the  elevated  structure  by  chapter  five  hundred  and  forty- 
eight  of  the  acts  of  the  year  eighteen  hundred  and  ninety-four,  and  by 
chapter  five  hundred  of  the  acts  of  the  year  eighteen  hundred  and  ninety- 
seven,  and  by  any  other  laws  relative  thereto.  The  provisions  of  the  com- 
pensation clause  of  section  ten  of  chapter  five  hundred  of  the  acts  of  the 
year  eighteen  hundred  and  ninety-seven  shall,  for  the  purpose  of  distri- 
bution of  the  tax  thereby  imposed,  include  the  additional  track  mileage  of 
the  company  constructed  in  the  subway  authorized  by  section  twenty-six 
of  this  act. 

Section  39.  The  treasurer  of  each  of  said  cities,  for  the  purpose  of 
paying  the  necessary  expenses  and  habilities  incurred  under  this  act,  shall 
from  time  to  time,  upon  the  request  of  the  commission,  issue  and  sell  at 
pubHc  or  private  sale  bonds  of  such  city,  registered  or  with  interest  cou- 
pons attached,  as  he  may  deem  best,  to  an  amount  not  exceeding  the  cost 
of  the  subway  within  the  limits  of  such  city,  as  determined  by  the  com- 
mission. Such  bonds  shall  be  designated  on  their  face,  Everett-Maiden 
Subway  Loan,  Act  of  1913,  shall  be  for  such  terms,  not  exceeding  fifty 
years,  and  shall  bear  interest  semi-annually  at  such  rate,  not  exceeding 
four  per  cent  per  annum,  as  the  mayor  and  the  treasurer  of  the  city  issuing 
the  bonds  shall  determine.  The  debts  incurred  by  each  of  said  cities  from 
time  to  time  under  the  provisions  of  this  act  shall  not  be  included  in  deter- 
mining the  statutory  limit  of  indebtedness  of  the  city.  The  proceeds  of 
the  said  bonds  shall  be  used  by  the  commission  to  meet  all  damages,  costs, 
and  expenses  incurred  by  the  commission  in  carrying  out  the  provisions 
of  Part  III  of  this  act.    The  bonds  shall  be  payable  by  such  annual  pay- 


Appendix. 


73 


ments  beginning  not  more  than  five  years  after  the  date  thereof  as  will 
extinguish  each  loan  within  fifty  years  from  its  date,  but  all  loans  issued 
subsequent  to  the  completion  of  said  subway  shall  be  payable  by  such 
annual  payments  beginning  not  more  than  one  year  after  the  date  thereof 
as  will  extinguish  each  loan  within  fifty  years  from  its  date;  and  the 
amount  of  the  annual  payment  of  any  loan  in  any  year  shall  not  be  less 
than  the  amount  of  the  principal  of  said  loan  payable  in  any  subsequent 
year.  Each  authorized  issue  of  bonds  shall  constitute  a  separate  loan. 
All  rents,  tolls,  percentages,  or  other  annual  compensation  received  by 
the  city  for  any  use  of  the  subway  constructed  under  authority  of  this 
act,  shall  annually  be  used  by  the  treasurer  of  such  city  to  meet,  (1)  the 
payment  of  said  bonds  as  they  mature,  (2)  the  interest  on  the  subway 
bonds  issued  by  such  city;  and  the  surplus,  if  any,  shall  be  placed  in  a 
fund  for  the  purchase  or  cancellation  of  bonds  issued  under  authority  of 
this  act.  The  proceeds  from  any  sale  of  lands,  rights  or  other  property 
acquired  under  authority  of  this  act  shall  be  paid  into  the  said  fund  of 
the  city  in  which  such  lands  or  other  property  is  situated,  or  shall  be  used 
for  construction,  as  the  commission  may  determine. 

Section  40.  Each  of  said  cities  shall  severally  hold  and  enjoy  in  its 
private  or  proprietary  capacity  that  part  of  the  subway  built  under  the 
provisions  of  Part  III  of  this  act,  within  its  limits,  and  the  company  shall, 
in  accordance  with  its  contract,  pay  to  such  city  such  portion  of  the  rental 
for  the  subway  as  is  proportional  to  the  cost  of  the  construction  of  that 
part  of  the  subway  within  the  limits  of  such  city  as  determined  by  the 
commission;  and  the  part  of  the  subway  owned  by  each  of  said  cities  shall 
never  be  taken  by  the  commonwealth  except  upon  payment  of  just  com- 
pensation: provided,  however,  that  each  of  said  cities  shall,  at  the  time  of 
authorizing  said  loan  or  loans,  provide  for  the  payment  thereof  in  accord- 
ance with  the  provisions  of  section  thirty-nine  of  this  act;  and  when  such 
provision  has  been  made  a  sum  which,  with  the  income  derived  from 
rents,  tolls,  percentages,  or  other  compensation  received  by  the  city  for  any 
use  of  the  subway  under  this  act,  and  the  amounts  received  from  the  sale 
of  lands  or  rights  taken  or  purchased  hereunder,  will  be  sufficient  to  pay 
the  interest  as  it  accrues  on  the  bonds  issued  as  aforesaid  by  the  cities  and 
to  make  such  payments  on  the  principal  as  may  be  required  under  the  pro- 
visions of  this  act  shall,  without  further  vote,  be  assessed  by  the  assessors 
of  the  city  annually  thereafter,  in  the  same  manner  in  which  other  taxes 
are  assessed,  until  the  debt  incurred  by  said  loan  or  loans  is  extinguished. 

Part  IV. 

Section  41.  The  supreme  judicial  court  or  superior  court,  upon  ap- 
plication of  either  of  said  cities,  the  company,  or  of  any  other  party  in 
interest,  may  enforce,  or  prevent  the  violation  of,  any  provision  of  this 
act  by  any  appropriate  process. 

Section  42.  This  act  shall  take  effect  upon  its  acceptance  by  the 
mayor  and  the  board  of  aldermen  of  the  city  of  Everett,  and  by  the  mayor 
and  the  board  of  aldermen  of  the  city  of  Maiden,  and  by  the  company  by 
vote  of  its  board  of  directors,  and  return  thereof  made  to  the  secretary  of 
the  commonwealth  within  two  months  after  its  passage. 

Section  43.  In  case- this  act  shall  not  be  accepted  as  provided  in 
section  forty-two,  then  the  period  specified  in  chapter  four  hundred  and 
ninety-seven  of  the  acts  of  the  year  nineteen  hundred  and  seven  for  the 
construction  by  the  company  of  an  elevated  railway  for  the  cities  of 
Boston,  Everett  and  Maiden,  authorized  by  said  chapter  four  hundred 
and  ninety-seven,  is  hereby  extended  for  a  period  of  eighteen  months. 
This  provision  shall  not  be  construed  to  limit  in  any  way  the  power  of  the 
board  to  allow  further  time  for  the  construction  of  said  elevated  railway 
as  provided  in  section  six  of  the  said  chapter  four  hundred  and  ninety- 
seven.  This  section  shall  take  effect  upon  the  passage  of  this  act.  [Ap- 
proved  June  13,  1913. 
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[Chapter  69.] 

Resolve  to  provide  for  investigating  the  advisability  of  con- 
structing A  STATION  FOR  THE  "WASHINGTON  STREET  TUNNEL  AT  OR 
NEAR  BENNET  STREET  IN  THE  CITY  OF  BOSTON. 

Resolved,  That  the  Boston  transit  commission  shall  investigate  the  de- 
sirability and  practicability,  and  estimate  the  cost,  of  constructing  a 
station  for  the  Washington  street  tunnel  in  the  city  of  Boston  at  or  near 
Bennet  street.  The  commission  may  give  public  hearings,  if  it  deems 
them  necessary,  and  shall  report  to  the  next  general  court  on  or  before 
the  tenth  day  of  January.    [A-p-proved  April  26,  1913. 
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APPENDIX  G. 


[Chapter  78.] 

Resolve  relative  to  the  construction  of  a  tunnel  between  the 
cities  of  boston  and  chelsea. 

Resolved,  That  the  Boston  transit  commission  shall  estimate  the  cost 
of  constructing  a  tunnel  and  subway  for  the  use  of  trolley  cars,  with  a 
double  track,  between  the  city  of  Boston  and  the  city  of  Chelsea.  The 
commission  shall  report  which  would  be  the  better  route,  in  its  judg- 
ment, either  from  the  present  subway  in  Haymarket  square  by  the  way  of 
Charlestown,  or  from  the  present  subway  in  ScoUay  square  running  under 
the  harbor  directly  to  the  city  of  Chelsea,  and  shall  state  the  probable  cost 
of  the  tunnel  and  subway  by  each  route  and  the  feasibility  of  the  con- 
struction thereof.  The  commission  shall  report  to  the  general  court  on 
or  before  the  tenth  day  of  January,  nineteen  hundred  and  fourteen.  The 
expense  incident  to  the  said  investigation  shall  be  borne  equally  by  the 
city  of  Boston  and  the  city  of  Chelsea.    [Approved  May  8,  1913. 
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[Chapter  84.] 

Resolve  to  provide  for  an  investigation  relative  to  the  removal 

OF  the  elevated  structure  on  WASHINGTON  STREET  AND  MAIN 
STREET  IN  THE  CITY  OF  BOSTON  AND  THE  EXTENSION  OF  THE  WASHING- 
TON STREET  TUNNEL  TO  DUDLEY  STREET  AND  THE  CONSTRUCTION  OF 
A  SUBWAY  FROM  CITY  SQUARE  TO  SULLIVAN  SQUARE  IN  SAID  CITY. 

Resolved,  That  the  Boston  transit  commission  is  hereby  authorized  and 
directed  to  investigate  and  report  to  the  general  court  on  or  before  the 
first  Monday  in  January,  nineteen  hundred  and  fourteen,  in  regard  to  the 
subject-matter  of  the  petition  of  Louis  Berenson,  with  the  accompanying 
bill,  House  No.  1511,  to  provide  for  the  removal  of  the  elevated  structure 
on  Washington  street  in  the  city  of  Boston  and  on  Main  street  in  Charles- 
tc^n,  from  City  square  to  SulUvan  square  and  for  the  extension  of  the 
Washington  street  tunnel,  beginning  at  the  southerly  end  of  said  tunnel, 
thence  running  across  or  underneath  public  and  private  lands,  thence 
continuing  along  Washington  street  to  a  point  or  points  at,  near  or  beyond 
Dudley  street  in  said  city,  and  connecting  said  subway  or  tunnel  with  the 
elevated  structure  at,  near  or  beyond  Dudley  street  and  for  the  building  of 
a  subway  from  City  square  to  Sulhvan  square  in  Charlestown.  The 
said  commission  shall  ascertain  the  probable  cost  of  building  the  subway 
or  tunnel  between  said  points  and  the  probable  cost  of  the  removal  of  the 
elevated  structure,  including  any  damages  paid  or  payable  by  the  Boston 
Elevated  Railway  Company  to  abutters  under  the  provisions  of  chapter 
five  hundred  and  forty-eight  of  the  acts  of  the  year  eighteen  hundred  and 
ninety-four  and  of  acts  in  amendment  thereof  and  in  addition  thereto. 
The  commission  shall  accompany  its  report  with  drafts  of  such  biUs  as  it 
shall  deem  necessary  or  suitable  for  carrying  out  the  purposes  of  this 
resolve.  The  commission  shall  include  in  its  report  an  estimate  of  the 
loss  in  tax  valuations  and  taxes  since  the  location,  construction  and 
maintenance  of  the  elevated  road  on  all  property  abutting  on  the  elevated 
road  between  the  points  aforesaid,  as  well  as  on  aU  property  on  streets 
leading  to  the  street  on  which  said  structure  is  situated  between  said 
points.  The  commission  shaU  also  report  the  probable  benefits  to  real 
estate  owners  and  other  persons  as  well  as  to  the  city  of  Boston,  and  shall 
estimate  and  report  the  probable  increase  in  taxes  to  be  paid  upon  the 
removal  of  the  elevated  structure  and  the  construction  of  the  tunnel  be- 
tween the  points  aforesaid.  The  comimission  shall  give  advertised  public 
hearings  on  the  subject-matter  of  this  resolve,  and  may  make  such  in- 
vestigations, examinations,  survey  and  plans  as  it  shall  deem  necessary 
or  proper.  The  commission  may  expend  a  sum  not  exceeding  one  thou- 
sand dollars  in  carrying  out  the  provisions  of  this  resolve,  to  be  paid  out 
of  the  treasury  of  the  city  of  Boston.    [Approved  May  S,  1913. 
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APPENDIX  I. 


[Chapter  93.] 

Resolve  to  direct  the  boston  transit  commission  to  investigate 

AND  report  upon  THE  ADVISABILITY  AND  COST  OF  CONSTRUCTING  A 
SUBWAY  TO  CONNECT  THE  DORCHESTER  TUNNEL  WITH  THE  SOUTH  TER- 
MINAL STATION  IN  THE  CITY  OF  BOSTON. 

Resolved,  That  the  Boston  transit  commission  is  hereby  directed  to 
investigate  the  advisabihty  and  to  estimate  the  cost  of  constructing  a 
subway  to  form  a  connection  between  the  Dorchester  tunnel  provided 
for  by  chapter  seven  hundred  and  forty-one  of  the  acts  of  the  year  nine- 
teen hundred  and  eleven,  and  the  South  station,  so-called,  in  the  city  of 
Boston.  The  commission  shall  report  to  the  general  court  not  later  than 
the  tenth  day  of  January,  nineteen  hundred  and  fourteen,  and  for  the 
purpose  of  carrying  out  the  provisions  of  this  resolve  may  expend  a  sum 
not  exceeding  two  hundred  and  fifty  dollars,  to  be  paid  out  of  the  treasury 
of  the  commonwealth.    [Approved  May  21,  1913. 
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APPENDIX  J. 


[Chapter  108.] 

Resolve  to  provide  for  an  investigation  of  the  service  of  street 

RAILWAY  companies. 

Resolved,  That  the  members  of  the  board  of  raih'oad  commissioners  and 
of  the  Boston  transit  commission  are  hereby  authorized  and  directed  to 
act  as  a  joint  commission  to  inquire  into  and  to  consider  the  street  railwaj' 
service  furnished  by  the  Boston  Elevated  Railway  Company  and  the  Bay 
State  Street  Railway'  Company  in  the  metropolitan  district;  and  to  report 
their  conclusions  and  recommendations,  if  any,  to  the  general  court  on  or 
before  the  tenth  day  of  next  January.  The  joint  commission  shall  give 
public  hearings  and  shall  have  authority  to  administer  oaths  and  to  require 
the  attendance  of  witnesses  and  the  production  of  books  and  papers. 
Members  of  the  commission  shall  serve  without  compensation,  but  the 
commission  may  expend  for  necessary  purposes  a  sum  not  exceeding  five 
thousand  dollars,  which  amount  shall  be  assessed  upon  the  metropolitan 
parks  district.    [Approved  June  6,  1913. 
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APPENDIX  K. 


The  names  of  all  the  assistants  in  the  Engineering  Department  who  have 
been  employed  for  more  than  one  month  during  the  last  year  together  with 
an  indication  of  the  work  on  which  they  have  been  engaged,  are  given 
below. 


Leon  N.  Albeets, 

Chakles  H.  Bartlett, 
BiON  A.  Bowman, 
C.  Leonard  Brown, 

Wilbur  W.  Davis, 

G.  Dana  Emerson, 

Robert  B.  Far  well, 

James  B.  Flaws, 


James  T.  Frame, 

Austin  B.  Henderson, 
Leonard  B.  Howe, 
William  W.  Lewis, 

Roy  M.  Lothrop, 

Laurence  B.  Manley. 

Clarence  D.  Maynard, 
Philip  C.  Nash, 

George  F,  Owen, 
Barzillai  a.  Rich, 

Ernest  R.  Springer, 

George  H.  Stearns, 


Assistant  Engineers. 

Plans,  surveys  and  studies.  East  Boston 

Tunnel  Extension. 
Detail  work  on  steel  structures. 
Detail  work  on  steel  structures. 
Construction,  Sections  A  and  B,  Dorchester 

Tunnel. 

Studies  for  a  part  of  Boylston-street  Sub- 
way; miscellaneous  work. 

In  charge  of  construction.  Sections  A  and 
B,  Dorchester  Tunnel. 

In  charge  of  surveys,  studies  and  construc- 
tion. East  Boston  Tunnel  Extension. 

Surveys  and  borings  for  Dorchester  Tunnel 
under  Fort  Point  Channel.  Assisting 
the  engineer  in  charge  of  construction. 
Sections  1  and  2  of  the  Boylston-street 
Subway. 

Assisting  the  engineer  in  charge  of  construc- 
tion. Sections  2,  3  and  4  of  the  Boylston- 
street  Subway. 

Plans,  Sections  A  and  B,  Dorchester  Tunnel. 

Detail  plans,  subways  and  tunnels. 

In  charge  of  surveys  and  plans,  Dorchester 
Tunnel. 

Contract  and  detail  plans  for  East  Boston 

Tunnel  Extension. 
In  charge  of  surveys  and  plans,  Boylston- 
street  Subway.    In  charge  of  construc- 
tion. Sections  1,  2,  3  and  4  of  the  said 
subway. 

Studies,  East  Boston  Tunnel  Extension 

and  Boylston-street  Subway. 
Construction,  Section  A,  Dorchester  Tun- 
nel;   plans.   East  Boston  Tunnel  Ex- 
tension. 
Plans,  Dorchester  Tunnel. 
Designs  for  structures,  Dorchester  Tunnel 
and  Boylston-street  Subway,  Section  4. 
Designs  for  steel  and  reinforced  concrete 
structures. 

In  charge  of  designs  for  steel  work  and 
reinforced  concrete  structures. 
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Herbert  R.  Stearns,  Designs  and  plans  for  Dorchester  Tunnel. 
Robert  K.  Taylor,  Construction,  Sections  A  and  B,  Dorchester 

Tunnel. 

Philip  B.  Walker,  In  charge  of  repair  work  and  tests  in  East 

Boston  Tunnel.  Testing  cement,  pitch 
and  other  materials. 


Draftsmen. 


Paul  P.  Bangs, 
Charles  R.  Berry, 
Charles  L.  Doherty, 
Frederick  C.  Figenbaum, 

Ralph  A.  Fisher, 
Walter  Augustine  Ford, 
George  P.  Goodman, 
Samuel  C.  Lyman, 

Roland  B.  Rand, 


Edmund  A.  Rice, 
Ralph  E.  Rice, 
Chester  A.  Richardson, 

Frederic  W.  Stiles, 


Laurence  E.  Weeks, 
John  M.  Wiseman, 


Blueprinting,  etc. 

Contract  plans,  Boylston-street  Subway. 

Plans,  Dorchester  Tunnel. 

Plans  for  pipe  relocations  and  steel  plans. 

East  Boston  Tunnel  Extension. 
Steel  plans. 
Steel  plans. 

Drafting  and  photography. 

Steel  plans,  Boylston-street  Subway  and 
East  Boston  Tunnel  Extension. 

Steel  plans.  Boylston-street  Subway,  Dor- 
chester Tunnel  and  East  Boston  Tunnel 
Extension. 

Plans  for  structures. 

Plans,  Boylston-street  Subway. 

Designs  for  structures  and  plans,  Dorchester 
Tunnel. 

Drafting,  force  accounts.  Sections  1  and  2; 

settlement   levels.   Sections   3   and  4, 

Boylston-street  Subway. 
Line  and  grade  work.  East  Boston  Tunnel 

Extension. 

Steel  plans,  Boylston-street  Subway,  and 
East  Boston  Tunnel  Extension. 


Assistants  and  Instrumentmen. 


Francis  V.  Carey, 
Henry  L.  Crocker, 

Lester  S.  Daniels, 

''Harold  M.  Davis, 

Harry  R.  Draper, 

Henry  N.  Hayward, 
Arthur  V.  Lynch, 

Laurence  K.  Marshall, 
Ralph  C.  McPherson. 


Plans,  Boylston-street  Subway. 

Line  and  grade  work,  Sections  3  and  4. 
Boylston-street  Subway. 

Plans,  hne  and  grade  work,  and  settlement 
levels,  Boylston-street  Subway. 

Line  and  grade  work,  Section  1,  Boylston- 
street  Subway. 

Line  and  grade  work,  Section  A.  Dorchester 
Tunnel.  Steel  plans,  East  Boston  Tun- 
nel Extension. 

Line  and  grade  work,  Sections  A  and  B, 
Dorchester  Tunnel. 

Surveys  and  plans,  Dorchester  Tunnel; 
also  on  construction  work.  Section  B, 
Dorchester  Tunnel. 

Line  and  grade  work.  Sections  1  and  2, 
Boylston-street  Subway. 

Surveys  and  plans.  East  Boston  Tunnel 
Extension. 
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James  H.  O'Connor,  Force  accounts  and  miscellaneous  work  on 

construction,  Sections  2,  3  and  4,  Boyl- 
ston-street  Subway. 

Laurence  M.  Pitman,        Line  and  grade  work,  Sections  3  and  4, 

Boylston-street  Subway. 

Charles  V.  Reynolds,  Construction,  Sections  2,  3  and  4,  Boylston- 
street  Subway. 

Sidney  S.  von  Loesecke,  Surveys  and  studies,  Boylston-street  Sub- 
way. 

William  L.  Wright,  Jr.,     Plans  and  pipe  changes,  Boylston-street 

Subway. 


Assistants  and  Bodmen. 

*WiLLiAM  J.  Buckley,  Plans,  East  Boston  Tunnel  Extension. 

Richard  A.  Caswell,         Inspection,  Sections  1  and  4,  Boylston- 
street  Subway. 

William  J.  Cochran,         Line  and  grade  work,  East  Boston  Tunnel 

Extension. 

Edwin  A.  Desmond,  Rod  bending.    Line  and  grade  work,  Sec- 

tions 1  and  4,  Boylston-street  Subway. 

William  G.  Doherty,        Line  and  grade  work,  Sections  2,  3  and  4, 

Boylston-street  Subway. 

Raymond  H.  Fellows,       Line  and  grade  work,  settlement  levels,  and 

rod  bending,  Boylston-street  Subway. 

Walter  Anthony  Ford,     Surveys,    plans,    line    and    grade  work, 

Boylston-street  Subway.  Surveys  and 
plans,  Dorchester  Tunnel. 

John  F.  A.  Giblin,  Assistant  on  construction.  Sections  A  and 

B,  Dorchester  Tunnel. 
*Elias  S.  Hanna,  Surveys  and  olans,  Dorchester  Tunnel. 

Charles  H.  Harrington,    Line  and  grade  work.  Sections  A  and  B, 

Dorchester  Tunnel. 

John  A.  Holbrook,  Line  and  grade  work.  Sections  A  and  B, 

Dorchester  Tunnel. 

Thomas  H.  Keenan,  Repairs  in  Sections  B  and  C,  East  Boston 

Tunnel. 

Aaron  W.  Kinne,  Inspection  and  line  and  grade  work.  Sec- 

tions 1  and  2,  Boylston-street  Subway, 
and  East  Boston  Tunnel  Extension. 
*Arthur  F.  Leary,  Plans,  Dorchester  Tunnel. 

Joseph  E.  McDermott,      Assistant  on  construction.  Sections  A  and 

B,  Dorchester  Tunnel. 

Daniel  G.  Mosher,  Line  and  grade  work,  Sections  1,  2  and  4, 

Boylston-street  Subway.  Surveys  for 
Dorchester  Tunnel  under  Fort  Point 
Channel. 

*Edward  E.  Murphy,  Line  and  grade  work.  Section  1,  Boylston- 

street  Subway. 

Austin  S.  Packard,  Line  and  grade  work  and  force  accounts, 

East  Boston  Tunnel  Extension. 

William  J.  Power,  Jr.,      Line  and  grade  work.  Sections  1  and  2, 

Boylston-street  Subway. 

Harry  H.  Thorburn,         Plans,  Boylston-street  Subway. 
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Martin  C.  Cherry. 
Frederick  C.  H.  Eichorn, 

Frank  I.  Garfield, 
*KiMBALL  R.  Garland, 

John  P.  McKnight, 
Percival  H.  Mosher, 
Robert  P.  O'Keefe, 
Alfred  W.  Parker, 
Alfred  E.  Perkins, 
Joseph  E.  Reinhalter, 

Leo  S.  Stone, 
William  G.  Tonner, 


Inspectors. 

East  Boston  Tunnel  Extension. 

Sections  2,  3  and  4,  Boylston-street  Sub- 
way. 

Sections  1  and  2,  Boylston-street  Subway. 

Section  1 ;  also  lines  and  grades,  Boylston- 
street  Subway. 

Section  1,  Boylston-street  Subway. 

Sections  A  and  B,  Dorchester  Tunnel. 

Sections  3  and  4,  Boylston-street  Subway. 

Inspector  of  steel  work. 

Section  2,  Boylston-street  Subway. 

Sections  2,  3  and  4,  Boylston-street  Sub- 
way. 

Sections  3  and  4,  Boylston-street  Subway. 
Sections  1,  2,  3  and  4,  Boylston-street 
Subway. 


Chemists,  Testing  Material,  etc. 


"Mansfield  K.  Berry, 
Seth  M.  Bryant, 
Harold  C.  DeLong, 


Testing  cement. 
Testing  cement. 

Chemist  in  charge  of  testing  cement,  pitch 
and  other  materials.  Superintending 
making  of  concrete  sheeting,  etc. 


Arthur  B.  Carter, 
Harry  E.  Casey, 
Charles  E.  Fay, 

Jacob  L.  Garber, 
Samuel  Klubock, 
Francis  J.  Kurriss, 

tRosE  A.  McMahon, 
Thomas  J.  Pettit, 

*  Joseph  E.  Riley, 
John  E.  Ryan, 
Joseph  P.  Sheerin, 
Henry  C.  White, 


Clerical  Force. 

Secretary  to  the  Chief  Engineer. 
Stenographer. 

Messenger  in  drafting  room;  blueprinting; 

care  of  plans. 
Clerk. 

Stenographer. 

Clerk  and  stenographer. 

Stenographer. 

Clerk  and  stenographer. 

Stenographer. 

Stenographer. 

Clerk. 

Stenographer. 


*Left  the  employ  of  the  Commission. 
fTransferred  to  Secretary's  Department 


Appendix. 


o  o 
o  o 

to  o 

r-H  O 


oo 
oo 


00  (N 

1-1 1> 


2?^ 


o  o 
o  o 


CO 


o  o 
o  o 


00  (M 


o  o 
o  o 

CD  (M 

to 


^2 
o  o 

CO 


8 


o  o 

^  CO 


o  o 
oo 

d  d 

tH  CO 

1> 


lO  to 
moo 
o 


oo 

to  to 

Tt^  d 

00 


So; 

o 


1^ 

^  o 

o  ^ 

o 


84 


Boston  Transit  Commission 


APPENDIX  M. 

Canvass  of  Bids  for  Furnishing  600  Tons  of  I"  and  400  Tons  of  1" 
Square  Twisted  Open  Hearth  Steel  Reinforcing  Rods.  Deliv- 
ery TO  BE  MADE   IN   INSTALMENTS  OF  FROM   30  TO  400  TONS,  AS 

Required  by  the  Commission,  Within  1-^  Miles  of  South 
Terminal.    September  5,  1912. 


Bidder. 

Price  per  ton. 

Amount. 

Carnegie  Steel  Company, 

120  Franklin  St.,  Boston,  Mass  

$32.20 

$32,200.00 

Jones  &  Laughlin  Steel  Company, 

131  State  Street,  Boston,  Mass  

32.00 

32,000.00 

Lackawanna  Steel  Company, 

40  Central  Street,  Boston,  Mass  

31.20 

31,200.00 

APPENDIX  N. 


Canvass  of  Bids  for  Removing  Old  Boiler  and  Furnishing  and 
Installing  New  Boiler  in  Police  Station  16,  Corner  of 
Boylston  and  Hereford  Streets,  Boston.    September  18,  1912. 


Bidder. 

Kind  of  boiler  to  be  installed. 

Amount. 

Daniel  Russell  Boiler  Works,  Inc., 

Cast  iron  boiler  made  by 

83  Boston  St.,  So.  Boston,  Mass. 

the  H.  B.  Smith  Co. 

$600.00 

Albert  B.  Franklin, 

8-section  No.  34  Mills  cast 

62  High  St.,  Boston,  Mass  

iron  sectional  boiler. 

600.00 

Walworth-English-Flett  Co., 

S-36-6     Ideal  Sectional 

100  Pearl  St.,  Boston,  Mass  

steam  boiler. 

589.00 

Awarded  to  Albert  B.  Franklin. 


Canvass  op  Bids.    Steel  and  Iron  Work 

APPENDIX  0. 

FOR  Copley  Square  Station,  Section  4,  Botlston-Strebt  Subway.    September  24,  1912. 

Bidder. 

185,0 

00  lbs.  more  or  less  of  structural 

15,000  lbs.  more  or  less  of  oast  iron. 

Total. 

Time  of  Delivery. 

Pric 

e   per  lb. 

Amount. 

Price  -per  lb. 

Amount. 

New  England  Structural  Co., 

HO  State  St.,  Boston  

Lewis  F.  Shoemaker  &  Co., 
Harrison  Bldg.,  Philadelphia,  Pa  

Belmont  Iron  Works, 

22nd  St.  &  Washington  Ave.,  Philadelphia,  Pa.. , 

Pennsylvania  Steel  Co., 

C.  S.  Clark,  Agent,  70  Kilby  St.,  Boston  

Levering  &  Garrigues  Co., 
552  West  23rd  St.,  New  York  City  

$ 

).03U% 

).0298*% 

).028* 
).03  ** 

).0259** 

).0258* 

$5,735.00 

5,513.00 

5,180.00* 
5,550.00** 

4,791.50 

4,773.00 

$0.03 
0.0298 
0.0275** 

0.0333 
0.03 

$450.00 
447.00 
412.50** 

499.50 
450.00 

$6,185.00 

5,960.00 

5,592.50* 
5,962.50** 

5,291.00 

5,223.00 

Bethlehem,  4  to  5  months; 
Standard,  3J  to  4  months. 

30  days  after  receipt  of  Bethle- 
hem shapes;    3  months  for 
Standard. 

Bethlehem  5  months; 
Standard  3i  months. 

4  months. 

4  months  from  order. 

*  Bethlehem. 

**  Standard.                                                                Standard  or  Bethlehem. 
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APPENDIX  P. 

Canvass  of  Bids  for  Moving  Elevator  Machinery  and  Steam 
Return  Pipe,  410  Newbury  Street,  Boston.  Elevator  Ma- 
chinery TO  BE  Moved  Between  the  Hours  of  1  p.  m.  Saturday 
AND  9  a.  m.  Monday.  Steam  Return  Pipe,  Straight  Time. 
September  24,  1912. 


Bidder. 

Amount. 

Buerkel  &  Co., 

24  Union  Park  St.,  Boston,  Mass  

$787.00 

William  H.  Gallison  Co., 

36  Oliver  St.,  Boston,  Mass  

750.00 

Michael  J.  O'Brien, 

575.00 

86  Boston  Transit  Commission. 
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APPENDIX  T. 

Canvass  of  Bids  for  Furxishing  86,956  lbs.  Open  Hearth  Steel 

Plates  for  Section  B,  Dorchester  Tunnel.  November  19, 
1912. 


Bidder. 

Price  per  lb. 

Amount. 

Arthur  C.  Harvey  Co., 

374  Congress  St.,  Boston,  Mass  

2.15c. 

$1,869.55 

H.  W.  Hayes  &  Co., 

101  Tremont  St.,  Boston,  Mass  

1.88c. 

1,634.77 

appendix  u. 

Canvass  of  Bids  for  Furnishing  a  Four-wheel,  Ten-ton,  Electric 
Locomotive  Crane.    December  9,  1912. 

Bidder. 

Browning  Hoisting  Machinery  Company  

Browning  Engineering  Company  

Ohio  Locomotive  Crane  Company  

Industrial  Works  

Link  Belt  Company  

Orton  &  Steinbrenner  Company  

*Hugh  Nawn  Contracting  Company  

*  Second-hand. 

Awarded  to  Orton  &  Steinbrenner  Company. 


Amount. 

$5,240.00 
4,925.00 
4,900.00 
4,800.00 
4,650.00 
3,526.00 
2,750.00 
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Canvass  op  Bids  for  Construction,  Section  4,  Boylston  Street  Subway.    December  24,  1912, 


BrDDER. 

Earth  Exc.\v.\tiox. 

Masonb 

Remo-v-ed. 

Concrete  Masonry. 

100  Cu.  Yds. 
Brick 
Masonry. 

Laying  Vituified  Pipe. 

Steel  Work. 

20,000  Sq. 
Yds.  Cement 
Plaster. 

Waterproofing 

125,000  Un.  ft. 
Spruce  Piles. 

Other  Work 
and  Risks 
not  included 
by  other  items. 

1,000'Sq. 
PYds.  Crude 
ParaflSne  Ap- 
pUed  to  Piles 
per  Sq.  Yd. 

Totals. 

90,000  Cu. 
Yds.  above 

7,000  Cu.  Yds. 

50  Cu.  Yds 
VFalls,  Foun 
dations,  etc 

6,500  Sq.  Yds. 
Concrete 
Base. 

3b 

23,000  Cu. 
Yds. 
Concrete. 

7,000  Cu.  Yds. 
Gravel 
Concrete. 

200  Cu.  Yds. 
Mortar  Under 
Flanges  of 
Beams. 

50  lin.  ft. 
6"  to  10". 

1,400  Un.  ft. 
12"  to  20". 

700  Un.  ft. 
22"  to  30". 

3,000  lin.  ft. 
4"  to  8" 
fo^  under 

1,000  Tons 
Reinforcing 
Rods  less  than 
6  lbs.  per  lin. 
ft. 

400  Tons 
Structural 
Steel  more 
than  6  lbs.  per 
lin.  ft. 

225  Tons 
Steel  Sheet 
Piling. 

40,000  Sq. 
Yds.  Textile 
and  Asphalt. 

20,000  Sq. 
Yds.  Tarred 
Felt  and 
Pitch. 

a 

b 

«c 

3c 

3e 

4e 

f 

ff 

3f 

e 

h 

j 

k 

W.  H.  Keyes  &  Co., 

$4.80 

$7.60 

$10. 0( 

S5.00 

SIO.OO 

$8.00 

$10.00 

$20.00 

$0.90 

$1  .'.50 

$2.00 

$1.00 

$15.00 

$20.00 

$70.00 

$0.50 

$0.50 

$0.40 

$0.25 

$5,000.00 

$0.20 

95  Milk  St.,  Bcston,  Mass  

432,000.00 

53,200.00 

500. 0( 

32,500.00 

230,000.00 

56,000.00 

2,000.00 

2,000.00 

45.00 

2,100.00 

1,400.00 

3,000.00 

15,000.00 

8,000.00 

15,750.00 

10,000.00 

20,000.00 

8,000.00 

31,250.00 

5,000.00 

200.00 

$927,945.00 

Coughlan  &  Shells  Co., 

3.90 

18.01 

0.50 

9.50 

6.00 

10.00 

18.00 

0.50 

0.50, 

1.00 

0.50 

12.00 

18.00 

50.00 

0.50 

0.50 

0.30 

0.30 

5,000.00 

0.20 

43  Tremont  St.,  Boston,  Mass  

351,000.00 

29,7.5a  00 

900. 0( 

3,250.00 

218,500.00 

42,000.00 

2,000.00 

1,800.00 

25.00 

700.00 

700.00 

1,500.00 

12,000.00 

7,200.00 

11,250.00 

10,000.00 

20,000.00 

6,000.00 

37,500.00 

5,000.00 

200.00 

761,275.00 

Coleman  Bros., 

3.67 

5,00 

10.  GO 

0.70 

9.00 

7.00 

16.00 

20.00 

1.00 

1,00 

2.00 

1.00 

lO'.OO 

16.00 

60.00 

0.50 

0.50 

0.30 

0.30 

10,000.00 

0.30 

Pearl  &  Marginal  Sts.,  Chelsea,  Mass...  . 

330,300.00 

.35,000.00 

500.00 

4,.550.00 

207,000.00 

49,000.00 

3,200.00 

2,000.00 

50.00 

1,400,00 

1,400.00 

3,000.00 

10,000.00 

6,400.00 

13,500.00 

10.000.00 

20,000.00 

6,000.00 

37,500.00 

10,000.00 

300.00 

751,100.00 

P.  McGovern  &  Co., 

3.50 

3.00 

5.00 

0.80 

10.00 

10.00 

20.00 

18.00 

0.50 

1.00 

1.50 

0.50 

12.00 

20.00 

75.00 

0.30 

0.40 

0.30 

0.27 

100.00 

0.10 

Boston,  Mass  

315,000.00 

21,000,00 

250.00 

5,200.00 

230,000.00 

70,000.00 

4,000.00 

1,800.00 

25.00 

1,400.00 

1,050.00 

1,500.00 

12,000.00 

8,000.00 

16,875.00 

6,000.00 

16,000.00 

6,000.00 

33,750.00 

100.00 

100.00 

750,050.00 

Hugh  Nawn  Cont.  Co., 

3.50 

4.00 

10.00 

0.70 

11.00 

5.00 

15.00 

20.00 

1.00 

1.00 

1.50 

0.50 

7.00 

12.00 

60.00 

0.40 

0.55 

0.40 

0.25 

4,000.00 

0.10 

82  Savin  St.,  Roxbury,  Mass  

315,000.00 

28,000.00 

500.0 

4,550.00 

253,000.00 

35,000.00 

3,000.00 

2,000.00 

50.00 

1,400.00 

1,050.00 

1,500.00 

7,000.00 

4,800.00 

13,500.00 

8,000.00 

22,000.00 

8,000.00 

31,250.00 

4,000.00 

100.00 

743,700.00 
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APPENDIX  Y. 

Canvass  op  Bids  for  Construction,  Section  B,  Dorchbster  Tunnel.    March  25,  1913. 


Rowe  CoiitiacI  iiii;  ( 'ci-, 
Brighton,  Mass.  

Jas.  J.  Coughlan  Co., 
43  Tremont  St.,  Boston .  . 

P.  McGovern  &  Co., 
6  Beacon  St.,  Boston  

The  Conners  Bros.  Co., 
157  Plain  St.,  Lowell  

Coleman  Bros., 

1  Marginal  St.,  Chelsea .  . 

Hugh  Nawn  Contracting  Co. 
82  Savin  St.,  Roxbuiy .  .  .  , 


$4.75 
223,250.00 


4.20 
197,400.00 


4.25 
199,750.00 


4.00 
3,000.00 


3.50 
164,500.00 


$10.00 
14,000.00 


1.5.00 
21,000.00 


li.OO 
i,400.00 


6.00 
3,400.00 


2,000  Sq. 
Yds.  Con- 
crete Base 
Removed. 


SI.  00 
2,000.00 


0.50 
1,000.00 


1.00 
2,000.00 


0.85 
1,700.00 


0.60 
1,200.00 


12,000  Cu. 
Yds.  Con- 
crete Ma- 


$12.50 
150,000.00 


10. 50 
126,000.00 


10. 50 
126,000.00 


10.00 
120,000.00 


10.50 
126,000.00 


1,000  Cu. 
Yds.  Cinde 
Concrete. 


$9.00 
3,000.00 


6.00 
6,000.00 


9.00 
9,000.00 


6.00 
5,000.00 


5.00 
5,000.00 


5.50 
5,500.00 


200  Cu.  Yds. 
Mortar  Under 
Flanges  of 
Beams. 


13.00 
2,600.00 


15.00 
3,000.00 


14.00 
2,800.00 


16.00 
3,200.00 


100  Cu.  Yds. 
Brick 
Masonry. 


$16.00 
.600.00 


18.00 
1,800.00 


20.00 
2,000.00 


15.00 
,500.00 


16.00 
1,600.00 


20.00 
2,000.00 


)  Lin.  Ft.  700  Lin.  Ft. 
to  12"  Vit.  4"  VitriBed 
Pipe.        '  Pipe. 


$0.50 
250.00 


0.75 
375.00 


1.00 
500.00 


0.50 
250.00 


$0.40 
280.00 


0.50 
350.00 


0.25 
75.00 


0.75 
525.00 


0.25 
75.00 


0.50 
350.00 


SOO  Tons 
Setting 
Reinforcing 
Rods. 


$12.00 
6,000.00 


10.00 
5,000.00 


10.00 
5,000.00 


8.00 
4,000.00 


7.00 
3,500.00 


700  Tons 
Setting  Steel 
and  Iron. 


$20.00 
14,000.00 


13.50 
9,450.00 


16.00 
11,200.00 


12.00 
3,400.00 


10.00 
■,000.00 


12.00 
100.00 


Portland 
Cement. 
Mortar. 


$0.50 
2,500.00 


0.40 
2,000.00 


0.40 
2,000.00 


0.60 
3,000.00 


0.40 
2,000.00 


20,000  Sq. 

Yds.  Pre- 
pared Textile 
and  Asphalt. 


0.50 
10,000.00 


0.60 
12,000.00 


0.45 
9,000.00 


0.50 
10,000.00 


10,000  Sq. 
Yds.  Tarred 
Felt  and 
Pitch. 


$0.30 
3,000.00 


0.25 
2,500.00 


0.30 
3,000.00 


0.35 
3,.500.00 


0.25 
2,500.00 


0.30 
3,000.00 


Other  Work 
and  Risks  not 
Covered  by 


12,500.00 


11,000.00 

12,666!  66 


356  Lin.  Ft. 
3}'  by  2'  Cast 
Iron  Pipe. 


.$3.50 
1,246.00 


5.00 
1,780.00 


4.00 
1,424.00 


5.00 
,780.00 


4.50 
1,602.00 


513  Lin.  Ft. 
4i'  by  3'  Cast 
Iron  Pipe. 


$4.50 
2,308.50 


6.00 
3,078.00 


5.00 
2,565.00 


10.00 
5,130.00 


5.50 
2,821.50 


1.00 
513.00 


$2.00 
154.00 


4.00 
308.00 


3.00 
231.00 


2.00 
154.00 


3.00 
231.00 


2.00 
154.00 


APPENDIX  Z. 


Canvass  of  Bids  for  Fornishing  and  Delivering  F.  O.  B.  Cars  Boston  10,000  to  30,000  or  20,000  to  50,000,  Barrels  of  Portland  Cement.     April  2,  1913. 
Last  date  under  which  orders  can  be  given  under  the  contract  to  be  April  30,  1914. 


J.  P.  O'Connell  Co., 
Dorchester,  Mass  

Waldo  Brothers, 

45-49  Batterymarch  St.,  Boston  

*Wm.  C.  Norcross  Co., 

486  Albany  St.,  Boston  

tUnited  Bldg.  Material  Co., 
603-610  Penn.  Bldg.,  Philadelphia,  Pa 

Lehigh  Portland  Cem.  Co., 

Beacon  Building,  Boston  

*The  Edison  Portland  Cement  Co., 
79  Milk  St.,  Boston  

*Fiske  &  Co.,  Inc., 

25  Arch  St.,  Boston  

John  W.  Ramsay, 

161  Devonshire  St.,  Boston  

Hem-y  Crafts  Sons, 

266  Albany  St.,  Boston  

Starrett,  Fields  Co., 

809  Massachu.setts  Ave.,  Boston .... 

♦Berry  &  Ferguson, 

159  Devonshire  St.,  Boston  

Boston  Bldg.  Mat'l  Co., 
370  Albany  St.,  Boston  

*David  W.  Lewis  Co., 

24  Milk  St.,  Bo.ston  

Alpha  Portland  Cem.  Co., 

131  State  St.,  Boston  

AUentown  Portland  Cement  Co., 

120  Tremont  Street,  Boston  

Pennsylvania  Cement  Co., 

29  Broadway,  New  York  


Lehigh. 


Lehigh  or 
Alpha. 


Lehigh. 


Net  with  bags 


Net  with  bags 

returned 
to  warehouse. 


Penn-Allen. 
Nazareth. 

Dragon. 

Alpha, 
Whitehall  or 
Dragon. 


Nazareth. 

Helderberg. 
Alpha. 

Allentown. 

Pennsyl- 
vania. 


1.27 
1.27 

1.27 
1.27 

1.27 
1.27 
1.27 
1.27 


(No  bid). 


(No  bid). 


1.29 

1.27  for  10,- 
000  to  30,- 
000,  &  SI  .32 
for  20,000  to 
50,000. 


1.27      ;  (No  bid). 

i 

1.27      j  (No  bid). 

1.27      j  (No  bid). 

1.27  (No  bid). 


1.31 
1.31 

1.31 
1.29 

1.29 
1.28 
1.27 
1.27 


(Not  stated). 


To  meet  re- 
quirements 
of  Commis- 


1,000 
2,000 


(Not  stated). 


900 
5,000 

1,000 
4,000 

2,000 
3,000 
1,500 
1,000 


10  days. 
6  to  10  days. 

2  days. 
(Not  stated). 

2  days. 

4  days. 
10  days. 
1  to  3  days. 

10  days. 
7  days. 

10  days. 
1  to  3  days. 

4  days. 
12  days. 
12  days. 

7  days. 


Sum  allowed  for 

each  bag 
returned  to  store- 


Sum  allowed  for 
each  bag  returned 
freight  prepaid 


(No  bid). 


(No  bid). 
(No  bid). 
(No  bid). 

.09 
.09 

.065 
.095 

.095 
.0975 
.10 
.10 


SO'lO 


.10 
.10 
.10 

.10 
.10 

.075 
.10 

.10 
.10 
.10 
.10 


May  1 
April  10 

May  1 
April  10 

May  1 

May  2 
April  20 
April  23 

April  0 
April  30 

April  2 
April  23 

May  1 
May  1 
April  15 
April  17 


The  bid  is  on  80,000  bbls.  subject  to  15%  variation 
Shipments  before  May  1,  1914.  Will  contract 
for  definite  quantity  less  than  80,000  bbls.  sub- 
ject to  a  variation  of  15%  at  the  same  price 
Cement  from  storehouse  10c.  per  bbl.  higher 
than  price  in  bid.    Teams  not  furnished. 

All  shipments  to  be  made  before  May  1 ,  Lehigh— 
1914.  Alpha  - 


A  specific  amount  within  the  limits  called  for  in 
the  bid  to  be  named,  and  we  will  allow  a  varia- 
tion of  15%  either  way.  Payments  within  10 
days  from  date  of  shipment  subject  to  dis- 
count of  Ic.  per  bbl. 

Cash  30  days  or  Ic.  per  bbl.  discount  for  cash  in 
10  days  from  date  of  shipment. 

Bid  withdrawn  April  4,  1913. 

In  addition  to  stipulated  tests,  will  guarantee 
without  extra  charge  the  Autoclave  Boiling 
Test. 

On  basis  of  freight  r.ate  .|1.85  per  ton  from  mill. 

Alpha 

 Whitehall  - 

Dragon  — 

In  addition  to  stipulated  tests,  will  guarantee 
without  extra  charge,  the  Autoclave  Boiling 
Test. 

Cash  discount  of  Ic.  per  bbl.  on.bills  if  paid  in 
10  days. 


225 
216 


216 
275 
235 


216 
290 
195 


*  Did  not  bid  for  furnishing  20,000  to  50,000  bbls. 

t  Order  taken  over  by  the  Giant  Portland  Cement  Co. 

42,500  to  57,500  barrels  at  $1.27  awarded  to  Lehigh  Portland  Cement  Co. 

20,000  to  50,000  barrels  at  $1.27  awarded  to  Alpha  Portland  Cement  Co. 

10,000  to  30,000  barrels  at  $1.27  awarded  to  Giant  Portland  Cement  Co. 
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Boston  Transit  Commission. 


APPENDIX  BB. 


Canvass  of  Bids  For  Furnishing  30  Tons  of  f "  Round  Open  Hearth 
Plain  Steel  Rods  18  ft.  or  24  ft.  Long.    May  12,  1913. 


Bidder. 

Price  per 
ton  of 

2,000  lbs. 

f.o.b.  cars 
Boston. 

Total. 

Time  of  Delfv-ery. 

Jones  &  Laughlin  Steel  Co. 

S36.60 

$1,098.00 

Could  roll  in  six  months. 

Lackawanna  Steel  Co  

36.60 

1,098.00 

Could  make  delivery  in 
October. 

36.60 

1,098.00 

Could  furnish  in  60  to  90 

days.  In  a  medium 
Bessemer  steel  to  the 
A.  A.  S.  M.  "Specifica- 
tion For  Plain  &  Twisted 
Bars  for  Concrete  Re- 
inforcement," could  ship 
in  about  three  weeks 
after  receipt  of  order. 

Appendix. 
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APPENDIX  CC. 


Canvass  of  Bids  For  Furnishing  30  Tons  of       Square  Open  Hearth 
Plain  Steel  Rods  18  ft.  or  24  ft.  Long.    May  12,  1913. 


Bidder. 

Price  per 
ton  of 

2,000  lbs. 

f.o.b.  cars 
Boston. 

Total. 

Time  of  Deli\-ery. 

Jones  &  Laughlin  Steel  Co. 

$38.60 

$1,158.00 

Could  roll  in  five  months. 

Lackawanna  Steel  Co  

38.60 

1,158.00 

Could  make  delivery  in 
October. 

38.60 

1,158.00 
\ 

Could  furnish  in  60  to  90 

days.  In  a  medium 
Bessemer  steel  to  the 
A.  A.  S.  M.  ^'Specifica- 
tion  for  Plain  &  Twisted 
Bars  for  Concrete  Rein- 
forcement," could  ship 
in  about  three  weeks 
after  receipt  of  order. 
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Boston  Transit  Commission. 
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